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Department of the Air Force 
Military Construction and Military Family Housing 
Program Summary 
Fiscal Year 2011 

Authorization 

For 



Appropriation 

Appropriation 


Request 

Request 


tSOOOs) 

tSOOOs) 

Military Construction 

Inside the United States 

919,935 

919,935 

Outside the United States 

307,114 

307,114 

Planning and Design (10 USC 2807) 

66,336 

66,336 

Unspecified Minor Construction (10 USC 2805) 18,000 

18,000 

Total Military Construction 

1,311,385 

1,311,385 

Military Family Housing 

New Construction 

0 

0 

Improvements 

73,800 

73,800 

Planning and Design 

4,225 

4,225 

Subtotal 

78,025 

78,025 

Operations, Utilities and Maintenance 

364,218 

364,218 

Leasing 

95,671 

95,671 

Privatization 

53,903 

53,792 

Subtotal 

513,792 

513,792 

Total Military Family Housing 

591,817 

591,817 

Grand Total Air Force 

1,903,202 

1,903,202 


February 2010 
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STATE/COUNTRY INSTALLATION 

ALABAMA Maxwell 


ALASKA Eielsoo 


ElmcDdorf 


ARIZONA Davis-Monthan 


Fort Huachuca 


COLORADO Hucldey 

Peterson 

L'SAF Academy 

DELAWARE Dover 

DISTRICT OF COLUMBIA Bolling 

FLORIDA Eglio 

Huriburt 

Patrick 


LOUISIANA 


Barksdale 


NEVADA Creech 

Nclili 


NEW JERSEY 


McGuire 




AUTH FOR 





APPROP 

APPROP 


PROJECT 


request 

REQUEST 

PAGE 

ADAL Air University LiN^ry 


13.400 

13,400 

22 


Maxwell TOTAL:_ 

!J.4IH) 

13.400 



ALABAMA total" 

13.400 

13,400 


Repair Central Heat and Power Plant Boiler 


28,000 

28,000 

26 


EieUon Total 

28.000 

28.000 


ADAL Air Support Operations Squadron Training Facility 

4,749 

4.749 

30 

F>22 AdtVAIter Weapons Release Systems Shop & AME 


10.525 

10,525 

33 

Railhead OperMions faciUly 


1 5.000 

15,000 

36 


Eimendorf T0TAL:_ 

30.274 

30,274 



ALASKA T0TAL:_ 

58,274 

58.274 


AMaRC Hangar 


25,000 

25.000 

40 

HC-130 AGE Msiotvnance Facility 


4,600 

4,600 

43 

HC-130J Aerial Cargo Facility 


10.700 

10,700 

46 

HC-13(U Parts Store 


8,200 

8,200 

49 


Oavis-Monihan TOTAL: 

40,500 

48,500 


TFI - Predator LRE Beddown 


n.ooo 

11.000 

53 


Fort Huachuca TOTAL 

11.000 

11.000 



ARIZONA TOTAL: _ 

59.500 

59.500 


Sectirliy Forces Operations Facility 


12,160 

12.160 

57 


Buckley TOTAL:_ 

12.160 

12.160 


RAIDRS Space Control Facility 


24,800 

24.800 

61 


Peterson TOTAL: _ 

24.800 

24.800 


Const Center for Character & Leadership Developmenl 


27,600 

27,600 

65 


USAF Academy T0TAL:_ 

27.600 

27.600 



COLORAD(> TOTAL:’ 

64.560 

64.560 


C'SM/C-17 MaiMenance Training Facility Phase 2 


3,200 

3,200 

69 


Dover TOTAL_ 

3.200 

3.200 



DELAWARE total" 

3.200 

3.200 


Joint Air Defense Opeatlons Center 


13,200 

13,200 

73 


Bolling TOTAL: 

13.200 

13.200 


DISTRICT OF COLUMBIA TOTAL:_ 

13.200 

13.200 


F-3$ Fuel Cell Maintenance Hangar 


11.400 

11.400 

77 


Eglin TOTAL: _ 

11,400 

11.400 


ADAL Special Operations School Facility 


6.170 

6.170 

81 

Add to Visiting Quarten (24 Rm) 


4.500 

4,500 

84 

Base Logistics Facility 


24.000 

24,000 

87 


Harlhurt TOTAL: _ 

34.670 

34,670 


Air Force Technical Applications Center 


150.009 

158,009 

91 


Patrick TOTAL_ 

ISB.009 

158.01)9 



FLORIDA TOTAL:]! 

204.079 

204.079 


W’eapom Load Crew Training Facility 


18.140 

18,140 

95 


Barksdale TOTAL: 

18.140 

18.140 



LOUISIANA TOTAL:_ 

18.140 

18.140 


UAS AirfkhI Fire/Crash Rckhc Station 


11,710 

n.7!0 

99 


Creech TOTAL:__ 

11.710 

11.710 


P05 AddI Alter 422 TEST Evaluation Squadron Fadlity 


7,870 

7.870 

103 

F-35 AdtVAIter Flight Test Instrumentalion Facility 


LWO 

1.900 

106 

F-3S Flight Simulator Facility 


13, MU 

13.110 

109 

F>3S Maintenance Hangar/AMU 


28,760 

28,760 

112 


Nellis TOTAL: 

51.640 

51.640 



NEVADA TOTAL:" 

63.350 

63J50 


Base Operations/Coramand Post Facility (TFI) 


8,000 

8,000 

116 
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STATE/COUNTRY 


NEW MEXICO 


NEW YORK 


NORTH DAKOTA 


OKLAHOMA 


SOUTH CAROLINA 


TEXAS 


UTAH 


VIRGINIA 


WYOMING 


UNKNOWN 


INSTALLATION 


Cannon 


Holloman 


Kirtland 


Minot 




Charleston 


Dyess 


Ellington 


Lackland 


Hill 




Camp Guernsey 


Unspcciricd 


AUTH FOR 


PROJECT 

APPROP 

REQUEST 

APPROP 

REQUEST 

PAGE 

Dormitors' (120 Room) 

1M40 

18.440 

119 

McGuire 10TAL:_ 

26,440 

26.440 


.NEWJERSEV TOTAL:' 

26.440 

26.440 


Dormilory Room) 

14,000 

14.000 

123 

UAS Squad Ops Facility 

20,000 

20.000 

126 

Cannon TOTAL 

34,000 

34.000 


UaS Add/ Alter Maintenance Hangar 

15,470 

15.470 

130 

UAS Munlenante Hangar 

22,500 

22,500 

133 

Holloman TOTAL: _ 

37,970 

37.970 


Acr»i Delivery Facility Addition 

3,800 

3,800 

137 

Armament Shop 

6.460 

6,460 

140 

H/MC-IJO ConsH-aci Fuel System Maintenance Faciitt}' 

14,142 

14,142 

143 

Kirtland TOTAL: 

24.402 

24.402 


NEW MEXICO TOTAt.: _ 

96.372 

96.372 


20th Air Support Operations Squadron Complea 

20,440 

20.440 

147 

Fort Drum TOTAL:_ 

20.440 

20.440 


NEW YORK TOTAL:_ 

20,440 

20.440 


Contrtd Tower/Bate Operations Facility 

18.770 

18,770 

ISI 

Minot TOTAL: 

18,770 

18.770 


NORTH DAKOTA TOTAl.:_ 

18,770 

18.770 


Upgrade Building 300! Infrastructure. Phase HI 

i 4.000 

14,001) 

155 

Tinker TOTAL_ 

14.000 

14.000 


OKLAHOMA TOTAL 

14,000 

14.001) 


Civil Engineer Complex (TFI) - Phase I 

15,000 

15.000 

159 

Charleston TOTAL 

15,000 

KS.OOO 


SOUTH CAROLINA TO FAL_ 

15.000 

15.000 


C-130J Add/Alicr Flight Simulalor Facility 

4.080 

4.080 

163 

Dyess TOTAL:_ 

4.080 

4.080 


TFI . Upgrade UaV Malnienanrc Hangar 

7,000 

7.000 

168 

Ellington TOT AL_ 

7JKt« 

7.001) 


BMT Satellite CTassrooms/Oinlng Facility No. 2 

32.000 

32.000 

172 

Onc*Company Fire Station • JBSA 

5.500 

5,500 

175 

Recruit/Family Inproccssing dr information Center 

21,800 

21,800 

178 

Recruit Dormilory Phase 3 

67,980 

67,980 

181 

Lackland TOIAL: 

127.280 

127.280 


TEXAS TOT AL:” 

)38J60 

138,360 


F-22 T-l 0 F.ngine Test Cell 

2.800 

2.800 

)99 

Hill TOTAL: 

2.800 

2,800 


UTAH TOTAL:” 

2.800 

2.800 


F*22A Add/Alicr Hangar Bay LO/CRF Facility • TFI 

8.800 

8.800 

189 

Langley TOTAL: __ 

8.800 

8.800 


VIRGINIA TOTAL:” 

8.800 

8.800 


Nuclcar/Space Security Tactics training Center (NSSTTC) 

4.650 

4.650 

193 

Camp Guernsey TOTAl._ 

4.650 

4,650 


WYOMING total” 

4.650 

4.650 


F-35 Academic Trlaofng Center 

54,1^0 

54,150 

196 

F-3S Squadron Operations Facility 

10.260 

10,260 

199 

F-3S Flight Simulator Facility 

12,190 

12.190 

202 

Unspecified TOTAi.: 

76,600 

76.600 


UNKNOWN TOTAL:" 

76,600 

76,600 


INSIDE THE US TOTAL: _ 

919.935 

919.935 
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STATE/COUNTRV 

afghamstan 


BAHRAIN 


GERMANY 


GUAM 


ITALY 

KOREA 

QATAR 

wrreo KINGDOM 


INSTALLATION PROJECT 

Bagrarn ConsoBdaleil Rising FadBQ 

FIgNler Hangar 

MEDEVAC Ramp Expaadon/FunSialtM 


Shaikh Isa North Apnrn Ex)»nsan 


Al!TH FOR 

APPROP APPROP 
REQUEST REQUEST PACE 


16,480 16.480 

I6.S80 I6.$8U 

Ba^ani TOTAL 42.460 42.960 

AFGHANISTAN TOTAL 42.960 42.960 


2B9 

212 


45,000 45.000 

Shaikh tu TOTAL 45,000 45,000 

BAH TOTAL 45.000 45.000 


216 


Kapaun Annex 


Ramstrin 


Vilicck 


Anilcnen 




Kunssn 


Ai Udeld 


Mlld«nhall 


Dttrn^aT>(l28 Rmid) 


19,600 19.600 

Kapaun TOTAL 19.600 19.6DD 


Construct C-130J Flight Simnlator FadUtv 
Dticliig Ffaid Storage & Dispennog Facilliy 
LAS Salcom Rela> PnJe and FacUity 


Air Support Operatioas Squodmn (ASOS| Complrx 


8.800 8,8DU 

2,754 2,754 

10.800 10.800 

RamsteiB TOTAL: 22J54 22.354 

12.900 12,900 

Vilscek TOTAL: 12,900 12.900 

GERMANY TOTAL: 54,854 54.854 


Guam Strihe Ops Croup ATanker Task Foree Rcnoviioa (TFI) 

Guam Sirthc South Ramp UliBtim Phase I (TFI) 

PRTC - Combat Cemmunkaiions Operaiioat FteiHly 

PRTC - Commando Warrtor Open Bay Student Barracks (TFI) 

PRTC - Red Horse Headquarters/Engioeertog FaciUty 

Aodtnea TOTAL: 
GUAM TOTAL: 


9,100 9.100 

12,200 12.200 

9.200 9.200 

11,800 11.800 

8.000 8.000 

50,300 5OJ00 

SOJOO 50.300 


Air Suppnrl Openiiaos Squadron (ASOSI Facility 
D<irmUafy(144 Rml 


Construct DMT Flight Simublor Facility 


BiiKhfonl-Preston Complex, Phase HI 


Extend Taiiway Alpha 


10.200 10.200 

I9,0M 19,000 

Avlano TOTAL: 29.200 29,200 

ITALY TOTAL: 29,200 29,200 

7,500 7,500 

Kuntan TOTAL 7.500 TjSOO. 

KOREA TOTAI, TjSOO 7.500 

62,300 62J00 

Al Cdetd Total 62,300 62J0I) 

QATAR TOTAL 62..300 62J00 

I5.O00 15.000 

Mlldcnhall Total ISJWO 15.000 

UNITED KINGDOM TOTAL 15.000 15,000 


220 


224 

227 

231 


239 

242 

245 

248 

251 


255 

258 


266 


270 


OUTSIDE THE L'STOTAL: 307,114 307.1)4 


WORLDWIDE 




P-341 UnspectRed Minor Consiruciloo 
P&i> • Planning A Design 


18.000 18,000 273 

66.336 66.336 275 

WORLDWIDE UNSPECIFIED 84,336 84,336 


VARIOUS TOTAL: >4.336 84,336 

INSIDE THE US TOTAL: 919.935 919,935 

OUTSIDE THE US TOTAL: 307.H4 307')I4 

FV20II TOTAL: UllJgS 1.311.38$ 
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DEFINITIONS OF NEW AND CURRENT MISSION 


NEW MISSION PROJECTS - New mission projects all support new and additional 
programs or initiatives that do not revitalize the existing physical plant. These projects 
support the deployment and beddown of new weapons systems: new or additional aircraft, 
missile and space projects; new equipment, i.e. radar, communication, computer satellite 
tracking and electronic security. Planning and design and unspecified minor construction 
(P-341) are also included in this category. 

CURRENT MISSION PROJECTS - These projects revitalize the existing facility plant by 
replacing or upgrading existing facilities and alleviating long-standing deficiencies not 
generated by new missions or equipment. Included are projects to improve the quality of 


life, upgrade the workplace, enhance productivity and achieve compliance with 
environmental, health and safety standards. 

AUTH FOR 
APPROP APPROP 

FYII 

($0001 

($0001 

NEW MISSION 

439,356 

439,356 

CURRENT MISSION 

787,693 

787,693 

PLANNING & DESIGN 

66,336 

66,336 

MINOR CONSTRUCTION 

18,000 

18,000 

TOTAL: 

1,311,385 

1,311,385 


February 2010 


9 
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STATE/COUNTRY 

AFGHANISTAN 

AFGHANISTAN 

AFGHANISTAN 

ALABAMA 

ALASKA 

ALASKA 

ARIZONA 

BAHRAIN 

COLORADO 

COLORADO 

FLORIDA 

FLORIDA 

FLORIDA 

FLORIDA 

GERMANY 

GERMANY 

GUAM 

GUAM 

GUAM 

ITALY 

KOREA 

LOUISIANA 

NEW JERSEY 

NEW JERSEY 

NEW MEXICO 

NORTH DAKOTA 

OKLAHOMA 

QATAR 

SOUTH CAROLINA 

TEX.AS 

TEXAS 

TEXAS 

TEXAS 

UNITED KINGDOM 
WYOMING 


INSTALLATION 

BAGRAM 

BAGRAM 

BAGRAM 

MAXWELL 

EIELSON 

ELMENDORF 

DAVIS-MONTHAN 

SHAIKH ISA 

BUCKLEY 

USAF ACADEMY 

HL'RLBURT 

HURLBURT 

HURLBURT 

PATRICK 

KAPAUN 

RAMSTEIN 

ANDERSON 

ANDERSON 

ANDERSON 

AVIANO 

KUNSAN 

BARKSDALE 

MCGUIRE 

MCGUIRE 

KIRTLAND 

MINOT 

TINKER 

AL UDEID 

CHARLESTON 

LACKLAND 

LACKLAND 

LACKLAND 

LACKLAND 

MILDENHALL 

CAMP GUERNSEY 


PROJECT 

CoRnolidnted Rigging FacBky 
Fighter Hangar 

MEDEVAC Ramp/Fire Station 

ADAL Air Univeniiy Library 

Repair Central Heat anil Power Plant BoBer 

Conttruci Railhead Operations Facility 

AMARG Hangar 

North Apron Eipansioo 

Security Forces Operations Facility 

Center for CharactM^ A Leadership Development 

ADAL AF Spectai Operations Schonl (SOS) Facility 

Add to V'isilmg Quarters (24 Rm) 

Base Logistics Facility 

Air Force Technical Applications Center 

Dormitory - I2fl Room 

Dnciog Fluid Storage & Dispensing Facility 

PRTC • Combat Communications Operations Facility 

PRTC • Commando Warrior Opeo Bay Barracks 

PRTC - Red House HeadquartersTngineering Facility 

Dormitory (144 Rm) 

Construct DMT Flight Simulator 
Weapons Load Training Facility 
Dormilory(t20 Room) 

Base Operaiions/Command Post Facility 

Construct Armament Shop 

Control Tow«r/Base Operations Facility 

Upgrade Building 3M) Infrastructure Phase 111 

Blatchford-Preston Complex, Phase ill 

Civil Engineer Complex (TFI) - Phase I 

BMT Satellite Ciassroom/Dining Facility No. 2 Phase 3 

One Company fire Station 

Recruil/Famity inprocessing & information Center 
Recruit Dormitory 3, Phase 3 
Extend Taiiwuy Alplia 

.Nuclear/Spaca Security Tactics Training Center 


APPROP AUTH 

REQUEST REQUEST TYPE 

S9,900 S9,9O0 CM 

SI6.4H0 SI6,4S0 CM 

SI6,S80 $16,580 CM 

$13,400 $13,400 CM 

$28,000 $28,000 CM 

S1S.OOO $15,000 CM 

$25,000 $25,000 CM 

$45,000 $45,000 CM 

$12,160 $12,160 CM 

$27,600 $27,600 CM 

$6,170 $6,170 CM 

$4,500 $4,500 CM 

$24,000 $24,000 CM 

$158,009 $158,009 CM 

$19,600 $19,600 CM 

$2,754 $2,754 CM 

$9,200 $9,200 CM 

SU.800 $11,800 CM 

$8,000 $8,000 CM 

$19,000 $19,000 CM 

$7,500 $7,500 CM 

$18,140 $18,140 CM 

$18,440 $18,440 CM 

$8,000 $8,000 CM 

$6,460 $6,460 CM 

$18,770 $18,77(1 CM 

$14,000 $14,000 CM 

$62,300 S62J00 CM 

$15,000 $15,000 CM 

$32,000 $32,000 CM 

$5,500 $5,500 CM 

$21,000 $21,800 CM 

$67,980 $67,980 CM 

$15,000 $15,000 CM 

$4,650 $4,650 CM 


Current Mission TOTAL: $787,693 $787,693 


ALASKA 

ALASKA 

ARIZONA 

ARIZONA 

ARIZONA 

ARIZONA 

COLORADO 

DELAWARE. 

DISTRICT OF COLUMBIA 

FLORIDA 

GERMANY 

GERMANY 

GERMANY 

GUAM 

GUAM 

ITALY 

NEVADA 

NEVADA 

NEVADA 

NEVADA 

NEVADA 

NEW MEXICO 

NEW MEXICO 

NEW MEXICO 

NEW MEXICO 


ELMENDORF 

ELMENDORF 

oavts-monthan 

DAVIS-MONTHAN 

DAVIS-MONTHAN 

FORT HUACHUCA 

PEIERSON 

DOVER 

BOLLING 

EGLIN 

RAMSTEIN 

RAMSTEIN 

VILSECK 

ANDERSON 

ANDERSON 

AVIANO 

CREECH 

NELLIS 

NELLIS 

NELLIS 

NELLIS 

CANNON 


HOLLOMAN 


F-22A Weapons Release Shop & AME 

aDaL Air Support Operations Squadron Training Facility 

HC-I30J Aerial Cargo Facility 

HC-130J ACE Maintenance Facility 

HC-l3«JPans Store 

TFI • Predator LRE Beddowa 

RAIORS Space Control Facility 

C'SM/C-17 Maintenance Training Facility Phase 2 

Joint Air Defense Operations Center (NCR IADS) 

F-3S 4-Bay Furi Cell Maintenance Hangar (3 Bay) 

C-I30J Flight Simulator 

UaS SaTCOM Relay Pads & Facility 

Air Support Operations Squadroa (ASOS) Complex 

Guam Sirihe Tanker & Bomber Squadron Operations 

Guam Strike South Ramp Uiilitia Phase I 

Air Support Operations Squadron (.ASOS) Facility 

UaS Airfield Fire/Crash Rescue Station 

F-.15 Add/Alier 422 Test F.valuatinn Squadron Facility 

F-35A Flight Simulator Facility 

F-35A Maintenaace llangar/AMU 

F-3.5A Add/Alter flight Test instrumenl Facility 

Dormitory (96 Room) 

UAS Squad Ops PacUily 

UAS Add/ Alter Maintenance Hangar 

UAS Maintcnaoce Hangar 


$10,525 $10,525 NM 

$4,749 $4,749 NM 

$10,700 $10,700 NM 

$4,600 $4,600 NM 

$8,200 $8400 NM 

$11,000 $11,000 NM 

$24,800 $24,800 NM 

$3,200 $3,200 NM 

$13,200 $13,200 NM 

$I).400 $11,400 NM 

$8,800 $8,800 NM 

$10,800 $10,800 NM 

$12,900 $12,900 NM 

$9,100 $9,100 NM 

$12,200 $12,200 NM 

$10,200 $10,200 NM 

$11,710 $11,710 .NM 

$7,870 $7,870 NM 

$13,110 $13,110 NM 

$28,760 $28,760 NM 

$1,900 $1,900 NM 

$14,000 $14,000 NM 

$20,000 $20,000 NM 

$15,470 $15,470 NM 

$22,500 $22,500 NM 
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STATE/COUNTRY 
NEW MEXICO 
NEW MEXICO 
NEW YORK 
TEXAS 
TEXAS 
LTAH 
VIRGINU 


INSTALLATION 
KIRTLANO 
KIRTLAND 
FORT DRUM 
DYESS 

ELLINGTON FIELD 
HILL 

LANGLEY 

TBD 

TBD 

TBD 


WORLDWIDE UNSPECIFIED UNSPECIFIED 
WORLDWIDE UNSPECIFIED UNSPECIFIED 


PROJECT 

Aerial Ddivery Facility Additiea 

H/MC-I3BJ Coiulnict FuetSyslen Maintenance Facility 

20th Air Support Operations Squadron 

C*I JOJ Add/Aller Flight Simulator Fadlity 

TFI ■ Upgrade UAV Mainitnanee Hangar 

F-22 T-10 Engine Test CeB 

F-22A Add/Aher 3rd Bay LO«RF Facility 

P-3S Simulator Facility 

F-35 Squadron Operations Facility 

F-35 Academic Training Center 


APPROP AUTH 

REQUEST REQUEST TYPE 

SJ.KOe 33.800 NM 

J14.142 S14.142 NM 

520,440 $20,440 NM 

$4,080 $4,080 NM 

$7,000 $7,000 NM 

$1,800 $2,800 NM 

$8,800 $8,800 NM 

$12,190 $12,190 NM 

SI0.260 $10,260 NM 

SS4.1S0 $S4.IS0 NM 


New Mission TOTAL: $439,156 $439,356 


Planning and Design 
Unspecified Minor Construction 


Central Program TOTAL: 
Active AF Program TOTAL: 


$66,336 $66,336 P&D 

$18,000 $18,000 P-341 

$84,336 $84,336 

1,311,385 1,311.385 
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INSTALLATION 

ALUDEID 

ANDERSEN 

AVIANO 

BAGRAM 

BARKSDALE 

BOLLING 

BUCKLEY 

CAMP GUERNSEY 

CANNON 

CHARLESTON 

CREECH 

DAVIS-MONTHAN 

DOVER 

DYESS 

EGLIN 

EIELSON 

ELLINGTON 

ELMENDORF 

FORT DRUM 

FORT HUACHUCA 

HILL 

HOLLOMAN 

HURLBURT 

KAPAUN ANNEX 

KIRTLAND 

KUNSAN 

LACKLAND 

LANGLEY 

MAXWELL 

MCGUIRE 

MILDENIIALL 

MINOT 

NELLIS 

PATRICK 

PETERSON 

RAMSTEIN 

SHAIKH ISA 

TINKER 

USAF ACADEMY 
VILSECK 


COMMAND 

STATE/COUNTRY 

PAGE 

CENTCOM 

QATAR 

265 

PACAF 

GUAM 

238 

USAFE 

ITALY 

254 

CENTCOM 

AFGHANISTAN 

205 

ACC 

LOUISIANA 

94 

AFDW 

DISTRICT OF COLUMBIA 

72 

AFSPC 

COLORADO 

56 

AFSPC 

WYOMIMG 

192 

AFSOC 

NEW MEXICO 

122 

AMC 

SOUTH CAROLINA 

158 

ACC 

NEVADA 

98 

ACC 

ARIZONA 

39 

AMC 

DELAWARE 

68 

ACC 

TEXAS 

162 

AFMC 

FLORIDA 

76 

PACAF 

ALASKA 

25 

ANG 

TEXAS 

167 

PACAF 

ALASKA 

29 

ACC 

NEW YORK 

146 

ANG 

ARIZONA 

52 

AFMC 

UTAH 

184 

ACC 

NEW MEXICO 

129 

AFSOC 

FLORIDA 

80 

USAFE 

GERMANY 

219 

AFMC 

NEW MEXICO 

136 

PACAF 

KOREA 

261 

A ETC 

TEXAS 

171 

ACC 

VIRGINIA 

188 

AETC 

ALABAMA 

21 

AMC 

NEW JERSEY 

115 

USAFE 

UNITED KINGDOM 

269 

ACC 

NORTH DAKOTA 

150 

ACC 

NEVADA 

102 

AFSPC 

FLORIDA 

90 

AFSPC 

COLORADO 

60 

USAFE 

GERMANY 

223 

CENTCOM 

BAHRAIN 

215 

AFMC 

OKLAHOMA 

154 

USAFA 

COLORADO 

64 

USAFE 

GERMANY 

234 
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DEPARTMENT OF THE AIR FORCE 
MILITARY CONSTRUCTION PROGRAM FISCAL YEAR 2011 


ECONOMIC CONSIDERATIONS 

An economic evaluation has been accomplished for all projects costing over $2 million and 
the results are addressed in the individual DD Forms 1391. 

DESIGN FOR ACCESSIBILITY OF PHYSICALLY HANDICAPPED PERSONNEL 

In accordance with Public Law 90-480 provisions for physically handicapped personnel 
will be provided for, where appropriate, in the design of facilities included in this program. 

ENVIRONMENTAL STATEMENT 

In accordance with Section 102(2)(c) of the National Environmental Policy Act of 1969 (PL 
91-190), the environmental impact analysis process (EIAP) has been completed or is 
actively underway for all projects in the Air Force FY 2011 Military Construction 
Program. 


EVALUATION OF FLOOD PLAINS AND WETLANDS 

All projects In the program have been evaluated for compliance with Executive Orders 
11988, Flood Plain Management, and 11990, Protection of Wetlands, and the Flood Plain 
Management Guidelines of U.S. Water Resources Council. Projects have been sited to 
avoid or reduce the risk of flood loss, minimize the impact of floods on human safety, 
health and welfare, preserve and enhance the natural and beneficial values of wetlands and 
minimize the destruction, loss or degradation of wetlands. 
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FY2011 

CONGRESSIONAL REPORTING REQUIREMENTS 

1. STATEMENTS ON NATO ELIBIBILITY 

These are in response to the requirement in the FY 1988 Senate Appropriations 
Committee Report, 100-200, page 13, and are included in the appropriate project 
justification. 

2. STATEMENTS ON COMPLIANCE WITH CONSTRUCTION MANUAL 4210M 

These are in response to the requirement in the FY 1988 Senate Appropriations 
Conference Report, 100-498, page 1003, and are included in each project 
justification. 

3. NEW AND CURRENT MISSION ACTIVITIES 

The EY 1989 Senate Appropriations Committee Report, 100-380, pages 10 and 11, 
identified a requirement to include an exhibit in the budget justification books that 
displayed required projects in two separate categories: New Mission and Current 
Mission. The CM (current mission) or NM (new mission) designation, which follows 
the project on the listing at page 9, identifies each project as new or current mission. 
Additionally, each justification in Block 11 of theDD Form 1391 indicates whether 
the project supports a new or current mission. 

4. REAL PROPERTY ADMINISTRATION 

The FY 1977 House Appropriations Committee Report, 104-591, page 11, requested 
the Department to provide the real property maintenance backlog at all installations 
for which there is a requested construction project. Each DD Form 1390 reflects 
this information in block 12. In addition, the report requested all troop housing 
requests to show all real property maintenance conducted in the past two years and 
all future requirements for unaccompanied housing at that installation. Each DD 
Form 1391 for troop housing reflects this information in block 11. 

5. METRIC CONVERSION 

The FY 1999 House Appropriation Committee Report, 105-578, page 11, requested 
the Department to ensure that any Form 1390/1391, which is presented as 
justification in metric measurement, shall include parenthetically the English 
measurement. Each DD Form 1391 reflects the metric and English equivalent in 
block 11. 
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FY 2100 

NON-MILCON FUNDING 


Research and Development (RDT&E) NONE 
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APPROPRIATIONS LANGUAGE 
MILITARY CONSTRUCTION, AIR FORCE 

For acquisition, construction, installation and equipment of temporary or 
permanent public works, military installations, facilities and real property of the Air Force 
as currently authorized by law $1,311,385,000 to remain available until September 30, 
2015: Provided that, of this amount, not to exceed $66,336,000 shall be available for study, 
planning, design and architect and engineer services, as authorized by law, unless the 
Secretary of Defense determines that additional obligations are necessary for such 
purposes and notifies the Committees on Appropriations of both Houses of Congress of his 
determination and the reasons therefor. 


February 2010 


19 


55040A 



1. COMPONENT 

AIR FORCE 

FY 2011 MILITARY CONSTRUCTION PROGRAM 

2. DATE 

3. INSTALLATION AND LOCATION 

MAXWELL AIR FORCE BASE 

ALABAMA 

4. COMMAND: 

AIR EDUCATION AND 
TRAINING COMMAND 

5. AREA CONST 

COST INDEX 

0,82 



7. INVENTORY DATA ($000) 

a. Total Acreage: 148 

b. Inventory Total as of : (30 Sep 09) 

0 . Authorization Not Yet in Inventory: 

d. Authorization Requested in this Program: 

e. Planned in Next Four Years Program: 

f. Remaining Deficiency: 

g. Grand Total: 


8, PROJECTS REQUESTED IN THIS PROGRAM: (FY2011) 
CATEGORY 

CODE PROJECT TITLE 

171-356 ADAL AU Library 


9a. Future Projects: Typical Planned Next Four Years: 
724-41 7 SOC Lodging, Phase V 


SCOPE 

13,330 

Total 


2,188,398 

15,556 

13.400 

14.400 
182,751 

2,414,505 


COST DESIGN STATUS 
$.000 START CMPL 

13.400 Design Build 

13.400 


724-417 SOC Lodging, Phase V 7,700 SM 14,400 

Total 14,400 


9b. Real Property Maintenance Backlog This Installation: 


10. Mission or Major Functions: Home to Headquarters Air University (AU) including Air War College, Air 
Command and Staff College, Squadron Officer School, College of Aerospace Doctrine Research and 
Education, Ira C. Eaker College for Professional Development, Air Force Officer Accession and Training 
School, and Community College of the Air Force; Headquarters Civil Air Patrol; Headquarters Air Force 
ROTC; an air base wing; an AMC airlift flight, and an Air Force Reserve airlift wing. 


1 1 . Outstanding pollution and Safety (OSHA) Deficiencies: 

a. Air pollution 0 

b. Water Pollution 0 

c. Occupational Safety and Health 0 

d. Other Environmental 0 
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1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(cos^uter generated) 


3. INSTALLATION AND LOCATION 
MAXWELL AIR FORCE BASE, ALABAMA 


4. PROJECT TITLE 

ADAL AIR UNIVERSITY LIBRARY 


5. PROGRAM ELEMENT 
85976 


6. CATEGORY CODE 
171-356 


7. PROJECT NUMBER 
PNQS983126 


8. PROJECT COST ($000) 
13,400 


9 . COST ESTIMATES 


U/M I QUANTITY 


UNIT 

COST 


COST 

($ 000 ) 


ITEM 


PRIMARY FACILITIES 

ALTER AU TECH & PROFESSIONAL LIBRARY 
ADD AU TECH & PROFESSIONAL LIBRARY 
RENOVATE AU PRESS (BLDG 910) 

SDD & EP ACT 05 

ANTI -TERRORISM FORCE PROTECTION 
SUPPORTING FACILITIES 
UTILITIES 
PAVEMENTS 
SITE IMPROVEMENTS 

TEMPORARY FACILITIES DURING CONSTRUCTION 
ASBESTOS ABATEMENT 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD (5.7%) 

DBSIGN/BUILD • DESIGN COST (4.0% OP SUBTOTAL) 

TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 

EQUIPMENT PROM OTHER APPROPRIATIONS (NON-ADD) 





10, 

,143 

SM 

10,300 

660 

( 6, 

,798 ) 

SM I 

1,680 

1, 653 

( 2, 

,776 ) 

SM 

1,350 

211 

( 

284 ) 

LS ! 



( 

190 ) 

LS ' 



( 

: 95 ) 




1 , 

, 520 

LS 



( 

450 ) 

LS 



( 

350 ) 

LS 



( 

220 ) 

LS 



( 

275) 

LS 



( 

225 ) 




lly 

.663 





583 




12. 

,247 





698 





467 




13, 

.411 




13, 

.400 ) 




( 6, 

100 


10. Description o£ Proposed Construction: Construct a 2-Btory addition and alter 
existing space of the Air University Fairchild Research Information Center (FRIC) . 
New construction will reinforce concrete foundation, steel structure, masonry 
exterior, standing seam metal roof. Alterations include reconfigurating existing 
space and upgrading mechanical, electrical, structural, and fire protection 
systems. Renovate Air University Press (AUP) , Bldg 910, to Include alteration of 
existing space and upgrade of mechanical, electrical, and fire protection systems. 
Includes antiterrorism/f orce protection requirements identified in Department of 
Defense (DoD) unified facilities criteria. 


Air Conditioning: 100 Tons 

11. Requirement: 14916 SM Adequate: 1586 SM Substandard: 11650 SM 


PROJECT: Add to and alter the Air University Library. (Current Mission) 

REQUIREMENT; A facility of adequate size and configuration required to accommodate 
three divisions; reader services, executive services (500,000 documents, 400,000 
boolcs/periodicals , and 650,000 maps), information systems, and technical services. 

A new addition will provide needed computer stations, seminar rooms, and electronic 
services. The FRIC and AUP extensively support an average of 20,000 students per 
year attending Air University (AU) schools. Renovation of the FRIC and AUP will 
provide efficient, safe and reliable electrical, mechanical, and fire protection 
systems to comply with current life safety codes. Temporary facilities will need to 
be provided during alteration for AU Staff and storage space. 

CURRENT SITUATION; The Fairchild Research Information Center (FRIC) was built in 
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1 . GOMPONENT 

AIR FORGE 


FY 2011 MILITARY GOMSTRUGTION PROJEGT DATA 

(computer generated) 

2. DATE 

3. INSTALLATK 

MAXWELL AIR F( 

3N AND LOGATION 

3RGE BASE, ALABAMA 


4. PROJEGT TITLE 

ADAL AIR UNIVERSITY LIBRARY 

5. PROGRAM ELEMENT 

05976 

6. GATEGORY GODE i 

171-356 

7. PROJEGT NUMBER 

PNQS983126 

8. PROJECT COST ($000) 

13,400 


1956. The FRIG mieaion has increased dramatically because of additional missions 
added to AU, distance education programs and new technology. The PRIG had to 
relinquish the 1st and 2nd floors to the School of Advanced Air and Space Studies. 
There are future plana to increase the class sire, resulting in additional space 
requirements. In the main FRIG complex, there is a need for additional computer 
stations, instruction room, seminar rooms, and administrative space. The reader 
services division is impaired by apace limitations that could be relieved with 
reconfiguration of space. The foundation has a moisture penetration problem. The 
original HVAG system is not energy efficient and does not adequately control 
humidity within the facility. Lighting levels are substandard. The plumbing 
fixtures are mostly original, have deteriorated, and are in need of replacement. 
Restrooms do not meet ADA requirements. The elevator and the existing stack areas 
(book storage) do not conform to ADA and Life Safety Gode spacing, accessibility 
and emergency egress requirements. The building does not have a fire suppression 
system (PSD III). The carpet is stained in memy locations due to the moisture 
penetration problem, and exposed wiring can be found throughout the building. The 
AtJP, Bldg 910, was built in 1941. Its support of the FRIG has increased 
dramatically as well, requiring reconfiguration of spaces to operate more 
efficiently. Electrical, mechanical, and fire protection systems need updating to 
comply with current life safety codes. 

IMPAGT IF NOT PROVIDED; The FRIG will not be able to provide adequate support to 
AU students because the existing facility, with its space limitations, cannot make 
available all the new research technology to its patrons. PRIG is the largest 
military library in the world and the largest library overall outside of the 
Washington DG area, with contents valued at over $50M. However, many collections 
housed within the facility are one-of-a-kind and deemed priceless. The facility 
will remain functionally substandard and require increasingly larger investments of 
scarce operations and maintenance resources. Substandard building conditions, lack 
of fire suppression, and the failing HVAG, plximbing, and electrical systems will 
continue to adversely impact the library mission. Failure to accomplish this 
project will place the valuable and priceless contents at risk from fire or 
humidity damage. Air University Press will be unable to provide adequate support to 
the FRIG because of its current inefficient configuration and outdated electrical, 
mechanical, and fire protection systems. 

ADDITIONAL: This project meets the criteria/scope specified in Air Force Handbook 

32-1004, Facility Requirements. An economic analysis has been prepared comparing 
the alternatives of new construction, revitalization, leasing and status quo 
operation. Based on the net present values asid benefits of the respective 
alternatives, revitalization was foxind to be the most cost efficient. Sustainable 
principles, to include Life Cycle cost-effective practices, will be integrated into 
the design, development, and construction of the project in accordance with 
Executive Order 13423, 10 USG 2802 (c) , and other applicable laws and Executive 
Orders. Base Givil Engineer; Mr. John Prior, (334) 953-6945. Alter AU Tech & 
Professional Library: 10,300 SM - 110,066 SF. AU Tech & Professional Library 
Addition: 1,600 SM = 10,003 SF. Renovate AU Press: 1,350 SM » 14,533 SF. 

JOINT USB GERTIFICATION; This facility can be used by other components on an ’as 
available' basis; however, the scope of the project is based on Air Force 
requirements . 


DD FORM 1391, DEG 99 


Previous editions are obsolete. 


February 2010 


23 


55040A 






1 . COMPONENT 

AIR FORCE 

PY 2011 MILITARY CONSTRUCTION PROJECT DATA 

(computer generated) 


3. INSTALLATION AND LOCATION 4. PROJECT TITLE 

MAXWELL AIR FORCE BASE, ALABAMA ADAL AIR UNIVERSITY LIBRARY 

5. PROGRAM ELEMENT 6. CATEGORY CODE 7. PROJECT NUMBER 8. PROJECT COST ($00i 

85976 171-356 PNQS983126 13,400 

12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Project to be accomplished by design-build procedures 

(2) Basis: 

(a) Standard or Definitive Design - NO 

(b) where Design Was Most Recently Used - 

(3) All Other Design Costs 402 

(4) Construction Contract Award 11 FEB 

(5) Construction Start 11 APR 

(6) Construction Completion 12 OCT 

(7) Energy Study/Life-Cycle analysis was/will be performed YES 

b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 

PROCURING 

APPROPRIATION 

FISCAL YEAR 
APPROPRIATED 

OR REQUESTED 

COST 

($000) 

EQUIPMENT 

3080 

2012 

2,700 

EQUIPMENT 

3400 

2011 

3,400 
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1. COMPONENT 
AIRFORCE 


3. INSTALLATION AND LOCATION 
EIELSON AIR FORCE BASE 
ALASKA 


PERMANENT 


FY 2011 MILITARY CONSTRUCTION PROGRAM 


|4. COMMAND 

PACIFIC AIR FORCES 



5. AREA CONSTRUCTION 
COST INDEX 

2.13 


SUPPORTED I 

TOTAL 



TOTAL ACREAGE: 19,790 





INVENTORY TOTAL AS OF SEPTEMBER 30 2009: 




$4,052,800 

AUTHORIZATION NOT YET IN INVENTORY: 




$38,300 

AUTHORIZATION REQUESTED IN THIS PROGRAM: 




$28,000 

PLANNED IN NEXT FOUR PROGRAM YEARS: 




$50,537 

REMAINING DEFICIENCY: 




$0 

GRAND TOTAL: 




$4,169,637 

8. PROJECTS REQUESTED IN THIS PROGRAM: 


(FY 20xx) 



CATEGORY 



COST 

DFRIGN STATUS 

CODE PROJECT TITLE 

SCOPE 

fSOOO) 

START CMPL 

821-1 1 7 Repair Central Heat and Power Plant Boilers 

120,000 

LB 

$28,000 

Design /Build 



Total 

$28,000 


9a. FUTURE PORJECTS: TYPICAL PLANNED NEXT FOUR YEARS: 





740-883 Replace Youth Center 

1,557 

SM 

$13,600 


821-117 Auxiliary Heat Plant 

1,100 

SM 

$9,937 


821-117 Repair Central Heat and Power Plant Boilers 

120,000 

LB 

$27,000 




Total 

$50,537 




10. Mission or Major Functions: Eielson AFB is home to the 354th Fighter Wing. Its mission is to train, deliver, maintain and 
support combat power across the globe while taking care of our people, their families and our infrastructure; it is host to an 
operations group with an F-16 squadron, and maintenance, mission support and medical groups, as well as 10 tenant units, to 
include Alaska's Air National Guard 168th Air Refueling Wing. 


11. Outstanding pollution and Safety (OSHA Deficiencies): 

a. Air pollution ^ 

b. Water Pollution 0 

c. Occupational Safety and Health 0 

d. Other Environmental 0 
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1. COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
{computer generated) 


3. INSTALLATION AND LOCATION 
EIELSON AIR FORCE BASE, ALASKA 


4. PROJECT TITLE 

REPAIR CENTRAL HEAT AND POWER PLANT 
BOILER 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

171-117 


FTQW083008 

28,000 


9 . COST ESTIMATES 


U/M QUANTITY 


UNIT 

COST 


COST 

($ 000 ) 


PRIKAAY FACILITIES 

REPAIR CENTRAL HEAT AND POWER PLANT BOILER 
SDD & EPACT05 
SUPPORTING FACILITIES 
WEIGH SCALES 

SELECTIVE CATALYSTIC REDUCTION SYSTEM 
FLUB GAS DESULFERIZATION SYSTEM 
EXTERNAL ECONOMIZER 

CONTINUOUS ENVIRONMENTAL MONITORING 
AQUEOUS AMMONIA TANK 
TRONA STORAGE TANK 
DEMOLITION 

ENVIRONMENTAL REMEDIATION 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD (6.5%) 

OESIGN/BUILD - DESIGN COST (4.0% OF SUBTOTAL) 

TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 


15,355 
< 15,054 ) 
( 301 ) 
8,668 
( 10 ) 
( 3,700) 

( 1 , 000 ) 

( 800) 
{ 150 ) 

( 506 ) 

{ 400 ) 

( 2,003) 
( 100 ) 


24,023 

1,201 


25,224 

1,640 

961 


27,825 

28,000 


10. Deacription of Proposed Construction: This phase will replace the spreader 
stoker boiler #5 (B6203) with a new 120,000 Ibs/hr spreader stoker boiler. No 
additional footprint is anticipated for this replacement. The project includes, 
but is not limited to: demolition of the existing boiler; purchase and installation 
of new boiler and all auxiliary equipment to support boiler operation to include, 
but not limited to: coal feed; ash handling; condensate handling; deaerator and 
boiler feedwater; soot blowers; boiler combustion air and forced draft fans; boiler 
flue gas; induced draft fans and stacks; as well as extensions of the plant 
control; electrical; glycol and steam systems; and installation of emission control 
equipment to make system fully operational. New environmental control elements 
(selective catalytic reduction utilizing aqueous ammonia used to control nitrogen 
oxide and dry flue gas desulfurization used to control sulfur dioxide) will be 
included as part of the boiler package. Existing baghouses will be utilized. 
Additionally, a continuous emission monitoring system will be required. This 
project will comply with DoD antiterrorism force protection requirements per 
unified facilities criteria. 

11. Requirement: 720000 LB Adequate: 0 LB Substandard: 720000 LB 

PROJECT : Repair Central Heat and Power Plant (CH&PP) , (Current Mission) 

REQUIREMENT; Reliable steam production is vital to ensure the base has a 
continuous supply of heat and electricity for base facilities. Boiler #5, 
currently derated to 80,000 Ib/hr, must be replaced. The boiler will be replaced 
with a 120,000 Ib/hr unit operating at the same steam pressure and temperature as 
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1 . COMPONENT 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

2. DATE 

AIR FORCE 

(con^uter generated) 



3. INSTALLATION AND LOCATION 4. PROJECT TITLE 

EIELSON AIR FORCE BASE, ALASKA REPAIR CENTRAL HEAT AND POWER PLANT 


BOILER 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

171-117 


PTQWOe3008 

28,000 


the existing boiler. The project fits the long-term energy plan for the 
installation for reliability and redundancy. Project must meet BPA 40 CFR Part 60, 
AFI 32-1084, and applicable sections of the American Society of Mechanical 
Engineers Boiler & Pressure Vessel Code. 

CURRENT SITUATION: Boiler #5, installed in 1954, has deteriorated well beyond the 
level of regular maintenance. Insulation and refractory brick have deteriorated 
significantly resulting in "hot spots'* on the boiler casing forcing it to be de- 
rated to 80,000 Ib/hr or 67% of its original capacity. Boiler tube failures are 
now common due to corrosion, erosion and long term e3<T>oaure to high heat. The ash 
handling system has become unreliable due to age, wear and long term exposure to 
high heat. Maintenance costs have skyrocketed due to the difficulty of obtaining 
out-of -production components and frequent mechanical failures. 

IMPACT IF NOT PROVIDED ; Failure of boiler #5 is expected within the next 3-4 
years. During typical operations, Bielson's CH&PP provides all electrical power 
and steam heat for the base. Loss of heat and power during Bielson's sub-arctic 
winters, with temperatures as low as 6S*P below zero, would be devastating to 
facilities and the missions housed by them within hours. If the situation were 
deemed critical enough, the base would be forced to consider evacuating facilities 
due to a lack of heat and power. Once closed, the facilities would freeze and 
require many millions of dollars of repair to return to usable condition. 

Completing the planned replacement of all boilers will guarantee continued steam 
and power generation to support the flying mission. 

ADDITIONAL; This project represents the second of a five phase initiative to 
replace six SO -year old boilers at Bielson's CH&PP with five new boilers over 
several years. The first phase for $27M was an FYIO, Title 10 USC 2003 Emergency 
MILCON project. This project meets the criteria/scope specified in Air Force 
Handbook 32-1084, Facility Requirements. A preliminary analysis of reasonable 
options for satisfying this requirement indicates that only one option will meet 
mission needs. Therefore, a complete economic analysis was not performed. A 
certificate of exemption has been prepared. Sustainable principles, to include Life 
Cycle cost-effective practices, will be integrated into the design, development, 
and construction of the project in accordance with Executive Order 13423, 10 USC 
2802 (c) , and other applicable laws and Executive Orders. BASE CIVIL ENGINEER; Lt 
Col Daniel J. Gerdes, (907) 377-5213. 

JOINT USB CERTIFICATION; This is an installation utility/ inf rastructure project, 
and does not qualify for joint use at this location. However, all tenants on this 
installation are benefited by this project. 
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1. COMPONENT 

AIR FORCE 

■ FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

(computer generated) 


3. INSTALLATION AND LOCATION 
EIBLSON AIR FORCE BASE, ALASKA 


5. PROGRAM ELEMENT 
27576 


4 . PROJECT TITLE 

REPAIR CENTRAL HEAT AND POWER PLANT 
BOILER 


6. CATEGORY CODE 

7. 

PROJECT NUMBER 

171-117 

] 


PTQW083008 


12. SUPPLEMENTAL DATA; 

a. Estimated Design Data: 

(1) Project to be accomplished by design>build procedures 

(2) Basis: 

(a) Standard or Definitive Design - NO 

(b) Where Design Was Most Recently Used - 

(3) All Other Design Coats 840 

(4) Construction Contract Award 11 PEB 

(5) Construction Start 11 APR 

(6) Construction Completion 12 JUL 

(7) Energy Study/Life-Cycle analysis was/will be performed VES 

b. Equipment associated with this project provided from other appropriations; 
N/A 
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1. COMPONENT 

AIR FORCE 

FY 2011 MILITARY CONSTRUCTION PROGRAM 

2. DATE 

INSTALLATION AND LOCATION 

ELMENDORF AIR FORCE BASE 

ALASKA 

COMMAND: 

PACIFIC AIR FORCES 

5. AREA CONST 

COST INDEX 

1.82 



7. INVENTORY DATA ($000) 

a. Total Acreage: 13,452 

b. Inventory Total as of : (30 Sep 09) 

c. Authorization Not Yet In Inventory; 

d. Authorization Requested in this Program: 

e. Planned in Next Four Years Program: 

f. Remaining Deficiency: 

g. Grand Total: 


4,307,970 
307,200 
30,274 
118,927 
40,200 


4,804,571 


|8. PROJECTS REQUESTED IN THIS PROGRAM: 


{FY 2011) 



CATEGORY 




COST 

DESIGN 

STATUS 

CODE 

PROJECT TITLE 

SCOPE 


$.000 

START 

CMPL 

141-454 

Add Alter Air Support Operations Squadron 

1,140 

SM 

$4,749 

May-09 

Sep-1C 

215-552 

F-22 Weapons & Release Systems Shop (T 

2,594 

SM 

$10,525 

May-09 

Sep-1C 

860-617 

Railhead Operations Facility 

1 

LS 

$15,000 

May-09 

Sep-1 C 



Total 


$30,274 



9a. Future Projects: 

Typical Planned Next Four Years: 






722-351 

North Side Dining & In-Flight Kitchen Facility 

809 

SM 

$6,927 



100-001 

BCT, Ph 1, JB Elemdorf/Fort Richardson 

1 

LS 

$99,000 



179-511 

Joint Regional Fire Training Facility 

760 

SM 

$6,600 



'214-422 

Vehicle Ops & Automated Wash Facility 

600 

SM 

$6,400 




Total 


$118,927 




9b. Real Property Maintenance Backlog This Installation ($M) 


10. Mission or Major Functions: Elmendorf AFB is home to the 3rd Wing (3 WG), Headquarters Alaskan 
Command (ALCOM), Alaskan NORAD Region (ANR), and 1 llh Air Force (1 1 AF). Its mission provides air 
supremacy, surveillance, worldwide airlift, and agile combat support forces to project global power and global 
reach. It host to an operations group with squadrons of F-15C/D, E-3B, C-17, F-22A and C-12 aircraft, 
maintenance, mission support and medical groups, as well as 15 tenant units including the 477th Fighter Group - 
Air Force Reserve. 


11. Outstanding pollution and Safety (OSH A Deficiencies): 

a. Air pollution 0 

b. Water Pollution 0 

c. Occupational Safety and Health 0 


d. Other Environmental 
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1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(con^uter generated) 


3. INSTALLATION AND LOCATION 
ELMENDORF AIR FORCE BASE, ALASKA 


4. PROJECT TITLE 

ADD/ALTER AIR SUPPORT OPERATIONS 
SQUADRON TRAINING PACILTY 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27418 

141-454 


PXSB123201 

4,749 


9. COST ESTIMATES 


ITEM 


U/M QUANTITY 


UNIT 

COST 


COST 

($000) 


PRIMARY FACILITIES 
TRAINING FACILITY 
ANTITBRROISM FORCE PROTECTION 
SDD & BPACT 05 
SUPPORTING FACILITIES 
UTILITIES 
PAVEMENTS 
SITE IMPROVEMENTS 
ENVIRONMENTAL CLEANUP 
COMMUNICATIONS 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD 

TOTAL REQUEST 

TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON>ADD) 


3,664 
( 3,557 ) 

( 35 ) 

( 72 ) 

534 

( 102 ) 

( 133) 

( 94) 

( 150) 

( 105) 

4,248 
212 


(6,5%) 


4,460 

290 


4,750 
4,749 
( 96.0 ) 


10. Description of Proposed Construction: Seven-bay vehicle/equipment storage 
facility. Accompanying each bay will be secure storage rooms. One bay requires 
vehicle lift. Secure (classified) briefing room with theater seats for 50 people. 
Remaining apace for two offices, bathrooms with shower, utility, battery 
maintenance and storage area, wash rack, storage, and mechanical rooms. Enclosed 
walkway attached to rear doors of building 21309 with keyless external doors. 
Install fire protection system to UFC standards. Project is sited over a closed 
environmental site. Export/remediation of in-situ contaminants within the project 
boundaries and import of clean fill will be accomplished as required. This project 
will comply with DoD antiterrorism force protection requirements per Unified 
Facilities Criteria. 


11. Requirement: 1170 SM Adequate: 0 SH Substandard: 0 SM 

Add/Alter Air Support Operations Squadron Training Facility. 


(New 


PROJECT: 

Mission) 

REQUIREMENT: Seven-bay vehicle support garage facility required to store tactical 

air support MRC-144 weapon systems with AN/GRC-206 coinmunications pallet. Six 
secure keyless entry storage rooms for associated tactical equipment and one 
storage/bench work space room for logistic/radio maintenance tools/equipment . 

Brief ing/training room to support 50 personnel, and additional office and storage 
space. 

CURRENT SITUATION: Vehicles are currently parked outside in the weather and most 
of the equipment is being stored in cargo containers or other types of temporary 
storage, none of which have any type of climate control. There is no fire 
suppression system to protect the facility. 

IMPACT IP NOT PROVIDED: The lack of proper storage facilities for vehicles and 
equipment will bring about premature failure due to exposure to the elements. The 
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5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27418 

141-454 


PXSB123201 

4,749 


1. COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
ELMENDORF AIR FORCE BASE, ALASKA 


4. PROJECT TITLE 

ADD/ALTBR AIR SUPPORT OPERATIONS 
SQUADRON TRAINING FACILTY 


decreased life span in turn causes more frequent and expensive replacement. The 
facility will continue to operate without proper fire protection necessary to 
protect critical aseetB. 

ADDITIONAL: There ie no criteria/scope in Air Force Handbook 32-1084, "Facility 

Requirementa " . However, this project meets the criteria/scope specified in the Air 
Force Facilities Guide for Air Support Operations Squadrons. A preliminary 
analysis of reasonable options for accon^lishing this project (status quo, 
renovation, upgrade/removal, new construction, leasing) was done. It indicates 
there is only one option that will satisfy statutory requirements/will meet 
operational requirements - add to and alter an existing facility. Because of this 
a full economic analysis was not performed. A certificate of exception has been 
prepared. Sustainable principles, to include Life Cycle cost-effective practices, 
will be integrated into the design, development, and construction of the project in 
accordance with Executive Order 13423, 10 USC 2802 (c) , and other applicable laws 
and Executive Orders. An associated Fiscal Year 2010 sustainment, repair and 
maintenance (SRM) project will renovate space in the existing facility to 
accommodate a dome screen simulator which is scheduled to arrive early in 2011 
(Project NiJinber FXSB101059, Program Amotint $300,000). Base Civil Engineer: Lt Col 
Dean H. Hartman, 907-552-3747. Add/AlterAir Support Operations Squadron Training 
Facility: 1170 SM - 12,600 SP. 

JOINT USB CERTIFICATION: This facility can be used by other components on an "as 
available" basis; however, the scope of the project is based on Air Force 
requirements . 
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1 . COMPONENT 

PY 2011 MILITARY CONSTRUCTION PROJECT DATA 2. DATE 

AIR FORCE 

(computer generated) 

3. INSTALLATION AND 

LOCATION 

4 . PROJECT TITLE 

ELMENDORF AIR FORCE 

BASE, ALASKA 

ADD/ALTBR AIR SUPPORT OPERATIONS 
SQUADRON TRAINING FACILTY 

5. PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. PROJECT NUMBER 8. PROJECT COST ($000) 

27418 

141-454 

FXSB123201 4,749 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1} Status: 

(a) Date Design Started 15-MAY-09 

(b) Parametric Coat Estimates used to develop costs YES 

* (c) Percent Complete as of 01 JAN 2010 15% 

* (d) Date 35% Designed 29-JAN-lO 

(e) Date Design Complete 30-SEP-10 

(f) Energy Study/Life-Cycle analysis was/will be performed YES 

(2) Basis: 

(a) Standard or Definitive Design - NO 

(b) Where Design Was Most Recently Used • 

(3) Total Coat (c) = (a) + (b) or (d) + <e) : ($000) 

(a) Production of Pl 2 m 8 and Specifications 285 

(b) All Other Design Costa 142 

(C) Total 427 

(d) Contract 356 

(e) In-house 71 

<4) Construction Contract Award 11 PEB 

(5) Construction Start 11 APR 

(6) Construction Completion 12 APR 

* Indicates completion of Project Definition with Parametric Coat Estimate 
which is comparable to traditional 35% design to ensure valid scope, 
cost and executability. 


b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 
NETWORK SWITCHES 


PROCURING 

APPROPRIATION 


FISCAL YEAR 
APPROPRIATED 
OR REQUESTED 
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1. COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
( conputar generated ) 


3. INSTALLATION AND LOCATION 
ELMENDORF AIR FORCE BASE, ALASKA 


4 . PROJECT TITLE 

CONSTRUCT RAILHEAD OPERATIONS 
FACILITY 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

904-617 


PXSB061827 

15,000 


9 . COST ESTIMATES 


ITEM 


U/M QUANTITY 


UNIT 

COST 


COST 

($ 000 ) 


PRIMARY FACILITIES 
RAILROAD TRACKS, TIBS AND BALLAST 
SHIPPPING AND RECEIVING BUILDING 
RAILROAD SWITCHES AND STOPS 
STAGING AREA 
CONTAINER TRANSFER PAD 
RAMPS 

ANTI-TRRRORISM/FORCB PROTECTION 
SDD & BP ACT 05 
SUPPORTING FACILITIES 
ELECTRIC SERVICE 
WATER, SEWER, GAS 
PAVING, WALKS, CURBS AND GUTTERS 
STORM DRAINAGE 
SITE IMPROVEMENTS 
INFORMATION SYSTEMS 
SUBTOTAL 

CONTINGENCY (5,0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD 

TOTAL REQUEST 

TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 


2,364 

452 


5,372 

6,034 


2,484 

3,513 

164,600 

28 

157 


10,945 
( 5,871 ) 

( 1,588 ) 

( 823 ) 

( 150 ) 

( 949 } 

{ 1,240 ) 

( 108 ) 
( 216 > 
2,601 
( 1,094 ) 

{ 260 ) 

( 291) 

( 60) 

( 672 ) 

( 224) 

13,546 
677 


14,223 

925 


15,148 
15,000 
( 80.0 ) 


10. Description of Proposed Construction: Construct a railhead complex to include 
loading/unloading rail spurs, loading/xmloading ramps and staging area for 
marshaling tactical vehicles, a container transfer pad, shipping and receiving 
building, security fencing, connection to energy monitoring and control systems 
(EMCS) , and building information systems. Supporting facilities will include: 
utilities, gates, storm drainage, information systems, lighting, site improvements 
and information systems. Heating will be provided by a self contained unit. 
Mechanical ventilation will be provided for in all areas. This project will comply 
with DoD antiterrorism force protection requirements per iinified facilities 
criteria. 


11. Requirement: 2364 M Adequate; 0 M Substandard: 0 M 
PROJECT: Construct a Railhead Complex. (Current Mission) 

REQUIREMENT: This project will support Airborne Brigade Combat Team (ABCT) and 

Stryker Brigade Combat Team (SECT) air and surface deployments, as a rail receiving 
and shipping hub for all of Alaska Army Units. The SECT stationed at Ft Wainwright, 
and the Airborne Combat Team require a rail facility to allow equipment to be 
shipped by rail to and from the Port of Anchorage. Fort Richardson supports Fort 
Wainwright during surface deployment operations and re-deployments. The new rail 
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1 . COMPOHENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
SLMEMDORF AIR FORCE BASB^ ALASKA 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

rr 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

904-617 


PXSB061827 

15,000 


4. PROJECT TITLE 

CONSTRUCT RAILHEAD OPERATIONS 
FACILITY 


operations facility will increase the installation's railcar handling capability by 
300 percent. Existing capability is about 30 railcars per day; after completion 
Fort Richardson will have the loading tracks and supporting infrastructure to 
handle the required 80-100 railcars per day. The need is due to both 
transformation of the Army forces structure and also chaoiges in the nature of the 
mission. 

CURRENT SITUATION: The existing facilities consist of lightweight rail and two 
inadequate end ramps in the warehouse loop area. Current infrastructure will not 
support required throughput for surface movement required by US Army Alaska. The 
Stryker vehicle loading and increased movements of both brigades in Alaska is such 
that rapid rail bed deterioration will occur if the rail system is not upgraded and 
the facilities augmented with new more substantial facilities aoid equipment. 

IMPACT IF NOT PROVIDED: The existing facilities are not able to meet US Army 
Alaska's requirement to deploy the Army Units in Alaska within the specified 
timelines. Rail capability must be provided, at a minimum, which can handle trains 
of 80-100 railcar units to/from Fort Wainwright, and other locations throughout 
Alaska. 

ADDITIONAL: This project meets the criteria/scope specified in Air Force Handbook 

32-1084, Facility Requirements and has been coordinated with the installation 
physical security plan, and all physical security measures are included. The 
Deputy Assistant Secretary of the Army (Installations and Housing) certifies that 
this project has been considered for joint use potential. The facility will be 
available for use by other components. A parametric cost estimate baaed upon 
project engineering design was used to develop this budget estimate. Alternative 
methods of meeting this requirement have been explored during project development. 
This project is the only feasible option to meat the requirement. Therefore a full 
economic analysis was not performed and a certificate of exception prepared. 
Sustainable principles, to include Life Cycle cost-effective practices, will be 
integrated into the design, development, and construction of the project in 
accordance with Executive Order 13423, 10 USC 2802(c), and other applicable laws 
and Executive Orders. Base Civil Engineer: Lt Col Dean Hartman, 907 -SS2 - 3007 . 
(Railhead Tracks, Ties and Ballast:: 2,364 M a 7,800 LP; Shipping and Receiving 
Facility: 452 SM « 4864 SF) . 

JOINT USE CERTIFICATION: This facility is programmed for joint use with Army; 
however, it is fully funded by the Air Force, based on funding transferred as part 
of the establishment of Joint Base Blmendorf/Richardson (JBBR) . 
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1. COMPONENT 
AIR FORCE 


py 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
ELMENDORF AIR FORCE BASE, ALASKA 


4 . PROJECT TITLE 

CONSTRUCT RAILHEAD OPERATIONS 

FACILITY 


1 

5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

904-617 


PXSB061827 

15,000 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Status: 

(a) Date Design Started 

(b) Parametric Cost Estimates used to develop costs 

* (c) Percent Complete as of 01 JAN 2010 

* (d) Date 35% Designed 

(e) Date Design Complete 

(f) Energy Study/Life-Cycle analysis was/will be performed 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Moat Recently Used - 

(3) Total Coat (c) = (a) + (b) or (d) + (e) : 

(a) Production of Plana and Specifications 

(b) All Other Design Coats 

(c) Total 

(d) Contract 

(e) In-house 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 


13 -MAY- 09 
YES 
15% 

29- JAN-lO 

30- SEP-10 

YES 


($ 000 ) 

900 

450 

1,350 

1,125 

225 

11 FSB 

11 APR 

13 JAN 


* Indicates completion of Project Definition with Parametric Cost Estimate 
which is comparable to traditional 35% design to ensure valid scope, 
cost and executability . 


b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 
INFORMATION SYSTEMS EQUIPMENT 


PROCURING 

APPROPRIATION 


FISCAL YEAR 
APPROPRIATED 
OR REQUESTED 

2012 


COST 

($ 000 ) 
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1. COMPONENT 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 1 

2. DATE 

AIR FORCE 

(computer generated) 



3. INSTALLATION AND LOCATION 
ELHENDORF AIR FORCE BASE, ALASKA 


4. PROJECT TITLE 

P-22 ADD/ALTER WEAPONS RELEASE 
SYSTEMS SHOP 4 AME (TFI) 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27138 

215-552 


FXSB073012 

10,525 


9 - COST ESTIMATES 


ITEM 


U/M QUANTITY 


UNIT 

COST 


COST 

($ 000 ) 


PRIMARY FACILITIES 

REPAIR WEAPONS & RELEASE SYSTEMS SHOP 
CONSTRUCT AMB STORAGE 
ANTI-TBRRORISM/PORCB PROTECTION 
SDO & BP ACT 05 
SUPPORTING FACILITIES 
UTILITIES 
SITE IMPROVEMENTS 
COMMUNICATIONS 
PAVEMENTS 
DEMOLITION 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD 

TOTAL REQUEST 

TOTAL REQUEST (ROUNDED) 

EQUIPMENT PROM OTHER APPROPRIATIONS (NON-ADD) 


561 

780 


5,505 

5,500 


7,600 
( 3,066 ) 

( 4,290 ) 

( 74 ) 

( 148 ) 

1,798 
( 650 ) 
{ 259 ) 

( 200 ) 

( 655 ) 

( 34) 

9,398 
470 


9,868 

641 


10,510 
10,525 
( 130.0 ) 


10. Description of Proposed Construction: Renovate existing facility and add new 
storage facility with concrete foundation meeting Alaslca seismic and frost heaving 
requirements, structural steel frame with insulated metal akin, and standing seam 
metal roof. New Alternate Mission Equipment (AME) Storage Facility shall have 
drive-in bays with roll-up doors with minimum 3.7 meter wide by 3.7 meter high 
openings. Remove and replace vinyl tile in existing facility, refinish concrete 
floor, paint CKU walls, renovate bathrooms, remove and replace acoustic ceiling 
tiles, remove and replace HVAC systems, remove and reinstall existing crane in new 
storage facility, and move gun vault into new storage facility. Projet includes 
the demolition of a storage shed (21 SM) . Work includes fire suppression/ 
detection, intrusion detection system, environmental controls, communications, 
utilities, pavements, parking, and all necessary supporting facilities for a 
complete and usable facility including appropriate environmental remediation. This 
project will comply with DoD anti-terrorism/ force protection requirements per 
Unified Facilities Criteria. 

Air Conditioning; 40 Tone 


11. Requirement; 2952 SM Adequate: 0 SM Substandard: 652 SM 
PROJECT: Add/Alter F-22 Weapons and Release Systems Shop. (New Mission) 

REQUIREMENT: Renovation of existing facility and addition of storage space is 

required to support the beddown of 36 F-22 fighter aircraft. An adequately sized 
and configured shop is required to provide space to maintain F-22 weapons release 
launch systems and associated equipment. The equipment maintained in this shop 
includes gun systems, gun feed systems, weapons pylons, weapon suspension 
equipment, launchers, launcher adapters. Universal Ammunition Loading System, and 
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1. COMPONENT 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

2 . DATE 

1 AIR FORCE 

(computer generated) 



3. INSTALLATION AND LOCATION 4. PROJECT TITLE 

ELMBNDORP AIR FORCE BASE, ALASKA P-22 ADD/ALTBR WEAPONS RELEASE 





SYSTEMS SHOP 

& AME (TFI) 

5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. PROJECT NUMBER 

8. PROJECT COST ($000) 

27138 

215-552 

PXSB073012 

10,525 


chassis. The shop must also include adequate space for a wash rack, gun cleaning 
room, maintenance offices, bench stock room, inspection, repair, tool/equipment 
issue. Alternate Mission Equipment (AMB) , and storage space for test equipment, 
mobility equipment and guns. The facility must have adequate lighting and 
grounding. The armament systems maintenance shop will be an approved area for 
temporary explosive storage of class 1.4 munitions requiring a 100 foot clear zone. 
CURRENT SITUATION: The existing facility is significantly undersized for existing 
F-15 requirements, and cannot accommodate additional requirements driven by the F- 
22. Spare guns must be kept in a modified mechanical room because there is no 
other dedicated space for this purpose. Storage space is not adequate for the AMB 
that must be stored. 

IMPACT IP NOT PROVIDED: Adequate space will not exist for maintenance of P-22 
weapons systems, impacting readiness and proficiency for both the P-22 and the P- 
15. Guns will continue to be stored in an unsafe manner. The lack of this shop 
could result in significant degradation of operational capability and increase the 
potential for a serious mishap. 

ADDITIONAL: This project meets the criteria/scope specified in '‘P/A-22 Facilities 

Requirements Plan Rev. W« 15 December 2008, and in Air Force Handbook 32-1084 
‘•Facility Requirements". A preliminary analysis of reasonable options for 
accomplishing this project (status quo, renovation, upgrade/removal, new 
construction) was done. Add/Alter was found to be the most cost efficient over the 
life of the project. Therefore, a certificate of exception has been prepared. 
Sustainable principles, to include Life Cycle cost-effective practices, will be 
integrated into the design, development, and construction of the project in 
accordance with Executive Order 13423, 10 USC 2802 (c) , and other applicable laws 
and Executive Orders. Base Civil Engineer: Lt Col Dean Hartmann (907) 552-3007. 
Repair Weapons & Release Systems Shop: 561 SM » 6,036 SP; Construct AME Storage: 

780 SM « 8,393 SF. 

JOINT USE CERTIFICATION: These facilities Can be used by other components on an "as 
available" basis,* however, the scope of this project is based on Air Force 
requirements. This project supports Total Force Integration initiatives. 
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1 . COMPONENT 
AIR FORCE 


py 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
ELMENDORF AIR FORCE BASE, ALASKA 


4 . PROJECT TITLE 

F-22 ADD /ALTER WEAPONS RELEASE 

SYSTEMS SHOP & AMB (TFI) 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27138 

215-552 


PXSB073012 

10,525 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Status: 

(a) Date Design Started 

(b) Parametric Cost Estimates used to develop costs 

* (c) Percent Complete as of 01 JAN 2010 

* (d) Date 35% Designed 

(e) Date Design Complete 

(f) Energy Study/Lif e-Cycle analysis was/will be performed 

(2) Basis: 

(a) Standard or Definitive Design > 

(b) Where Design Was Most Recently Used - 

(3) Total Cost (c) = (a) + (b) or (d) + (e) : 

(a) Production of Plans and Specifications 

(b) All Other Design Costs 

(c) Total 

(d) Contract 

(e) In-house 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 


15-MAy-09 

YES 

15% 

29- JAN-lO 

30- SEP-10 

YES 


($000) 

632 

316 

948 

790 

158 

11 FEB 

11 APR 

12 OCT 


* Indicates completion of Project Definition with Parametric Cost Estimate 
which is comparable to traditional 35% design to ensure valid scope, 
cost and executability . 


b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 
FURNITURE 

COMMUNICATIONS EQUIPMENT 


PROCURING 

APPROPRIATION 

3400 

3400 


FISCAL YEAR 
APPROPRIATED 
OR REQUESTED 

2011 

2011 


COST 

($000) 


100 

30 
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1. COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROGRAM 


2. DATE 


3. INSTALLATION AND LOCATION 
DAVIS-MONTHAN AIR FORCE BASE, 
ARIZONA 


4. COMMAND: 

AIR COMBAT COMMAND 


5. AREA CONST 
COST INDEX 
0.97 


6. Personnel 
Strength 


PERMANENT 


STUDENTS 


OFF 


ENL 


CIV 


OFF ENL 


CIV 


SUPPORTED 


OFF 


ENL 


CIV 


TOTAL 


iAS OF 30 SEP 09 
END FY 2015 


1013 

1041 


5686’ 

5856 


1749 

1721 


553: 

553i 


471 

471 


9,498 

9,668 


7. INVENTORY DATA ($000) 

[a. Total Acreage: 10,953 

b. Inventory Total as of ; (30 Sep 09) 

c. Authorization Not Yet in Inventory: 

d. Authorization Requested in this Program: 

e. Planned in Next Four Years Program: 

f. Remaining Deficiency: 

g. Grand Total: 


1,916,244 

26,2001 

18,900j 

31,982 

62,500; 

2,055,826 


8. PROJECTS REQUESTED IN THIS PROGRAM: 


(FY2011) 

CATEGORY 




COST DESIGN STATUS 

CODE 

PROJECT TITLE 

SCOPE 


$.000 START CMPL 

211-173 

AWARG Hangar 

7.130 

SM 

25,000 Design Build 

218-712 

HC-130 AGE Maintenance Facility 

1,022 

SM 

4,600 Design Build 

141-782 

HC-130J Aerial Cargo Facility 

2,325 

SM 

10,700 Design Build 

442-758 

HC-130J Parts Store 

2,323 

SM 

8,200 Design Build 



Total 


48,500 

9a. Future Projects: 

Typical Planned Next Four Years: 




218-712 

AGE Facility 

6,657 

SM 

14,000 

141-821 

Packing & Crating Center 

3,000 

SM 

9,500 

610-281 

Consolidated Mission Support Center 

2,365 

SM 

8,482 


Total 


31,982 

|9b. Real Propery Maintenance Backlog This Installation: ($M) 



161 

10. Mission or Major Functions: Headquarters 12th Air Force; a wing with two fighter training squadrons 
responsible for training all A/OA-10 aircrews; one A/OA-10 fighter squadron, two EC-130 electronic combat 


squadrons. Combat Search and Rescue, a tactical air control wing: an Air Force Reserve HFI-60 rescue 
squadron: and Air Force Material Command’s Aerospace Maintenance and Regeneration Center. 


Outstanding Pollution and Safety (OSFIA Deficiencies): 

a. Air pollution 

b. Water Pollution 

c. Occupational Safety and Health 

d. Other Environmental 
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1. COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 

DAVIS -HONTHAN AIR FORCE BASE, ARIZONA 


4. PROJECT TITLE 
AMAR6 HANGAR 


5. PROGRAM ELEMENT 
72976 


6. CATEGORY CODE 
211-173 


7. PROJECT NUMBER 
PBNV063501 


PROJECT COST ($000) 
25/000 


9 . COST ESTIMATES 


ITEM 


U/M QUANTITY 


UNIT COST 

COST ($000) 


PRIMARY FACILITIES 
LARGE MAINTENANCE DOCK 
ADMIN/RBCOROS/TECH ORDER STORAGE 
ANTITERRORISM FORCE PROTECTION 
SDD BP ACT 2005 
SUPPORTING FACILITIES 
UTILITIES 
PAVEMENTS 
SITE IMPROVEMENTS 
COMMUNICATION SUPPORT 
DEMOLITION 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION/ INSPECTION AND OVERHEAD (5.7%) 

DESIGN/BUILD - DESIGN COST (4.0% OP SUBTOTAL) 

TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 


5,788 

1,342 


2/825 

2,277 


1/342 


19,911 
( 16,351 ) 
( 3,056 ) 
( 168 ) 
( 336 ) 
1,866 
( 680 ) 

( 480 ) 

( 200 ) 

( 170) 

( 336 ) 


21,776 
1/ 089 


22,865 

1,303 

871 


25,040 
25,000 ) 
{ 35 


10. Description of Proposed Construction: Construct a metal frame high bay hangar 
with split-face block, reinforced concrete foundation, and concrete slabs on grade, 
and standing seam metal roof large enough to support two medium sired aircraft for 
maintenance, repair, reclamation and inspection. Facility should include storage 
for technical orders, records, tool cribs, and equipment. Facility should include 
fire detection/protection, site improvements, utilities, par)cing, multi-purpose 
storage, electric operated hangar doors, and an access road from the project site 
to the nearest existing road. Site improvements include replacement communications. 

Demolish one facility totalling 1,342 SM. Comply with DoD force protection 
requirements per Unified Facilities Criteria. 

Air Conditioning: 120 Tone 


11. Requirement: 7130 SM Adequate: 0 SM Substauidard: 1342 SM 

Aerospace Maintenance & Regeneration Group (AMARG) Hangar. (Current 


PROJECT ; 

Mission) 

REQUIREMENT ; Modern high bay maintenance hangar required to support maintenance, 
repair, and inspection for planned Air Force regeneration/reclamation of C-130, KC- 
135, and P-3 aircraft to support Foreign Military Sales along with returning 
aircraft to DoD services and other federal and state agencies. This project will 
provide maintenance space with clear height of 52 feet to house two KC-135 
aircraft. Facility will support fuel cell work, aircraft jacking, landing gear 
removal and replacement, engine removal/installation, flight control rigging and 
Technical Order (TO) procedures required to survey and repair air frame distortion 
and warping. Additional support space is needed for a technical order library. 
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1. COMPONENT 

AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

(co&^uter generated) 

2. DATE 

3. INSTALLATK 

DAVIS-MONTHAN 

DN AND LOCATION 

AIR FORCE BASE, ARIZONA 


4. PROJECT TITLE 

AMARG HANGAR 


5. PROGRAM ELEMENT 

72976 

6. CATEGORY CODE 

211-173 

7 . PROJECT NUMBER 

FBNV063501 

8. PROJECT COST ($000) 

25,000 









records storage, tool cribs, and equipment storage. 

CURRENT SITUATION; No facilities at AHARG are large enough to house long wingspan, 
medium sized aircraft. All aircraft maintenance, regeneration, and reclamation 
work on these size aircraft takes place outside. Outdoor regeneration of aircraft 
are subject to frequent wind gusts and inclement weather conditions (summer ambient 
temperatures exceed lOO degrees P) . Aircraft temperatures have been measured at 
130-140 degrees P and have destructive effects on exposed cockpit instruments, 
interior fabric and electrical/electronic devices. During 9 months per year 
(because of outside temperatures) fuel cell work can only be accomplished for a few 
hours per day in the early morning hours. Fuel cell work requires cells to be open 
and exposed for long periods of time which can easily become contaminated from 
blowing sand and dirt. When aircraft are removed from storage and left outside 
\msealed, they become susceptible to solid particle contamination of fluid 
reservoirs and intrusions from rodents, birds, and other desert animals. Access 
panel and fuel cells must be removed and replaced daily to keep contamination and 
desert animals out of the aircraft. Aircraft towed out of the desert and worked on 
the open ramp for regeneration are required to have multiple gear retractions to 
ensure a safe landing gear system. This requires the aircraft to be jacked and 
lowered daily to meet safety concerns. Prior to return to service, a transit check 
of the airframes is accon?>lished to determine if there is any distortion or warping 
from storage. The technical order procedures require no greater than 4 degrees per 
hour change in temperature during the testing, which is difficult to obtain working 
outdoors. During periods of high winds moat work must cease. Outdoor work has 
resulted in numerous delays in scheduling and increased labor costs to the 
customer. 

IMPACT IP WOT PROVIDED; Basic operation 2 md mission ftinctions will continue to 
degrade as a result of regenerating aircraft from storage working outside in a 
harsh desert environment. Existing procedures create schedule delays due to 
changing weather conditions resulting in extended flow days, creating additional 
cost and delaying the delivery of aircraft to our customers. In addition, worker 
safety, morale, and efficiency will continue to be sub-standard and ultimately 
limit AMARG's mission to respond in support of DoD aircraft operations and 
Department of State Foreign Military Sales objectives. 

ADDITIONAL; This project meets the criteria/scope specified in Air Force Handbook 
32-1084, An economic analysis has been prepared comparing the alternatives of new 
construction, contracting out, and status quo operation. Based on the net present 
values and benefits of the respective alternatives, new construction was found to 
be the most cost efficient over the life of the project. Sustainable principles, 
to include Life Cycle Cost-Effective practices will be integrated into the design, 
development, and construction of the project in accordance with Executive Order 
13423, 10 use 2802 (c) , and other applicable laws and Executive orders. Base Civil 
Engineer; Lt Col Charles D. Perham, (520) 228-3401. Large maintenance Dock: 5,788 
SM » 62,275 SF; Admin/Records/Tech Order Storage; 1,342 SM » 14,450 SP. 

JOINT USE CERTIFICATION; This facility can be used by other components on an "as 
available" basis; however, the scope of the project is based on Air Force 
requirements . 
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1 . COMPONENT 

AIR FORCE 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

(computer generated) 

2 . DATE 



3. INSTALLATION AND LOCATION 

DAVIS -MONTHAN AIR FORCE BASE, ARIZONA 


4. PROJECT TITLE 
AHARG HANGAR 


6. CATEGORY CODE 

7- 

PROJECT NUMBER 

211-173 


FBNV063501 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Project to be accomplished by design-build procedures 
<2) Basis: 

(a) Standard or Definitive Design - NO 

(b) Where Design Was Most Recently Used - 

(3) All Other Design Costs *750 

(4) Construction Contract Award 11 JAN 

(5) Construction Start 11 PBB 

{€) Construction Completion 13 FEB 

(7) Energy Study/Life-Cycle analysis was/will be performed YES 

b. Equipment associated with this project provided from other appropriations: 



PROCURING 

FISCAL YEAR 
APPROPRIATED 

COST 

EQUIPMENT NOMENCLATURE 

APPROPRIATION 

OR REQUESTED 

($000) 

SYSTEMS FURNITURE 

3400 

2011 

20 

COMMUNICATION EQUIPMENT 

3080 

2011 

15 
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1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
DAVIS-MONTHAN AIR FORCE BASE, ARIZONA 


4 . PROJECT TITLE 

HC-130 AGE MAINTENANCE FACILITY 


5. PROGRAM ELEMENT 

6 , CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27224 

218-712 


FBNV113007 

4,600 


9 . COST ESTIMATES 


ITEM 


PRIMARY FACILITIES 
HC-130 AGE HAINTSMAHCB FACILITY 
SDD 6 BPACT 05 

ANTITERRORISM/PORCB PROTBCTION 
SXn>PORTIMG FACILITIBS 
UTILITIES 
SITE IMPROVEMENTS 
PAVEMENTS 

COMMUNICATIONS SUPPORT 
PASSIVE FORCB PROTECTION MEASURES 
POWERED AGE FUELING STATION W/PUHP 
LIQUID OEYGBN HANDLING AREA 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD (5.7%) 

DSSIGN/BUILD - DESIGN COST (4.0% OF SUBTOTAL) 

TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 


U/M QUANTITY 


1,022 


tJMIT COST 

COST ($000) 


2,569 


2,704 
( 2,626 ) 
( 52 ) 
( 26 ) 
1,297 
( 140} 
( 340 ) 

{ 3SS ) 

C 160) 

( 30) 

( 143) 

( 118) 


4,001 

200 


4,201 

239 

160 


4,600 
4,600 ) 
( 300 


10. Description of Proposed Construction: Construct AGE maintenance facility with 
structural metal panels and split- face block, reinforced concrete foundation and 
floor slab, structural steel frame, standing seam metal roof, fire detection/ 
protection, utilities, site improvements, landscaping, parking, concrete facility 
aprons, liquid oxygen (LOX) area, fueling station, concrete aircraft towways, 
walkways, communications support, pavements demolition and all other necessary 
support for a complete and usable facility. This project will comply with 
antiterrorism/force protection requirements identified in DoD Unified Facilities 
Criteria. 

Air Conditioning: 40 Tons 


11. Requirement; 13894 SM Adequate: 2452 SM Substandard: 1719 SM 
PROJECT: HC-130J AGE Maintenance Facility. (New Mission) 

REQUIREMENT ; Adequate space is required to perform AGE maintenance in support of 


Combat Search and Rescue (CSAR) mission requirements. The facility will house the 
functions that provide AGE maintenance and storage to sustain and increase the 
readiness of the CSAR Center of Excellence community. Provide all required 
concrete towways and aprons for vehicle and aircraft access, powered AGE fueling 
station, liquid oxygen (LOX) handling area, and a 5-ton bridge crane integral to 
the structure. 

CURRENT SITUATION: There are no facilities available that can be efficiently 
modernized to accept this AGE requirement as part of the CSAR weapon system 
beddown. When the mission arrives, CSAR personnel will be required to carry out 
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1. COMPONENT 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
{computer generated) 


2. DATE 


AIR FORCE 
3 . INSTALLATION AND LOCATION 


4. PROJECT TITLE 


DAVIS-MONTHAN AIR FORCE BASE, ARIZONA 
5. PROGRAM ELEMENT j CATEGORY CODE 

27224 218-712 


7. 


HC-130 AGE MAINTENANCE FACILITY 


PROJECT NUMBER 
PBNV113007 


8. PROJECT COST ($000) 
4,600 


their objectives in inadequate facilities and on the ramp in harsh environmental 
conditions. This project requirement 2 Uid scope was identified as part of the HQ 
ACC Facilities Site Survey 16-20 April 2007. 

IMPACT IF NOT PROVIDED: Adequate facilities will not be available to perform 
essential CSAR maintenance operations forcing inadequate and high risk workarounds. 

The potential for significant degradation of mission performance and cap^d)ilities, 
including deunage to equipment, will be increased until eventual total loss of 
mission capability is realized due to aircraft non-availeibility. CSAR will not be 
able to generate aircraft without the appropriate support from the AGE mission. 
ADDITIONAL: This project meets the criteria/scope specified in Air Force Handbook 

32-1084, "Facility Requirements" and the CSAR Facility Requirement Plan. An 
analysis of reasonable options for accomplishing this project (status quo, 
renovation, new construction) was done. It indicates there is only one option that 
meets operational requirements; new construction. A certificate of exception has 
been prepared. Sustainable principles, to include Life Cycle cost-effective 
practices, will be integrated into the design, development, and construction of the 
project in accordance with Executive Order 13423, 10 USC 2802 (c) and other 
applicable laws and Executive orders. Base Civil Engineer: Lt Col Charles D. 
Perham, (520) 228-3401. (CSAR AGE Maintenance Facility: 1,022 SM = 11,000 SP) 


JOINT USE CERTIFICATION: Mission requirements, operational considerations, and 
location are incompatible with use by other components. 
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3. INSTALLATION AND LOCATION 

DAVIS-MONTHAN AIR FORCE BASE, ARIZONA 


4 . PROJECT TI': 

HC-130 AGE MA: 

rLE 

CNTENANCE FACILITY 

5. PROGRAM ELEMENT 

27224 

6 . CATEGORY CODE 

218-712 

7. PROJECT NUMBER 

i 

PBNV113007 

8. PROJECT COST ($000) 

4,600 


1. COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(conputer generated) 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Project to be accon^lished by design-build procedures 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Most Recently Used - 

(3) All Other Design Costs 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 

(7) Energy Study/Life-Cycle analysis was/will be performed 


NO 

138 
11 FEB 

11 MAR 

12 MAR 
YES 


b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 

PROCURING 

APPROPRIATION 

FISCAL YEAR 
APPROPRIATED 

OR REQUESTED 

COST 

($000) 

COMMUNICATIONS EQUIPMENT 

3080 

2011 

200 

FURNISHINGS 

3400 

2011 

100 
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1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 

DAVIS -MONTHAN AIR FORCE BASE, ARIZONA 


4. PROJECT TITLE 

HC-130J AERIAL CARGO FACILITY 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

fv: 

PROJECrr NUMBER 

8. PROJECT COST ($000) 

27224 

141-782 


PBNV113002 

10,700 


9 . COST ESTIMATES 


ITEM 


U/M QUANTITY 


UNIT COST 

COST ($000) 


PRIMARY FACILITIES 
RC-130J AERIAL CARGO FACILITY 
SDD & BPACT 05 

AMTITERRORISM/FORCB PROTECTION 
SITPPORTING FACILITIES 
UTILITIES 

PAVEKENTS/DBMOLITIOM 
SITE IMPROVEMENTS 
COMMUNICATIONS SUPPORT 
CONCRETE APRON 
PASSIVE FORCE PROTECTION 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD (5.7%) 

OBSIGN/BUILO < DESIGN COST (4.0% OF SUBTOTAL) 

TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON>ADO) 


2,325 

2,325 

2,325 


3, OSS 
SI 
31 


7,346 
( 7,133 ) 
( 141 ) 
( 72 > 
1,925 
( 307 ) 

( 447 ) 

( 101 ) 

( 265 ) 

( 600 ) 

( 205 ) 


9,271 

464 


9,734 

555 

371 


10,660 
10,700 ) 
( 120 


10. Description of Proposed Construction: Reinforced concrete foundation and 
floor slab, split-face block, structural steel frame, standing seam metal roof, 
fire detection/protection, utilities, evaporative cooling in administrative space 
only, site improvements, landscaping, access roads, parking, concrete facility 
aprons, concrete aircraft tovrways, walkways, communications support, pavements 
demolition and all other necessary support facilities for a complete and usable 
facility. This project will comply with antiterrorism/force protection 
requirements identified in DoD Unified Facilities Criteria. 

Air Conditioning: 15 Tons 


11. Requirement: 2325 SM Adequate: 0 SM Substandard: 0 SH 
PROJECT : Construct HC-130J Aerial Cargo Facility. (New Mission) 

REQUIREMENT : Adequate space is required to process, maintain and store HC-130J 


Aerial Cargo for Combat Search and Rescue (CSAR) assets. The facility must house 
the aerial cargo mission that provides palletting and crating of deployable and 
contingency assets required to maintain and increase the readiness of the CSAR 
Center of Excellence community. Provide all required concrete towways and aprons 
for vehicle and aircraft access. Provide 5-Ton Bridge Crane integral to the 
structure . 

CURRENT SITUATION; There are currently no facilities on the installation that ceui 


be modernized or renovated to accept the new aerial cargo mission as part of the 
CSAR mission beddown. When the mission arrives, CSAR personnel will be required to 
carry out their objectives in inadequate facilities. 

IMPACT IF NOT PROVIDED: Adequate facilities will not be available to perform 
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1. COMPOimNT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(conputer generated) 


3. INSTALLATION AND LOCATION 

DAVIS -MONTHAN AIR FORCE BASE, ARIZONA 


4. PROJECT TITLE 

HC-130J AERIAL CARGO FACILITY 


6. CATEGORY CODE 

7. 

PROJECT NUMBER 

141-782 


FBNV113002 


essential CSAR HC-130J flight and aerial cargo support operations forcing 
inadequate and high ris)t workarounds. The potential for significant degradation of 
mission performance and capabilities will be increased. In addition, due to the 
inadequate work environment, morale of Air Force personnel will be lowered 
resulting in reduced productivity. 

ADDITIONALt This project meets the criteria/scope specified in Air Force Handbook 
32-1084, "Facility Requirements" and the CSAR Facility Requirements Plan. An 
analysis of all reasonable options for acc<MJ^liahing this project {status quo, 
renovation, new construction) was done. It indicates there is only one option that 
meets operational requirements; new construction. A certificate of exception has 
been prepared. Sustainable principles, to include Life Cycle cost-effective 
practices, will be integrated into the design, development and construction of the 
project in accordance with Executive Order 13423, 10 USC 2802 (c) and other 
applicable laws and Executive Orders. Base Civil Engineer: Lt Col Charles D. 
Perham, (520) 228-3401. (HC-130J Aerial Cargo Facility: 2,325 SM » 25,000 SF) . 

JOINT USB CERTIFICATION; Mission requirements, operational considerations, and 
location are incompatible with use by other components. 
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1. COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(ccm^puter generated) 


3. INSTALLATION AND LOCATION 
DAVIS-MONTHAN AIR FORCE BASE, ARIZONA 


4. PROJECT TITLE 
HC-130J PARTS STORE 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27224 

442-758 


PBNV103005 

8,200 


9 . COST ESTIMATES 


U/M QUANTITY 


UNIT 

COST 


COST 

($000) 


PRIMARY FACILITY 
HC-130J PARTS STORE 
SDD & BPACT 05 

ANTITBRRORISM/PORCB PROTBCTION 
SUPPORTING FACILITIES 
UTILITIES 
PAVEMENTS 
SITE IHPROVZMBNTS 
COMMUNICATIONS SUPPORT 
PASSIVE FORCE PROTECTION MEASURES 
CONNECT FIRE SUPPRESSION TO CENTRAL PLANT 
SUBTOTAL 

CONTINGENCY (5,0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD (5.7%) 

DSSIGN/BUILO - DESIGN COST (4.0% OF SUBTOTAL) 

TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 


2,323 
2, 323 
2,323 


2,478 

44 


5,910 
( 5,756 ) 
{ 102 ) 
( 51 ) 
1,222 
( 160) 

( 160 ) 

( 217) 

( 105) 

( 30) 

( S50) 


7,132 

357 


7,488 

427 

285 


8,200 
8,200 ) 
( 175 


10. Description of Proposed Construction: Construct HC-130J Parts Store facility 
with structural metal panels and split-face block, reinforced concrete foundation 
and floor slab, structural steel frame, standing seeua metal roof, fire detection/ 
protection, utilities, site improvements, landscaping, parking, screen walls, 
concrete facility aprons, concrete aircraft towways, walkways, ccamnunications 
support, pavements demolition and all other necessary support facilities for a 
complete and usable facility. This project will comply with antiterrorism/force 
protection reguirements identified in DoD Unified Facilities Criteria. 

Air Conditioning: 60 Tons 


11. Requirement: 21593 SM Adequate: 18489 SM Substandard: 781 SM 
PROJECT ; HC-130J Parts Store. (New Mission) 

REQUIREMENT: Adequately sized and configured space is required to maintain and 


store the parts and assemblies necessary to maintain the HC-130J aircraft. The 
facility will house the maintenance, repair and new parts functions that provide 
required aircraft support to sustain and increase the readiness of the CSAR Center 
of Excellence community. Provide all required concrete towways and aprons for 
vehicle and aircraft access. Provide 5-Ton Bridge Crane integral to the structure. 
CURRENT SITUATION; There are no facilities available that can be efficiently 


modernized on the installation to accept the parts storage requirement as part of 
the CSAR weapon system beddown. When the mission arrives, CSAR personnel will be 
required to carry out their objectives in inadequate facilities with limited access 
to the critical parts and assemblies required to maintain the HC-130J aircraft. 

This project requirement and scope was identified as part of the HQ ACC Facilities 
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1. COMPONENT 

AIR FORCE 

PY 2011 MILITARY CONSTRUCTION PROJECT DATA 2. DATE 

(cconputer generated) 

3. INSTALLATION AND LOCATION 

DAVIS-MONTHAN AIR FORCE BASE, ARIZONA 

4. PROJECT TITLE 

HC-130J PARTS STORE 

5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. PROJECT NUMBER 

8. PROJECT COST ($000) 

27224 


442-758 

FBNV103005 

8,200 

j 1 


Site Survey 16-20 April 2007, 

IMPACT IF NOT PROVIDED: Adequate facilities will not be available to perform 


essential CSAR parts storage forcing Inadequate and high risk workarounds. The 
potential for significant degradation of mission performance and capabilities/ 
including damage to equipment, will be increased until eventual total loss of 
mission capability is realized due to aircraft non-availability. CSAR will not be 
able to generate aircraft without the appropriate parts to support from the 
maintenance mission. 

ADDITIONAL; This project meets the criteria/ scope specified in Air Force Handbook 
32-1084, "Facility Requirements" and the CSAR Facility Requirements Plan. An 
analysis of reasonable options for accomplishing this project (status quo, 
renovation, new construction) was done. It indicates there is only one option that 
meets operational requirements; new construction. A certificate of exception has 
been prepared. Sustainable principles, to include Life Cycle cost-effective 
practices, will be integrated into the design, development and construction of the 
project in accordeince with Executive Order 13423, 10 USC 2802 (c) and other 
applicable laws and Executive orders. Base Civil Engineer: Lt Col Charles D. 
Perham, (520) 228-3401. (CSAR HC-130J Parts Store: 2,323 SM * 25,000 SP) 

JOINT USB CERTIFICATION; Mission requirements, operational considerations, and 
location are incompatible with use by other components. 
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1. COMPONENT 

AIR FORCE 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

(con^uter generated) 




4. PROJECT TITLE 
HC-130J PARTS STORE 


6. CATEGORY CODE 

7. 

PROJECT NUMBER 

442-758 


FBNV103005 


3. INSTALLATION AND LOCATION 
DAVIS-MONTHAN AIR FORCE BASE, ARIZONA 

5. PROGRAM ELEMENT 6. CATEGORY CODl 
27224 442-758 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Project to be accomplished by design-build procedures 

(2) Basis: 

(a) Standard or Definitive Design - NO 

(b) Where Design Was Most Recently Used - 

(3) All Other Design Costs 246 

(4) Construction Contract Award 11 PEB 

(5) Construction Start 11 MAR 

(6) Construction Con^sletion 12 MAR 

(7) Energy Study/Life-Cycle analysis was/will be performed YES 

b. Equipment associated with this project provided from other appropriations: 



PROCURING 

FISCAL YEAR 
APPROPRIATED 

COST 

EQUIPMENT NOMENCLATURE 

APPROPRIATION 

OR REQUESTED 

($000) 

COMMUNICATIONS EQUIPMENT 

3080 

2011 

100 

FURNISHINGS 

3400 

2011 

75 
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1. COMPONENT 
AIR FORCE 


3. INSTALLATION AND LOCATION 

FORT HUACHUCA 

ARIZONA 


6. Personnel PERMANENT 

Strength OFF | ENL 


FY2011 MILITARY CONSTRUCTION PROGRAM 


4, COMMAND: 

AIR NATIONAL GUARD 




5. AREA CONST 
COST INDEX 
1.1 


SUPPORTED 


ENL 



7. INVENTORY DATA ($000) 

a. Total Acreage: 

b. Inventory Total as of : (30 Sep 09) 

c. Authorization Not Yet in Inventory: 

d. Authorization Requested in this Program: 

e. Planned in Next Four Years Program: 

f. Remaining Deficiency: 

g. Grand Total: 



11,000,000 

0 

"irooo'ooo 

8. PROJECTS REQUESTED IN THIS PROGRAM: 


(FY 2011) 


CATEGORY 


COST 

DESIGN STATUS 

CODE PROJECT TITLE 

SCOPE 

$.000 

START CMPL 

211-111 TFI-PREDATOR LRE BEDDOWN 

2,109 

SM 11,000 



Total 

11,000 


9a, Future Projects: Typical Planned Next Four Years: 

9c. Real Property Maintenance Backlog This Installation: 


tO.tMissign .or Major Fwctionsif:; 



11. Outstanding Pollution and Safety (OSHA Deficiencies): 
a. Air pollution 

0 

b. Water Pollution 

0 

c. Occupational Safety and Health 

0 

d. Other Environmental 

0 
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1 . COMPONENT 
AIR FORCE 


2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 

US ARMY INTELLIGENCE CENTER, FT HUACHUCA, 
ARIZONA 


4. PROJECT TITLE 

TFI - PREDATOR LRE BEDDOWN 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

25219 

211-111 


WACC113330 

11,000 


9 . COST ESTIMATES 


ITEM 


U/M QOANTITY 


UNIT 

COST 


COST 

($ 000 ) 


PRIMARY FACILITIES 
HANGAR, HAIHTSNANCE 
LAUNCH AND RECOVERY ELEMENT 
RAMP/TAXIWAY ACCESS 
SDD & BP ACT 05 

ANTITERRORISM/PORCB PROTECTION 
SUPPORTING FACILITIES 
UTILITIES 
PAVS1ENTS 
SITS IMPROVEMENTS 
COMMUNICATIONS SUPPORT 
STANDBY POWER 
FIRE PROTECTION SUPPORT 

SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD 

TOTAL REQUEST 

TOTAL REQUEST (ROUNDED) 


1,922 

186 


2,898 

2,659 


7,266 
( 5,570 ) 

( 495 ) 

( 990 ) 

( 141 ) 

( 70 ) 

2,755 
( 650) 

( 600 ) 
( 605 ) 

( 305) 

( 120 ) 

( 475) 

10,021 

501 


(5.7%) 


10,522 

600 


11,121 

11,000 


10, Description of Proposed Construction; Reinforced concrete foundation and 
floor slab, steel framed masonry walls, and sloped standing seam metal roof. 

Exterior walls should be architecturally compatible with nearby facilities. 
Construction includes interior walls, fire protection, utilities, and mechanical 
systems. Provides exterior utilities, pavements, site improvements, fire 
protection, communications extension and support. Provides access ramp, taxiway 
access to hangar, access roads and other pavement support. Constructs concrete pad 
and support utilities for mobile Ground Control Station with communications 
connectivity to the support facility. Provides standby power and communications 
support. This project will comply with DoD antiterrorism/force protection 
requirements per Unified Facilities Criteria. 

Air Conditioning: 100 Tone 


11, Requirement; 2108 SM Adequate: 0 SM Substandard: 0 SM 

PROJECT: TFI - Predator Aircraft-Launch and Recovery Element (LRE) (New Mission) 

REQUIREMENT: The Arizona Air National Guard (ANG) requires a properly sized and 

configured maintenance hangar and supporting shops at Fort Huachuca to support a 
Predator unit mission of 4 PAA unmanned aerial systems (UAS) scheduled to arrive in 
2010. The mission requires hangar space configured to adapt to multiple aircraft 
types with minimal supporting shops, properly sized for contractor operations and a 
launch and recovery cell. Shop support includes scaled-down general purpose shops, 
aircraft maintenance unit, engine shop, avionics/electronic pod shop, and weapons 
release and systems maintenance managem^it. The LRE requires robust redundant 
communications support with connectivity to two communications switches. 
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1, COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 

US ARMY INTELLIGENCE CENTER, FT HUACHUCA, 
ARIZONA 


4. PROJECT TITLE 

TPI - PREDATOR LRS BEDDOWN 


5. PROGRAM ELEMENT 
25219 


6. CATEGORY CODE 
211-111 


7. PROJECT NUMBER 
WACC113330 


8. PROJECT COST ($000) 

11,000 


Communications requirements include NPRNet, SPRNet, JWICS, DSN and video-link 
capabilities. The LRB space includes: administrative, latrine facilities, break 
area, controlled entry space, commtinications closet, and a SCIF. The complex 
requires standby power. Special fire suppression system controls are required to 
prevent a false system dump which would severely damage the aircraft. 

CURRENT SITUATION: The Arizona ANG has been selected to gain a Predator unit. 

Fort Huachua ‘ s Libby Field will support a PAA of four (4) MQ-1 aircraft. The US 
Amy and US Border Patrol currently operate multiple UAS from Libby Field. A site 
survey conducted in 200$ indicated current facilities were not available to support 
the mission and must be constructed. Required communications switches and limited 
allied support are avail£d)le at the selected site. The site currently has no 
utility support to include water storage tanks for fire protection and suppression. 
Considerable earthwork must be accomplished prior to construction. Construction of 
ramp lighting, taxiway and ramp access is also required. 

IMPACT IP NOT PROVIDED; The Arizona ANG MQ-1 unit will not be mission capable. 
Predator aircrew training will be delayed. Aircrew access to facilities to 
maintain cxirrency in launch and recovery of MQ-1 aircraft will be severely 
restricted. Opporttinities to partner with the US Boder Patrol and the US 
Department of Homeland Security will be lost. 

ADDITIONAL: This project meets the criteria/scope specified in Air Force Handbook 

32-1084, "Facility Requirements." A preliminary amalysis of reasonable options for 
accomplishing this project was done. It indicates new construction is the only 
option that will meet operational requirements. A certificate of exception will be 
prepared. Sustainable principles, to include Life Cycle cost-effective practices, 
will be integrated into the design, development, and construction of the project in 
accordance with Executive Order 13423, 10 USC 2802 (c) and other applicable laws 
and Executive Orders. Base Civil Engineer: Lt Col Carol Kenny, Phone 520-295-6258. 
(Hangar: 1192 SM « 12,831 SF; LRB: 186 SM » 2,002 SF) 

JOINT USE CERTIFICATION: Mission requirements, operational considerations, and 
location are incompatible with use by other components. This project supports 
Total Force Integration initiatives. 


DD FORM 1391, DEC 99 


Previous editions are obsolete. 


Page No . 


February 2010 


54 


55040A 



I 


1. COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


4 . PROJECT TITLE 

TPI - PREDATOR LRE BEDDOWN 


6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

211-111 


WACC113330 


3. INSTALLATION AND LOCATION 

US ARMY INTELLIGENCE CENTER, FT HUACHUCA, 
ARIZONA 

5. PROGRAM ELEMENT 6. CATEGORY CODE 7 

25219 211-111 


12. SUPPLEMENTAL DATA: 

a. Estimated Deaign Data: 

(1) Statue: 

(a) Date Design Started 

(b) Parametric Coat Betimates used to develop costs 

* (c) Percent Con^lete as of 01 JAN 2010 

* (d) Date 35% Designed 

(e) Date Design Complete 

(f) Energy Study/Life-Cycle analysis was/will be performed 


15-JAN-lO 

YES 

15% 

15-MAR-lO 

30-SEP-10 

YES 


(2) Basis: 

(a) Standard or Definitive Design - NO 

(b) Where Design Was Most Recently Used - 

(3) Total Cost (c) = (a) + (b) or (d) + (e) : ($000) 

(a) Production of Plana and Specifications 

(b) All Other Deaign Costs 330 

(e) Total 990 

(d) Contract 825 

(a) In-houae 

(4) Construction Contract Award 31 

<S) Construction Start 11 MAR 

(6) Construction Completion 12 AUG 

* Indicates completion of Project Definition with Parametric Cost Estimate 
which is comparable to traditional 35% design to ensure valid scope, 
cost and executability. 


b. Equipment associated with this project provided from other appropriations: 
N/A 
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1. COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROGRAM 


2. DATE 


INSTALLATION AND LOCATION 
BUCKLEY AIR FORCE BASE 
COLORADO 


COMMAND: 

AIR FORCE SPACE 
COMMAND 


5. AREA CONST 
COST INDEX 
1,01 


6. Personnel 

PERMANENT 

STUDENTS 

SU 

PPORTED 


Strength 

OFF 

ENL 

CIV 

OFF 

ENL 

CIV 

OFF 

ENL 

CIV 

TOTAL 

AS OF 30 Sep 09 

92 

631 

397 

0 

0 

0 

.366 

1998 

1411 

4,894 

END FY 2015 

86 

605 

403 

0 

0 

0 

355 

1962 

1406 

4,817 


7. INVENTORY DATA (SOOO) 

Total Acreage: 3,832 

Inventory Total as of : (30 Sep 03) 
lAuthorEation Not Yet in Inventory: 
jAuthorization Requested in this Program: 
Planned in Next Four Years Program: 
Remaining Deficiency: 

Grand Total: 


619,247 

18,905: 

12,160i 

28,324 

44A70I 


723,106 


8. PROJECTS REQUESTED IN THIS PROGRAM: 
CATEGORY 

CODE PROJECT TITLE 

SCOPE 

(FY 20 

SM 

1) 

COST 

S.OOO 

DESIGN STATUS 
.START CMPL 

730-835 

Security Forces Operations Facility 

3,323 

Total 

12,160 

12,160 

Design Build 

|9a. Future Projects: Typical Planned Next Four Years; 





911-146 

101 Acre Land Acquisition 

101 

AC 

8,324 


610-675 

Logistics Readiness Facility 

2,290 

SM 

10,000 


730-441 

Library/Education Center 

2,193 

SM 

10,000 




Total 


28,324 


t9b. Real Propery Maintenance Backlog This Installation; ($M) 



30.2 


10. Mission or Major Functions: The mission of the 460th Space Wing is to provide combatant commanders with 
[expeditionary warrior Airmen, and deliver global infrared surveillance, tracking, and missile warning for theater 
and homeland defense. 


1 1 , Outstanding pollution and Safety (OSHA) Deficiencies: 

a. Air pollution 

b. Water Pollution 

c. Occupational Safety and Health 

d. Other Environmental 
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1. COMPONENT 

FY 2011 MILITARY COHSTRUCTION PROJECT DATA 

AIR FORCE 

(computer generated) 


5 . PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

31476 

730-835 


CRWU073004 

12,160 


2. DATE 


3. INSTALLATION AND LOCATION 
BUCKLEY AIR FORCE BASE, COLORADO 


4. PROJECT TITLE 
SECURITY FORCES OPERATIONS FACILITY 


9. COST ESTIMATES 


ITEM 


|U/M 


PRIMARY FACILITIES 
SECURITY FORCES OPERATIONS FACILITY 
INTERIOR COMMUNICATIONS SUPPORT 
ANTITBRRORISM FORCE PROTECTION 
SDD & BP ACT 2005 
SUPPORTING FACILITIES 
UTILITIES 
SITE IMPROVEMENTS 
PAVEMENTS 

EXTERIOR COMMUNICATIONS SUPPORT 
SPECIAL FOUNDATION 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD (5.7%) 

DBSIGN/BUILD - DESIGN COST (4.0% OF SUBTOTAL) 

TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 


QUANTITY 


UNIT 

COST 


2,550 


COST 

($000) 


8,797 
< 8.474 ) 
{ 68 ) 
( 85 ) 
( 170 ) 
1,775 
( 590) 
( 210 ) 
( 540 ) 
( 150) 
( 285) 


10,572 

529 


11,100 

633 

423 


12.156 
12,160 
( 1,290 


10. Description of Proposed Construction: A two-story steel frame structure with 
reinforced concrete foundation and floor slab for expansive soils with standing 
seam metal roof, fire protection, HVAC, electrical and pluming systems and 6mm 
laminated blast resistant tinted insulated glass. Demolish and dispose of the 
temporary modular trailers. Complies with DoD force protection requirements per 
ijnified facilities criteria. 


Air Conditioning: 


90 Tons 


11. Requirement: 3323 SM Adequate: 0 SM Substandard: 1797 SM 

PROJECT: Construct a Security Forces Operations Facility. (Current Mission) 

REQUIREMENT : When Buckley Air Force Base transitioned to an Air Force Space 


Command (APSPC) installation on 1 Oct 2000, there was no Security Forces Operations 
Facility (SFOF) . This project constructs an adequately sized and configured SFOP 
that corrects numerous deficiencies by incorporating the following functional 
areas: a properly configured law enforcement desk, detention cells, central 
security control, resource protection, personnel security, information security, 
combat training facilities, an arms vault, supply and mobility area, guard mount 
area, operations and command sections, administrative space, and areas for storage 
and janitorial services, into one centrally located facility. Additionally, as part 
of this project, a Central Security Control Room and Base Defense Operations Center 
will be sized for Buckley's growing mission and current Protection Level 1 
resource. 

CURRENT SITUATION; Security Forces Operations functions are currently split 
between facilities, one immediately adjacent to the Protection Level 1 resource and 
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1. COMPONENT 

AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 

(computer generated) 

2 . DATE 

3. INSTALLATION AND LOCATION 

BUCKLEY AIR FORCE BASE, COLORADO 


4. PROJECT TITLE 

SECURITY FORCES OPERATIONS 

FACILITY 

5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. PROJECT NUMBER 

8. PROJECT COST ($000) 

31476 


730-835 

CRWU073004 

12,160 


its Main Entry Control Point and the other in the Colorado Air National Guard Wing 
Headquarters. The Protection Level 1 facility was originally sized for a small 
unit manned just for protection of the Protection Level 1 resource thus is 
undersized to support current requirements. A Vulnerability Assessment Survey 
performed by Lackland APB identified niomerous deficiencies with the current 
facility. The December 2000 Facilities Utilization Study found the Security Forces 
(SF) facilities undersized by 1,636 square meters. The existing facilities do not 
contain a properly configured law enforcement desk, detention cells, training 
rooms, weapons vault, evidence room and Emergency Command Center. Currently a 
portion of SPOP is housed in modular trailers in the parking lot adjacent to the 
Protection Level 1 facility in an effort to co-locate as much as possible all of 
the SPOF functions. These modular trailers cost tens of thousands of dollars each 
year that will be saved once an adequately sized and configured SPOP is 
construe ted. 

IMPACT IF NOT PROVIDED; The Security Forces Squadron will continue to need/use 
Operational Risk Management while in non-compliance with security policy. Vehicles 
i and personnel will remain dispersed at various facilities in order to alleviate 
vulnerabilities and overcrowded conditions. Agreements for use of the Colorado Air 
National Guard facilities and their Headquarters facility will continue diminishing 
the efficiencies of both the Colorado Air National Guard functions and Buckley's 
already understaffed Security Forces Squadron. The lack of detention cells will 
continue to burden Security Forces with excessive tr 2 meportation of confined 
personnel to and from off-base facilities. Tauepayer's dollars will continue to be 
used to lease modular trailers to house security forces functions. Our troops will 
not receive the beat possible training before being deployed. This project is 
essential in providing the much needed training space for our deploying troops and 
supporting the current and expanding mission requirements at Buckley APB thus 
enhancing our national security. 

ADDITIONAL; This project meets the criteria/scope specified in Air Force Handbook 
32-1084, "Facility Requirements". An analysis of reasonable options for 
accomplishing this project (status quo, renovation, upgrade/removal, new 
construction) will meet operational requirements. It indicates that only one 
option, new construction, will meet operational requirements. A certificate of 
exception has been prepared. Sustainable principles to include Life Cycle Cost- 
Effective Practices will be integrated into the design, development, cuid 
construction of the project in accordance with Executive Order 13423, 10 USC 2002 
(2), and other applicable laws and Executive Orders. Base Civill Engineer: Lt 
Col George Petty, (702) 847-6501. Security Forces Operations Facility: 3,323 SM » 
35,756 SF. 

JOINT USE CERTIFICATION; Mission requirements, operational considerations and 
location are incompatible with use by other con^onents. 
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3 . INSTALLATION AND LOCATION 

BUCKLEY AIR FORCE BASE, COLORADO 


4 . PROJECT TITLE 

SECURITY FORCES OPERATIONS FACILITY 

5. PROGRAM ELEMENT ! 

31476 

6 . CATEGORY CODE 

730-835 

7. PROJECT NUMBER 

CRWU073004 

8. PROJECT COST ($000) 

12/160 


1. COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computdr gendrated) 


2. DATE 


12. SUPPLEMENTAL DATA: 


a. Estimated Design Data: 

(1) Project to be accomplished by design-build procedures 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Most Recently Used - 

(3) All Other Design Costs 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 

(7) Energy Study/Life-Cycle analysis was/will be performed 


NO 

365 
11 JAN 

11 FEB 

12 SEP 
YES 


b. Equipment associated with this project provided from other appropriations; 


EQUIPMENT NOMENCLATURE 

PROCURING 

APPROPRIATION 

FISCAL YEAR 
APPROPRIATED 

OR REQUESTED 

COST 

($000) 

FURNISHINGS 

3400 

2011 

1/041 

COMMUNICATIONS EQUIPMENT 

3080 

2011 

249 
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1. COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROGRAM 


2. DATE 


INSTALLATION AND LOCATION 
PETERSON AIR FORCE BASE 
COLORADO 


COMMAND: 

AIR FORCE SPACE 
COMMAND 


5. AREA CONST 
COST INDEX 
1.07 


6. Personnel 

PERMANENT 

STUDENTS 

SUPPORTED 


strength 

OFF 

ENL 

CIV 

OFF 

ENL 

CIV 

OFF 

ENL 

CIV 

TOTAL 

AS OF 30 Sep 09 

189 

1123 

645 

0 

0 

0 

1446 

2034 

2336 

7,773 

END FY2015 

174 

1083 

649 

0 

0 

0 

1367 

1965 

2460 

7,698 


i7. INVENTORY DATA ($000) 
iTotai Acreage: 1,277 

Inventory Total as of : (30 Sep 09) 
Authorization Not Yet in Inventory: 
Authorization Requested in this Program: 
Planned in Next Four Years Program: 
Remaining Deficiency: 

Grand Total: 


433,330 

50,345 

24,800 

18,000 

269,209 


795,684i 


PROJECTS REQUESTED IN THIS PROGFfAM: 
CATEGORY 

CODE PROJECT TITLE 

141-454 RAIDRS Space Control Facility 


(FY 2011) 

COST DESIGN STATUS 

SCOPE S.OOO START CMPL 

4,408 HC 24,800 Jul-09 Sep-10 
Total 24,800 


9a. Future Projects: Typical Planned Next Four Years: 
871-1 83 Peterson East Stormwater Drainage 

740-674 Fitness Center Annex 


3,350 LM 
3,606 SM 
Total 


6,200 

11,800 

18,000 


|9b. Real Properly Maintenance Backlog This Installation: ($M) 


47.9 


10. Mission or Major Functions: The mission of the 21st Space Wing is to conduct world class space 
superiority operations and provide unsurpassed installation support and protection while deploying Warrior 
Airmen. The 21 st SW provides worldwide missile warning and space control to unified commanders, NORAD, 
US NORTHCOM, US STRATCOM, and combat forces. 21 SW also manages the global space surveillance 
network that detects, tracks, and catalogs all man-made objects in space and also provides early warning of 
strategic and theater ballistic missile attacks and foreign space launches. 


1 1 . Outstanding pollution and Safety (OSHA) Deficiencies: 

a. Air pollution 

b. Water Pollution 

c. Occupational Safety and Health 

d. Other Environmental 
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1. COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
{computer generated) 


3. INSTALLATION AND LOCATION 
PETERSON AIR FORCE BASE, COLORADO 


4. PROJECT TITLE 

RAIDRS SPACE CONTROL FACILITY 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

35936 

141-454 


TDKA093005 

24,800 


9 . COST ESTIMATES 


U/M I QUANTITY 


UNIT 

COST 


COST 

($ 000 ) 


PRIMARY FACILITIES 
RAIDRS SPACE CONTROL FACILITY 
INTERIOR COMMUNICATIONS 
ANTITBRRORISM/PORCB PROTECTION 
SDD & BPACT05 
SUPPORTING FACILITIES 
UTILITIES 
PAVEMENTS 

EXTERIOR COMMUNICATIONS 
SITE IMPROVEMENTS 
CONCRETE PADS 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD (5.7%) 

DESION/BUILD - DESIGN COST (4.0% OF SUBTOTAL) 

TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 


19,811 
( 17,460 ) 
( 1,829 ) 
( 174 ) 
( 348 ) 
1,760 
( 465 ) 

( 880 ) 

( 85) 

( 210) 

( 120) 


21,571 
1, 079 


22,650 

1,291 

863 


24,804 
24,800 ) 
( 2,350 


10. Description of Proposed Construction: Concrete foundation, floor slab, steel 
frame structure, bric)c veneer with backup masonry bloclc; built-roof; sound 
transmission class 45-55 rated Senstive Compartmented Information Facility (SCIP) 
walls; security systems; sprinkler protection; concrete foundation; humidity 
control, heating, ventilation and air-conditioning system; utility connections to 
water, sanitary sewer, storm sewer, communications, «uid electric; and other 
building systems reguired for a complete and usable facility. Site work includes 
paved parking lot, landscaping, and security fencing. Contmxmications features to 
include secure and non-secure telephone and local area networks. Includes exterior 
concrete pads for realistic training and maintaining operational crew proficiency 
and special security provisions to keep existing classified missions operational 
during construction. The facility will comply with DOD euititerrorism/force 
protection requirements per Unified Facilities Criteria and with PL 2 physical 
security standards per AFI 31-101, "Air Force Installation Security Program." 

Air Conditioning: 80 Tons 


Adequate: 3840 SM Substandard: 0 SM 


11. Requirement: 8248 SH 

PROJECT ; Construct a Rapid Attack Identification Detection & Reporting System 
(RAIDRS) Space Control Facility. (New Mission) 

REQUIREMENT: A facility is required to support the new RAIDRS mission, operated 

and maintained by the 16th Space Control Squadron (SPCS) . RAIDRS is APSPC's space 
defense capability, consisting of worldwide fixed site and deployable Satellite 
Communication (SATCOM) monitoring systems. RAIDRS provides US STRATCOM with the 
capability to monitor communication links supporting warfighters for interference 
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1 . COMPONENT 

AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 

(computer generated) 

2. DATE 

3. INSTALLATION AND LOCATION 

PETERSON AIR FORCE BASE, COLORADO 


4 . PROJECT TITLE 

RAIDRS SPACE CONTROL FACILITY 

5 . PROGRAM ELEMENT 

35936 

6 , CATEGORY CODE 

141-454 

7. PROJECT NUMBER 

TDKA093005 

8. PROJECT COST ($000) 

24,800 









and to geolocate the source of detected interference. 16 SPCS is APSPC's 
deployable, combat-ready apace unit, trained and equipped to operate and maintain 
RAIDRS fixed and deployzdile assets. Project will be constructed inside the 76 SPCS 
compound on Peterson East to enable collaboration and cooperation between similar 
operations and system technologies, both operated by 21st SW squadrons. RAIDRS 
requires a SCIF facility to include a 24-hour operational control center 
responsible for command and control of both fixed and deployable RAIDRS systems. 

Due to the classified and sensitive nature of deployable electronic components and 
test equipment, covered and environmentally controlled storage is crucial. 

Enclosed bay areas with sufficient power are also required for maintenance 
activities on antennas, generators, and storage of classified equipment. An 
appropriately sized personal equipment storage area (locker room) is necessary to 
enable squadron personnel to immediately deploy in accordance with mission 
requirements. Includes approximately 560 SM for 380 SPCS Reserve unit. Facility 
must have classified communications, specialized power configuration, and a 
security system. 

CURRENT SITUATION; RAIDRS has currently been provided temporary bed-down space in 
building 504, and building 880. Bldg 504 houses the RAIDRS control center and 
office space for a fraction of the squadron’s staff. In addition, building 504 
does not currently maintain the security measures required of a PL2 protected 
asset. Building 880 is currently on the demolition list and is inadequate to 
support long term missions. 

IMPACT IF NOT PROVIDED: The RAIDRS command and control center will continue to 
operate without appropriate security protection measures as specified by API 31- 
101. 16th SPCS members will devise band-aid solutions to address deficit office 
space/ equipment atorage/training/maintenance requirements. Squadron members will 
operate out of geographically separated offices, resulting in reduced ops tempo and 
mission proficiency. The 21at Space Wing will lease off-site storage areas to 
house deployable equipment when in garrison. 16th SPCS airmen will expend an 
additional 16,000 hours/year traveling and transporting equipment from off-site 
storage to temporary training & exercise locations. System maintenance will be 
conducted in generic facilities, adding further to member workload to accomplish 
unique activities in substandard locations. Airmen will continue to work in 
substandard office areas designated for demolition. The 16th' s vital training 
mission will be adversely diminished due to additional effort and time spent for 
travel from remote locations. 

ADDITIONAL ; This project meets the criteria/ scope specified in Air Force Handbook 
32-1084, "Facility Requirements." An analysis of reasonable options for 
accomplishing this project (status quo, renovation, new construction) was done. 

It indicates new construction is the only option that will meet operational 
requirements. A certificate of exception has been prepared. Sustainable 
principles to include Life Cycle Cost-Effective practices will be integrated into 
the design, development, and construction of the project in accordance with 
Executive Order 13423, 10 USC 2802 (2), and other applicable laws and Executive 
Orders. Base Civil Engineer: Lt Col Arno J. Bischoff, (719) 556-7631. RAIDRS Space 
Control Facility: 4,408 SM = 47,430 SF. 

JOINT USB CERTIFICATION: Mission requirements, operational considerations and 
location are incompatible with use by other components. 
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5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

B. PROJECT COST ($000) 

35936 

141-454 


TDKA093005 

24, BOO 


1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
PETERSON AIR FORCE BASE, COLORADO 


4 . PROJECT TITLE 

RAIDRS SPACE CONTROL FACILITY 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Project to be accomplished by design-build procedures 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) where Design Was Most Recently Used - 

(3) All Other Design Costs 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 

(7) Energy Study/Life-Cycle analysis was/will be performed 

b. Equipment associated with this project provided from other appropriations: 



MO 


744 

11 

FEB 

11 

MAR 

12 

DEC 


YES 


EQUIPMENT NOMENCLATURE 

PROCURING 

APPROPRIATION 

FISCAL YEAR 
APPROPRIATED 

OR REQUESTED 

COST 

($000) 

FURNITURE & FURNISHINGS 

3400 

2011 

1,000 

COMMUNICATIONS EQUIPMENT 

3080 

2011 

550 

SECURITY EQUIPMENT 

3080 

2011 

800 
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1. COMPONENT 
AIRFORCE 

FY2011 MILITARY CONSTRUCTION PROGRAM 

2. DATE 

IINSTALLATION AND LOCATION 


COMMAND; 



5. AREA CONST 


USAF ACADEMY 




UNITED STATES AIR FORCE 


COST INDEX 


COLORADO 




ACADEMY 



1-11 




PERMANENT 

STUDENTS 

SUPPORTED 





QBI 

■eiaa 

ENL 


■313 



TOTAL 


929 

1011 

2483 

0 

182 

0 

21 


190 

8.816 

END FY2015 

902 

872 

2223 

0 

182 

0 

21 

4000 

190 

8,390 

|7. INVENTORY DATA ($000) 









Total Acreage: 


53,276 









Inventory Total as of : (30 Sep 09) 








429,549 

Authorization Not Yet in Inventory: 








63,500 

Authorization Requested in this Program: 







27,600 

Planned in Next Four Years Program: 








29,607 

Remainina Deficiencv: 









36,000 

Grand Total: 










586,256 

|8. PROJECTS REQUESTED IN THIS PROGRAM: 



{FY 2010) 



CATEGORY 








COST 

DESIGN 

STATUS 

CODE 

PROJECT TITLE 




SCOPE 

$.000 

START 

CMPL 

171-853 

Center for Character & Leadership Development 

4,322 

SM 

27,600 

May-09 

Sep-09 







Total 


27,600 



|9a. Future Projects: Typical Planned Next Four Years: 






730-835 

Emergency Operations Center 


2.667 

SM 

13,978 



730-839 

Large Vehicle Search Facility 


1.074 

SM 

9,629 



730-839 

Constyruct Canopy for Entrance Gates 

2 

EA 

6,000 









Total 


29,607 



|9b. Rea! Propery Maintenance Backlog This Installation: ($M) 





187 

10. Mission or Major Functions: Responsible for providing education and training for cadets to become Air Force 

officers; a training wing including three flying training squadrons supporting parachuting and glider aircraft; and an 

air base wing 











11. Outstanding pollution and Safety {OSHA Deficiencies: 






a. Air pollution 








0 



b. Water Pollution 







0 

• 


c. Occupational Safety and Flealth 






0 



d. Other Environmental 







0 
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1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
USAF ACADEMY, COLORADO 


4. PROJECT TITLE 

CONST CENTER FOR CHARACTER & 
LEADERSHIP DEVELOPMENT 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

86076 

171-853 


XQPZ084017 

27,600 


9 . COST ESTIMATES 


ITEM 


PRIMARY FACILITIES 
ADD TO ARNOLD HALL FOR CCLD 
ANTI-TERRORISM/FORCE PROTECTION 
SDD & BP ACT 2Q05 

ALTER ARNOLD AND HARMON HALL FOR CCLD 
SUPPORTING FACILITIES 
UTILITIES 
SITE IMPROVEMENTS 
COMMUNICATION 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD 

TOTAL REQUEST 

TOTAL REQUEST (ROUNDED) 

EQUIPMENT PROM OTHER APPROPRIATIONS (NON-ADD) 


U/M QUANTITY 


UNIT 

COST 


5,200 


3,486 


COST 

($000) 


19,830 
( 12,589 ) 

{ 193 ) 

( 386 ) 

( 6,662 ) 
5,039 
( 2,050) 

{ 1,589) 

( 1,400) 

24,869 

1,243 


26,112 

1,488 


27,601 
27,600 
( 6 , 000.0 ) 


10. Description of Proposed Construction: Reinforced concrete footings, concrete 
slab, steel column and beam structure, aluminum/granite/glass wall system and 
membrane roof system with exposed aggregate or Honor Court style waDcways. The 
facility includes security, fire detection/suppression systems, utilities and all 
other support reguirements . Geo-thermal, photovoltaic and other energy-reducing 
systems will be used to construct this facility. This facility will be designed to 
a LEED Platinum Standard. All construction will be accomplished on a 7-£oot grid 
pattern to match the US Air Force Academy international architecture style. The 
project will comply with DoD force protection requirements per Unified Facilities 
criteria. 

Air Conditionings 120 Tons 


11. Requirements 4332 SM Adequate: 0 SM Substandard: 1911 SM 

PROJECT: Construct Center For Character & Leadership Development (CCLD) . (Current 

Mission) 

REQUIREMENT: The Center for Character & Leadership Development (CCLD) requires a 

right-sized, properly configured, consolidated facility for effective and efficient 
operations for the 4,400-person cadet wing, 240-person prep school and the 3,885 
members of the US Air Force Academy staff and faculty it supports. This facility 
is required in the cadet area of the US Air Force Academy to focus efforts of 
character and leadership development. This project will decrease inefficiencies, 
increase effectiveness, and tie to the Air Force priorities; partner with joint 
and coalition teams to win today’s fight, develop and care for Airmen and their 
families and modernize our air and space inventories, organizations and training. 
Created in 1993, the Center for Character Development's mission is to facilitate 
character development programs and activities throughout all aspects of the US Air 
Force Academy experience. Its objective is to graduate officers who have integrity 
and voluntarily decide to do the right thing. The Center for Character & 
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1 . COMPONENT 

AIR FORCE 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 2 

(computer generated) 

DATE 

3. INSTALLATION AND LOCATION 

USAF ACADEMY, COLORADO 

4 . PROJECT TITLE 

CONST CENTER FOR CHARACTER & 
LEADERSHIP DEVELOPMENT 


5 . PROGRAM ELEMENT 

6. CATEGORY CODE 

7. PROJECT NUMBER 8. PROJECT COST 

($000) 

86076 

171-853 

XQPZ084017 27,600 



Leadership Development is composed of four divisions: Honor Division, Character 
and Leadership Education Division, the Capstone Events Division, and the 
Scholarship Division. The Scholarship Division is the newest member of CCLD and 
performs research and assessment. The Honor Division's mission is to produce 
leaders of integrity. The cadets learn the ethical foundation and the spirit of 
the Honor Code, and honor system administration. Honor education and honor 
probation are two aspects of the develo|»iient process. In both of these programs, 
cadets interact with 100 volunteer mentors and the role models. The Character and 
Leadership Education Division delivers five graduation -required seminors during the 
four-year cadet experienece. Over 900 volunteer mentors related valuable character 
and leadership lessons as they facilitate discussions with cadets through 150 
seminars annually. 

CURRENT SITUATION: The Center for Character Development is expanding and 
transforming into the Center for Character & Leadership Development, which entails 
a mission increase (adding a Scholarship Division for research and assessment) , and 
increased manning (from 19 to 34 full-time members over a 3-year period). A new 
facility is required to accommodate the transformed Center and set the standard of 
excellence demanded of such a vital organization. The current Center is spread 
among facilities in 3 different buildings (48% of required space), and must conduct 
40% of its cadet seminars (approximately 65 per year) outside the Cadet Area due to 
facility limitations, at an additional cost of approximately $70K per year. This 
also creates a transportation cost, causes cancellations during inclement weather, 
and more importantly adds about one hour of unproductive travel time for over 2,300 
junior and senior cadets each year. 

IMPACT IP MOT PROVIDED: Day-to-day operations of the CCLD will continue to be 
ineficient and leas effective. A consolidated CCLD is required to implement the 
Character and Leadership Development program which is the bedrock for the future 
leaders of the United states Air Force. Without this consolidated facility, 
operations and training will continue to degrade with a wide array of mission work- 
aroiinds, which are neither effective nor efficient. 

ADDITIONAL: This project meets the criteria and scope specified in Air Force 

Handbook (AFH) 32-1084, "Facility Requirements." An analysis of reasonable options 
for accomplishing this project (status-quo, renovation, lease space, new 
construction) indicates that new construction is the most economical solution to 
meet the mission. A certificate of exception has been prepared. Sustainable 
principles to include Life Cycle Cost-Effective practices will be integrated into 
the design, development, and construction of the project in accordance with 
Executive Order 13423, 10 USC 2802 (c) , and other applicable laws and Executive 
Orders. Base Civil Engineer: Lt Col Justin C. Davey, (719) 333-2660. Add to 
Arnold Hall for CCLD: 2,421 SM = 26,050 SF; Alter Arnold Hall for CCLD: 1,911 SM = 
20,562. 


JOINT USE CERTIFICATION: JOINT USB CERTIFICATION: Mission requirements, 
operational considerations and location are incompatible with use by other 
components . 
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5. PROGRAM ELEMENT 

6, CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

86076 

171-853 


XQPZ084017 

27,600 


1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
USAF ACADEMY, COLORADO 


4- PROJECT TITLE 

CONST CENTER FOR CHARACTER & 

LEADERSHIP DEVELOPMENT 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Status: 

(a) Date Design Started 

(b) Parametric Cost Estimates used to develop costs 

* (c) Percent Complete as of 01 JAN 2010 

* (d) Date 35% Designed 
(e) Date Design Complete 

{£) Energy Study/Life-Cycle analysis was/will be performed 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Most Recently Used - 

(3) Total Cost (c) = (a) ♦ (b) or (d) -f (e) : 

(a) Production of Plans and Specifications 

(b) All Other Design Costs 

(c) Total 

(d) Contract 

(e) In-house 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 


lO-MAY-09 

YES 

15% 

lO-JAN-10 

15-SEP-lO 

YES 


($ 000 ) 

1,656 

828 

2.484 

2,084 

400 

11 JAN 

11 MAR 

13 MAR 


* Indicates completion of Project Definition with Parametric Cost Estimate 
which is comparable to traditional 35% design to ensure valid scope, 
cost and executability. 

b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 

PROCURING 

APPROPRIATION 

FISCAL YEAR 
APPROPRIATED 

OR REQUESTED 

COST 

($000) 

COMMUNICATIONS EQUIPMENT 

3080 

2012 

2,000 

FURNISHINGS 

3400 

2012 

4,000 
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1. COMPONENT 
AIR FORCE 


3. INSTALLATION AND LOCATION 
DOVER AIR FORCE BASE 
DELAWARE 


PERMANENT 


FY 2011 MILITARY CONSTRUCTION PROGRAM 


4. COMMAND: 

AIR MOBILITY COMMAND 


5. AREA CONST 
COST INDEX 
1.03 


SUPPORTED 



7. INVENTORY DATA (SOOO) 

a. Total Acreage: 3,400 

b. Inventory Total as of : (30 Sep 09) 

c. Authorization Not Yet in Inventory: 

d. Authorization Requested in this Program: 

e. Planned in Next Four Years Program: 

f. Remaining Deficiency: 

g. Grand Total: 


a. PROJECTS REQUESTED IN THIS PROGRAM; 
CATEGORY 

CODE PROJECT TITLE 

171-618 C-5M/C-17 MaIntTrng Fac Ph 2 


TOTAL 


5,451 

5,347 


1.353,020 

149,000 

3,200 

28,000 


COST DESIGN STATUS 
SCOPE $.000 START CMPL 

731 SM 3,200 Aug 09 Jul 10 


9a. Future Projects; Typical Planned Next Three Years; 
211-111 Maintenance Hangar, Phase 1 


6,250 SM 
Total 


9b. Real Property Maintenance Backlog This Installation 


10, Mission or Major Functions; An airlift wing with one C-5 squadron, one C-17 squadron; and an AFRC Associate C-£ 
airlift wing. 


1 1 . Outstanding pollution and Safety (OSHA) Deficiencies: 

a. Air pollution 0 

b. Water Pollution 0 


c. Occupational Safety and Health 

d. Other Environmental 
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3. INSTALLATION AND LOCATION 


4. PROJECT TITLE 

DOVER AIR FORCE BASE 

DELAWARE 


C-5M/C-17 MAINTENANCE TRAINING 

FACILITY, PH 2 

5 . PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. PROJECT NUMBER 

8. PROJECT COST (SOOO) 

41119 

171-618 

PJXT113001 

3,200 


9. COST ESTIMATES i 


1. COMPONENT 
AIR FORCE 


py 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


2. DATE 


ITEM 


PRIMARY FACILITIES 

MAINTENANCE TRAINING DEVICE FACILITY 
ANTITBRRORISM FORCE PROTECTION 
SDO & BP ACT 2005 
SUPPORTING FACILITIES 
UTILITIES 
PAVEMENTS 
SITE IMPROVEMENTS 
COMMUNICATION SUPPORT 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD 
TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 

EQUIPMENT PROM OTHER APPROPRIATIONS (NON-ADD) 


(5.7%) 


U/M 


QUANTITY 


UNIT 

COST 


COST 

($ 000 ) 


2,434 
( 2,362 ) 

( 24 ) 

( 43 ) 

472 
( 65) 

( 325) 

( 57) 

( 25) 
2,306 
145 


3,051 

174 


3,225 
3,200 
< 300.0 ) 


1 10. Description of Proposed Construction: Single story facility with two high 
bays, instructional area, office space, and workspace. Facility to include 
reinforced concrete foundation and floor elab, masonry exterior walls, metal sloped 
iroof, structural framing, fire protection suppression system, electrical, 
mechanical, and appurtenances. This project will comply with DoD antiterrorism 
force protection requirements per unified facilities criteria. 


11. Requirement: 1532 SM Adequate: 801 SM Substandard: 0 SM 
PROJECT: C-5M/C-17 Maintenance Training Facility Phase 2. (New Mission) 

REQUIREMENT: A Maintenance Training Facility is required to support new 

Maintenance Training Devices (MTD) , The MTD provides tools and classrooms to 
furnish specialized hands-on instruction for C-17 engine maintenance. This 
facility la essential for initial efficiency maintenance qualification training, 
skill level upgrade training, proficiency training, and system 

development/augmentation upgrade training. This on-site training facility is 
essential to provide these initial and on-going training methods and procedures 
that otherwise not be available through other training avenues. Facility includes 
maintenance training device bays, training, briefing/debriefing rooms, and 
administrative offices. This facility will accommodate students, instructors, 
maintenance support, and administrative personnel. Force protection measures will 
comply with minimum DOD standards. 

CURRENT SITUATION: Dover AFB does not have a MTD facility. There is no unoccupied 
facility on base that could be renovated to accomplish this mission. Construction 
of a new MTD facility is essential to support the C-17 beddown. 

IMPACT IF NOT PROVIDED: Without training devices in place, maintenance training 
need to be accomplished on assigned operational aircraft. Both maintenance 
and flying training will be hindered due to lack of adequate training time. The 
safe operation of the C-17 aircraft will not be acc omplished without providing a 
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1 . COMPONENT 

AIR FORCE 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

(computer generated) 


3. INSTALLATION AND LOCATION 
DOVER AIR FORCE BASE, DELAWARE 


4. PROJECT TITLE 

C-5M/C-17 MAINTENANCE TRAINING 
FACILITY, PH 2 


6. CATEGORY CODE 

7. 

PROJECT NUMBER 

171-618 


PJXT113001 


required MTD facility. Training at another location will incur additional TDY 
costs and a negative impact on maintenance due to maintainers being in transit for 
training. 

ADDITIONAL; This project is Phase 2 of two phases to provide a maintenance 
training device facility for Dover APB. This project meets the scope/criteria 
specified in Air Force Handbook 32-1084, "Facility Requirements." An analysis of 
reasonable options for satisfying this requirement indicates that only one option 
will meet mission needs. Therefore, a complete economic analysis was not 
performed. A certificate of exception has been prepared. Sustainable principles, 
to include life cycle cost-effective practices, will be integrated into the design 
development, and construction project in accordance with Executive Order 13423 , 1 
use 2802 (c) , and other applicable laws and Executive Orders. Base Civil Engineer: 
Lt Col Thomas Davison, (302) 677-6768. Maintenance Training Device Facility: 731 
SM => 2,4 64 SF. 

JOINT USE CERTIFICATION: This facility can be used by other components on an "as 
available" basis; however, the scope of the project is based on Air Force 
requirements . 
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1. COMPONENT 

i 

PY 2011 MILITARY CONSTRUCTION PROJECT DATA 

2. DATE 

AIR FORCE 

(computer generated) 



5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

41119 

171-613 


FJXT113001 

3,200 


3. INSTALLATION AND LOCATION 
DOVER AIR FORCE BASE, DELAWARE 


4. PROJECT TITLE 

C-5M/C-17 MAINTENANCE TRAINING 
FACILITY, PH 2 


12. SUPPLEMENTAL DATA; 

a. Estimated Design Data: 

(1) Status: 

(a) Date Design Started 

Parametric Cost Estimates used to develop costs 
Percent Complete as of 01 JAN 2010 

(d) Date 35% Designed 

(e) Date Design Complete 

Energy Study/Life-Cycle analysis was/will be performed 


(b) 

(c) 


(f) 


(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Moat Recently Used - 

(3) Total Coat (c) = (a) + (b) or (d) + (e) : 

(a) Production of Plans and Specifications 

(b) All Other Design Costa 

(c) Total 

(d) Contract 
(e> In-house 


21 -AUG- 09 
YES 
35% 
15-JAN-lO 
30-SEP-10 
YES 


($ 000 ) 

192 

96 

288 

240 

48 

11 FEB 

11 MAR 

12 MAR 


(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 

* Indicates completion o£ Project Definition with Parametric Cost Estimate 
which is comparable to traditional 35% design to ensure valid scope, 
cost and executed^ility . 

b. E<iulpment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 
FURNITURE FIXTURE EQUIPMENT 
BRIDGE CRANE 



FISCAL YEAR 

COST 

PROCURING 

APPROPRIATED 

APPROPRIAT ION 

OR REQUESTED 

($000) 

3400 

2012 

75 

3080 

2011 

225 
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1. COMPONENT 
AIR FORCE 


NSTALLATION AND LOCATION 
BOLLING AIR FORCE BASE 
WASHINGTON, DC 


PERMANENT 


FY 2011 MILITARY CONSTRUCTION PROGRAM 


COMMAND: 

AIR FORCE DISTRICT 
OF WASHINGTON 


STUDENTS 


5. AREA CONST 
COST INDEX 



324 

323 


7. INVENTORY DATA ($000) 

Total Acreage: 607 

inventory Total as of : (30 Sep 09) 488,970 

Authorization Not Yet in Inventory: 10,296 

Authorization Requested in this Program: 13,200 

Planned in Next Four Year Program: 8,837 

Remaining Deficiency: 24,000 

Grand Total: 


8. PROJECTS REQUESTED IN THIS PROGRAM: (FY2011) 

CATEGORY COST DESIGN STATUS 

CODE PROJECT TITLE SCOPE $.000 START _CMPL 

141-461 Joint Air Defense Operations Center 2,100 SM 13,200 Jun-09 Sep-10 

Total 13,200 


9a. Future Projects: Typical Planned Next Four Years: 

171-158 Add/Alter Band Bldg 2 1,860 SM 8,837 

Total 8,837 


9b. REAL PROPERTY MAINTENANCE BACKLOG THIS INSTALLATION 49 


10. MISSION OR MAJOR FUNCTIONS:Organi 2 es, trains, equips, and deploys expeditionary combat forces 
for the AEF, Provides comprehensive wartime base operating support to all AF personnel in the National 
Capital Region, as well as MAJCOM-level, programming and comptroller support, and UCMJ authority for 
Headquarters AF (HAF) and AF elements worldwide. Produces ceremonial and musical effects worldwide to 
boost troop moral, improve community relations, bolster recruiting support, and represent the AF for CSAF , 
HAF, Joint Staff, and OSD. 


1 1 . OUTSTANDING POLLUTION AND SAFETY (OSHA DEFICIENCIES): 


a. Air pollution 0 

b. Water Pollution 0 

c. Occupational Safety and Health 0 


(FY2011) 

COST 

DESIGN 

SCOPE 

$.000 

START 

2,100 SM 

13,200 

Jun-09 

Total 

13,200 


1,860 SM 

8,837 


Total 

8,837 



d. Other Environmental 
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1. COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3 . INSTALLATION AND LOCATION 
BOLLING AIR FORCE BASE, DISTRICT OP 


4. PROJECT TITLE 

JOINT AIR DEFENSE OPERATIONS CENTER 


5 . PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

141-461 


BXUR105000 

13,200 


COST ESTIMATES 


ITEM 


U/M QUANTITY 


PRIMARY FACILITIES 
JOINT AIR DEFENSE OPERATIONS CENTER 
RAISED PLOOR/BQUIPHBNT COOLING 
RELOCATE ANTENNAE 
SDD & BPACT OS 

ANTITERRORISK/PORCE PROTECTION 
SUPPORTING FACILITIES 
UTILITIES 
PAVEMENTS 
SITE IMPROVEMENTS 
COMMUNICATIONS 
SECURITY FENCING 
RELOCATE GENERATOR 

DEMO EXISTING FENCING/ RESURFACE PARKING LOT 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD (5.7%) 

TOTAL REQUEST 

TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 


UNIT 

COST 


COST 

($000) 


8,538 
( 7,934 ) 

( 217 ) 

( 150 ) 

( 158 } 

( 79 ) 

3,356 
( 515) 

( 310) 

( 275 ) 

( 1,880) 
( 250 ) 
( 50) 

( 76) 
11,894 
595 


12,488 

712 


13,200 
13,200 
( 2,800.0 ) 


10. Description of Proposed Constructions Tvro-story facility with reinforced 
concrete foundation, floor slab, steel framing, masonry exterior walls, standing 
seam metal roof, fire detection/protection, utilities, pavements, site 
improvements, landscaping, communication support, security fencing, relocation of a 
generator and all other necessary support. This project will comply with 
antiterrorism/ force protection requirements identified in DoD Unified Facilities 
Criteria. 

Air Conditioning: 125 Tons 


11. Requirement: 5864 SM Adequate; 0 SM Substandard: 1072 SM 
PROJECT: Joint Air Defense Operations Center (JADOC) . (New Mission) 

REQUIREMENT: In October 2003, the Secretary of Defense directed the stand-up of 

the National Capital Region Integrated Air Defense (NCR-IAD) . Under NORAD, JADOC 
defends the National Capital Region and national civilian leadership through the 
integrated employment of AF alert aircraft, weapons -quality radar, ground-based air 
defense systems, visual warning equipment, and multi-level C4I. The stand-up was 
directed via an EXORD using deployed AEP and Army National Guard TDY manning. 

JADOC was later designated an enduring mission. In December 2006, AF/CV directed 
JADOC normalization through a permanent AP unit. ACC/A3Y is working to stand-up 
this unit to support the operation. This action is listed within the SATAF process 
as PPlan 07-21 and requires a permanent facility including adequate space for the 
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1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 

BOLLING AIR FORCE BASE, DISTRICT OP 
COLUMBIA 


4. PROJECT TITLE 

JOINT AIR DEFENSE OPERATIONS CENTER 


5. PROGRAM ELEMENT 
27576 


6. CATEGORY CODE !?. PROJECT NUMBER I 8. PROJECT COST ($000) 


BXUR105000 


13,200 


operations center, administrative offices, SCIPs, training and briefing rooms, a 
loading doc)c and storage, maintenance bench space supporting 30 NCR satellite 
locations, a computer/equipment room large enough to accommodate secure and 
‘unsecured C4I systems. 

CURRENT SITUATION: JADOC operates 24/7/365 from 17 connected or co-located 
temporary facilities (trailers) . The temporary facilities do not provide adequate 
security or force protection/antiterrorism measures. They are grossly undersized 
and the limited space is not configured in a manner for efficient operations. 
Further, the lack of adequate support space forces JADOC to house mission-essential 
spares in ad-hoc, minimally-secured storage units (CONEX boxes) dispersed 
throughout the NCR. Satellite site personnel (approximately 200) lack office and 
training space to conduct daily business, forcing them to work out of rental 
vehicles and apartments. The temporary nature of the facilities causes 
environmental and rodent problems. Rodents have chewed through wires taking down 
the fire alarm system as well as the security alarm system leaving this PL-3 unit 
xinsecured and at risk. Repairs/rewtring are a recurring cost. Additional f'unds 
are spent to maintain and repair these temporary facilities. Roof leaks have 
required repair and plumbing had to be re-done because the sewer system did not 
have the required elevations leading to backed-up toilets. 

IMPACT IP NOT PROVIDED: Continuing at-risk use of temporary facilities that do not 
meet mission requirments, personnel support, standard facility or security 
requirements for a PL-3 asset. Operations will remain inefficient while attempting 
to coordinate mission efforts through 17 trailers. Continued threat of losing 
alarm systems and the power to run a zero fail mission protecting critical 
national/governmental infrastructures. Failxire places the Capital region at risk. 
ADDITIONAL: This project meets the criteria/scope specified in the Air Force 

Handbook 32-1084, "Facility Requirements". An analysis of reasonable options for 
accomplishing this project (status quo, renovation, upgrade/removal, new 
construction) was done. It indicates there is only one option that will meet 
operational requirements; new construction. A certificate of exception has been 
prepared. Sustainable principles, to include Life Cycle cost-effective practices, 
will bo integrated into the design, development and construction of the project in 
accordance with Executive Order 13423, 10 USC 2802 (c) and other applicale laws and 
Executive orders. This is phase I of two phased requirement, each phase is 
independently complete and usable. Base Civil Engineer: Lt Col Gregory McClure, 
202-767-5565, Joint Air Defense Operations Center: 2,100 SM = 22,596 SP. 

JOINT USE CERTIFICATION: This facility is programmed for joint use with Army; 
however, it is fully funded by the Air Force. 
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5 . PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST (SOOO) 

27576 

141-461 


BXUR105000 

13,200 


1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3 . INSTALLATION AND LOCATION 

BOLLING AIR FORCE BASE, DISTRICT OP COLUMBIA 


4. PROJECT TITLE 

JOINT AIR DEFENSE OPERATIONS CENTER 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Status: 

(a) Date Design Started 

(b) Parametric Cost Estimates used to develop costa 

* (c) Percent Complete as of 01 JAM 2010 

* (d) Date 35% Designed 

(e) Date Design Complete 

(f) Energy Study/Life-Cycle analysis was/will be performed 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Most Recently Used - 

(3) Total Cost (c> » (a) + (b) or (d) + (e) : 

(a) Production of Plans and Specifications 

(b) All Other Design Costs 

(c) Total 

(d) Contract 

(e) In-house 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 


15-JUN-09 
YES 
15% 
30- JAN-10 
30-SEP-10 
YES 


($ 000 ) 

792 

396 

1,188 

792 

396 

11 FEB 

11 MAR 

12 SEP 


• Indicates completion of Project Definition with Parametric Cost Estimate 
which is comparable to traditional 35% design to ensure valid scope, 
cost and executability . 

b. Equipment associated with this project provided from other appropriations; 


EQUIPMENT NOMENCLATURE 
COMMUNICATIONS EQUIPMENT 
FURNISHINGS 



FISCAL YEAR 

COST 

PROCURING 

APPROPRIATED 

APPROPRIATION 

OR REQUESTED 

($000) 

3080 

2011 

2,200 

3400 

2011 

600 
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1. COMPONENT 
AIR FORCE 


FY2011 MILITARY CONSTRUCTION PROGRAM 


2. DATE 


3. INSTALLATION AND LOCATION 
EGLIN AIR FORCE BASE 
FLORIDA 


4. COMMAND; 

lAfR FORCE MATERIEL 

COMMAND 


5. AREA CONST 
COST INDEX 
0.94 


6. Personnel 

PERMANENT 

STUDENTS 

su 

PPORTED 


Strength 

OFF 

ENL 

CIV 

OFF 

ENL 

CIV 

OFF 

ENL 

CIV 

TOTAL 

AS OF 30 SEP 09 

726 

2,776 

3,156 

0 

0 

0 

502 

2,552 

434 

10,146 

END FY 2015 

726 

2,560 

3,300 

0 

0 

0 

563 

2,931 

447 

10,527 


7. INVENTORY DATA ($000) 

Total Acreage: 463,452 

Inventory Total as of : (30 Sep 09) 
[Authorization Not Yet in inventory: 
[Authorization Requested in this Program: 
Planned in Next Four Years Program: 
Remaining Deficiency: 

Grand Total: 


3,657,509 
177,050 
1 1 ,400 
94,300 
210,450; 


4,150.709 


8. PROJECTS REQUESTED IN THIS PROGRAM: 
CATEGORY 

CODE PROJECT TITLE 

[21 1-1 79 F-35 Fuel Cell Maintenance Hangar 


(FY 2011) 

COST DESIGN STATUS 
SCOPE S.QOQ START CMPL 

2.265 SM 11,400 DESIGN-BUILD 
Total 11,400 


9a. Future Projects: typical Planned Next Four Years; 


218-868 

Regional PMEL Facility 

2.537 

SM 

14,600 

130-142 

Flightline Fire Station 

3,155 

SM 

16,500 

742-674 

Fitness Center 

13.303 

SM 

51,000 

721-312 

Dormitory (96 RM) 

3,168 

Total 

SM 

12,200 

94,300 

|9b. Real Propery Maintenance Backlog This Installation: ($M) 





116 


10. Mission or Major Functions: Eglin's primary function is to support research, development, test and evaluation 
(RDT&E) of conventional weapons and electronic systems. It also provides support for individual and joint training 
of operational units, Eglin AFB is home to the Air Armament Center (AAC), a unit of the Air Force Material 
Command, It supports approximately 25 associate units, including: 33rd Fighter Wing, Air Combat Command, 53rd 
Wing, Air Combat Command, U.S, Air Force Special Operations Command (Hurlburt Field) and 16th Special 
Operations Wing (SOW). 919th SOW, U.S. Air Force Reserve (Duke Field). 20th Space Surveillance, U.S. Air 
Force Space Command, 6th Ranger Training Battalion. U.S. Army (Ranger School), U.S. Navy (Naval Explosive 
Ordnance Disposal School and Choctaw Field), Alabama Army National Guard, and the Federal Bureau of 
Investigation. 


1 1 . Outstanding pollution and Safety (OSHA Deficiencies: 


a. Air pollution 

b. Water Pollution 

c. Occupational Safety and Health 

d. Other Environmental 
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1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
{computer generated) 


3 . INSTALLATION AND LOCATION 
EGLIN AIR FORCE BASE, FLORIDA 


4. PROJECT TITLE 

P-35 FUEL CELL MAINTENANCE HANGAR 


S. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. PROJECT NUMBER I 

B. PROJECT COST ($000) 

27142 

211-179 

PTPA073908 

11,400 


9 . COST ESTIMATES 


PRIMARY FACILITIES 
HAIMTBNAMCB DOCK 

AIRCRAFT MAINTENANCE ORGANIZATIONAL SHOP 
ANTITERRORISM/PORCB PROTECTION 
SDD & EP ACT 05 
SUPPORTING FACILITIES 
SITE IMPROVEMENTS 
PAVEMENTS 
UTILITIES 

FACILITY DEMOLITION 
ENVIRONMENTAL REMEDIATION 
COMMUNICATIONS 


(5.7%) 
(4.0% OF SUBTOTAL) 


10,451 

596 

398 


SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD 
DBSIGN/BUILD - DESIGN COST 
TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 

EQUIPMENT PROM OTHER APPROPRIATIONS (NON-ADD) 

10. Description of Proposed Construction: Multi-story/high-bay sprinkler equipped 
facility consisting of a concrete foxmdation, split-faced concrete block (metal 
ribbed wall panels over S foot split-faced base on hangar side) over a steel frame 
and sloped standing seam metal roof. Facility includes administrative space and 
hangar space consisting of appropriate environmental controls to perform fuel cell 
maintenance on four fighter aircraft simultaneously. Project requires the 
demolition of one building (1,747 SM) . Project complies with DoD anti- 
terrorism/force protection requirements per the Unified Facilities Criteria. 

Air Conditioning: 100 Tons 


U/M QUANTITY 


1,550 

715 


1,747 


UNIT 

COST 


3,260 

2,599 


COST 

($ 000 ) 


7,123 
( 5,053 ) 
( 1,858 ) 
( 71 ) 
{ 141 ) 
2,830 
( 300 ) 
( 540 ) 
( 748 ) 

( 524 ) 
{ 500 ) 
{ 218 ) 


9,953 

498 


11,445 
11,400 ) 
( 1,000 


11. Requirement: 22S5 SM Adequate: 0 SM Substandard; 1747 SM 
PROJECT ; P-35 Fuel Cell Maintenance Hangar. (New Mission) 

RBQUIPRMENT : A facility capable of performing fuel cell maintenance on the F-3S 


Joint Strike Fighter is neccessary per Air Force Occupational, Safety and Health 
Standards as well as Maintenance Technical Orders. The sortie rate and frequency 
of maintenance events drives the requirement of a three-bay facility once Eglin AFB 
reaches its capacity of F-35s. 

CURRENT SITUATION; The current ACC 33 FW Fuel Systems Maintenance Dock is building 
1339. It currently has no fire suppression system and the facility is five decades 
old. Applicable instructions and criteria dictate that new mission beddown must 
not utilize facilities that are without appropriate fire suppression. 

IMPACT IF NOT PROVIDED: Without this project being executed in 2011, the P-35 
b eddown at Eglin cannot be effectively and efficiently implemented. Work arounds 
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1. COMPONENT 

AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

(computer generated) 

2 . DATE 

3. INSTALLATION AND LOCATION 

EGLIN AIR FORCE BASE, FLORIDA 


4. PROJECT TITLE 

P-35 FUEL CELL MAINTENANCE 

HANGAR 

5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. PROJECT NUMBER 

B. PROJECT COST ($000) 

27142 


211-179 

FTFA07390B 

11,400 

would not allow maintneneuice personnel 

to keep 

fuel cell inspections and 



maintenance on achedule and susbeequently result in aircraft that are not fully 
mission capable. 

ADDITI ONAL; The criteria/scope for this project is contained in AFH 32-1084, 


Facility Requirements and the Joint Strike Fighter Facility Requirements Document 
developed by the Lockheed Martin Aeronautics Company and amended to reflect needs 
validated in the SATAF process. A preliminary analysis of reasonable options was 
accomplished comparing alternatives of status quo, renovation, addition/alteration, 
and new construction. It indicates the only option that will meet operational 
requirements is new construction. Because of this, a full economic analysis was 
not performed. A certificate of exception was prepared. Sustainable principles, to 
include Life Cycle cost-effective practices, will be integrated into the design, 
development, and construction of the project in accordance with Executive Order 
13423, 10 use 2802 (c) , and other applicable laws and Executive Orders. Base Civil 
Engineer: Col. David Maharrey Jr, 850-882-2876 (ext. 200). Fuel Systems Maintenance 
Dock; 1,550 SM « 16,678 SF; Aircraft Maintenance Shop; 715 SM = 7,693 SF. 

JOINT USB CERTIFICATION; This facility can be used by other components on an “as 


available*' basis; however, the scope of the project is based on Air Force 
requirements . 
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TT^MPONENT FY 2011 MILITARY CONSTRUCTION I 

AIRFORCE I 

rNSTALLATtON AND LOCATt^^ ICOMMANO; 

HURLBURT FIELD AIR FORCE S 

FLORIDA OPERATIONS 

6. Personnel PERMANENT STUDEN 

Strength OFF I ENL | C1V~ OFF | ENl 

AS OF 30 Sep 09 1 .250 5,304 784 0 

END FY 2015 | 1,2591 5,332| 783| q| 

7. INVENTORY DATA ($000) 

a. Total Acreage: 6,634 

b. Inventory Total as of : (30 Sep 09) 

c. Authorization Not Yet in Inventory: 

d. Authorization Requested in this Program: 

e. Planned in Next Four Year Program: 

f. Remaining Deficiency: 

g. Grand Total: 

8. PROJECTS REQUESTED IN THIS PROGRAM; (FY2011) 

CATEGORY 

CODE PROJECT TITLE 

141-454 ADAL Special Operations School Facility 

724-417 Add to Visiting Quarters 

442-758 Base Logistics Facility 


PERMANENT 
OFF I ENL I 
1,250 5,304" 

1 ,259 5,332 


COMMAND: 

AIR FORCE SPECIAL 
OPERATIONS COMMAND 

STUDENTS T 

CIV OFF I ENL I civ 
784 0 0 0 ‘ 

783 0 0 0 


9a. FUTURE PROJECTS: Typical Planned Next Four Years: 
730-441 Professional Development and Ed Cntr 

141-454 AF Oper Erer Simul & Trng Cntr 

610-121 Vehicle Ops Admin Facility 

851-147 Realign Independence Road 


\M 2. DATE 

I JUL 2009 
Is. AREA CONST 
COST INDEX 


SUPPORTED 
OFF I ENLT 


ENL 

CIV 

784 

100 

784 

100 


8.3951 


936,711 

58,837 

34,670 

27,953 

126,850 

1,185,021 


COST DESIGN STATUS 


SCOPE 


$.000 

START 

CMPL 

1,845 

SM 

6,170 

Mar 09 

Sep 10 

1,200 

SM 

4,500 

May 09 

Sep 10 

14.405 

SM 

24,000 

Feb 09 

Sep 10 

Total 


34,670 



1,560 

SM 

7,550 



2,625 

SM 

10,400 



1,687 

SM 

6,500 



2,286 

LM 

3,503 



Total 


27.953 




9b. Real Propery Maintenance Backlog This Installation: ($M) 11 2 

10. MISSION OR MAJOR FUNCTIONS: Headquarters Air Force Special Operations Command: a Special Operations 
Wing (SOW) with AC-130, MC-130, MH-53, CV-22, Non-Standard Aviation (NSA), and Aviation Foreign Affairs Special 
Operations Squadrons (SOS); Air Force Special Operations School; a Special Tactics Group (STG); Air Force 
Command and Control T raining & Innovation Group; a RED HORSE squadron; and the Air Force Combat Weather 

Center. 

1 1 ■ OUTSTANDING POLLUTION AND SAFETY (OSHA)DEFICIENCIES: 

a. Air pollution 0 

b. Water Pollution 0 

c. Occupational Safety and Health 0 

•d. Other Environmental 0 
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5. PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

141-454 


FTBV023013 

6,170 


1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(con^utar generated) 


2. DATE 


3. INSTALLATION AND LOCATION 
HDRLBURT FIELD, FLORIDA 


4 . PROJECT TITLE 

ADAL SPECIAL OPERATIONS SCHOOL 
FACILITY 


9 . COST ESTIMATES 


ITEM 


U/M 


PRIMARY FACILITY 
ADD TO AP SOS FACILITY 
ALTER EXISTING AF SOS FACILITY 
ANTITBRRORISM/FORCB PROTECTION 
SDD & BPACTOS 
SUPPORTING FACILITIES 
UTILITIES 
PAVEMENTS 

COMMUNICATION SYSTEM 
SITE IMPROVEMENTS 
ELEVATOR 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD 

TOTAL REQUEST 

TOTAL RBQOTST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 


(5.7%) 


QUANTITY 


UNIT 

COST 


2,250 


COST 

($ 000 ) 


4,563 
( 4,151) 

( 280 ) 
( 44 ) 

( 88 ) 
997 

( 197 ) 

( 290 ) 

{ 190) 
{ 120 ) 
( 200 ) 
5,560 
278 


5,838 

333 


6,171 
6,170 
( 550.0 ) 


10. Description of Proposed Construction: Concrete foundation and floor slab, 
masonry walls and sloped metal roof. Construction includes structural 
reinforcement of exterior walls, fully insulated glass windows, utilities, parking 
and all other necessary support. The project will comply with antiterrorism/force 
protection requirements per the Unified Facilities Criteria. 

Air Conditioning: 85 Tons 


11. Requirement: 13243 SM Adequate: 11398 SM Substandard: 0 SM 
PROJECT: ADAL Special Operations School (SOS) Facility. (Current Mission) 

REQUIREMENT: This project is required to provide a properly configured addition to 
the Air Force SOS building to meet the growth of 50 additional personnel to the 
faculty and training center staff. It will also provide additional student 
classroom space to conduct training. This is due to increased demand for SOS 
courses and academic programs, as well as the development of specific educational 
courses to combat terrorism. This addition will house the command suite, 
administrative office space, academic office space, and secure seminar- styled 
classrooms and workspaces for the AP SOS. 

CURRENT SITUATION: The school currently trains 6,500 military and civilian 
personnel annually (including other DoD services, agencies, and allied support 
personnel). The existing building is inadequate for the expanded faculty, staff 
and student body of the AP SOS programs. With the increased demand of training 
required for Air Force personnel and other Services, the staff has outgrown the 
current facility. Demand for courses and academic programs has steadily increased 
since 9-11, Additionally, the development of new courses and training requirements 
relating to Command and Control, Psychological Operations, and Space Operations has 
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1. COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3 . INSTALLATION AND LOCATION 
HURLBURT FIELD, FLORIDA 


4. PROJECT TITLE 

ADAL SPECIAL OPERATIONS SCHOOL 
FACILITY 


5 . PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

141-454 


PTEV023013 

6,170 


increased the need for secure, seminar -styled classrooms and workspaces. There are 
no facilities on base that could be improved or converted to meet this increased 
demand . 

IMPACT IF NOT PROVIDED: Lack of adequate administrative and secure academic space 
will adversely impact the mission of the school. Without the facility the 
personnel will not receive the training skills needed to deploy to remote locations 
and conduct team operations in a joint environment with other US agencies and other 
nations' forces. Without this addition, the school will continue to use inadequate 
and overcrowded temporary structures to support faculty and staff and more will be 
required in the future. Planned course expansion and SOF sxibject improvements, 
primarily for courses requiring Secure Compartmented Information Fcility (SCIF) 
classrooms, will be delayed. This shortfall in critical education availability will 
degrade capability and limit the ability to adjust to new global threats and 
evolving missions supporting the Global War on Terrorism. 

ADDITIONAL: This project meets the criteria/scope specified in Air Force Handbook 

32-1084, "Facility Requirements." All )cnown alternative options were considered 
during the development of this project. Mo other option could meet the mission 
requirement; therefore, no economic analysis was needed or performed. A certificate 
of exemption has been prepared. Sustainable principles, to include life cycle 
cost-effective practices, will be integrated into the design, development, and 
construction of the project in accordance with Executive Order 13423, 10 USC 2802 
(c) and other applicable laws and Executive Orders. Base Civil Engineer: Maj Eric 
R Sosa, 850/884-7702. Special Operations: 1845 SM = 19,850 SF. 

JOINT USE CERTIFICATION: This facility can be used by other components on an "as 
available" basis; however, the scope of the project is based on Air Force 
requirements . 
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1 . COMPONENT 

AIR FORCE 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 

2. DATE 

3. INSTALLATI 

HURLBURT FIEL 

ON AND LOCATION 

D, FLORIDA 

4. PROJECT TITLE 

ADAL SPECIAL OPERATIONS SCHOOL 

FACILITY 

5. PROGRAM ELEMENT 

27576 

6. CATEGORY CODE 

141-454 

7 . PROJECT NUMBER 

FTEV023013 

8. PROJECT COST ($000) 

6,170 




12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Status: 

(a) Date Design Started 

(b) Parametric Cost Estimates used to develop costs 

* (c) Percent Complete as of 01 JAN 2010 

* (d) Date 35% Designed 

(e) Date Design Complete 

(f) Energy Study/Life-Cycle analysis was/will be performed 


18-HAS-09 

YES 

15% 

15-JAN-lO 

30-SSP-10 

YES 


(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Most Recently Used - 

(3) Total Cost (c) » (a) + (b) or (d) + (e) : 

(a) Production of Plans and Specifications 
{b} All Other Design Coats 

(c) Total 

(d) Contract 

(e) In-house 

(4) Construction Contract Award 

(5) Construction Start 

(S) Construction Completion 

* Indicates completion of Project Definition with Parametric Cost Estimate 
which is comparable to traditional 35% design to ensure valid scope, 
cost and executed?ility. 


b. Equipment associated with this project provided from other appropriations: 


($ 000 ) 

370 

185 

555 

463 

92 

11 FEB 

11 MAR 

12 JUL 


EQUIPMENT NOMENCLATURE 

PROCURING 

APPROPRIATION 

FISCAL YEAR 
APPROPRIATED 

OR REQUESTED 

COST 

($000) 

SYSTEM FURNITURE 

3400 

2012 

450 

COMMUNICATIONS EQUIPMENTS 

3400 

2012 

100 
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1. COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3 . INSTALLATION AND LOCATION 
HURLBURT FIELD, FLORIDA 


4. PROJECT TITLE 

ADD TO VISITING QUARTERS (24 RM} 


5. PROGRAM ELEMENT 
27576 


6. CATEGORY CODE 
724-417 


7. PROJECT NUMBER 
PTEV023010 


8. PROJECT COST ($000) 
4,500 


9 . COST ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

($000) 

PRIMARY FACILITY 




3,360 

VQ ADDITION (24 ROOMS) 

SM 

1,200 

2,743 : 

( 3,292 ) 

AMTITBRRORISM/PORCB PROTBCTION 

LS 



. ( 12 ) 

SDD & BP ACT 05 

SM 

1, 200 

47 

( 56 ) 

SUPPORTING FACILITIES 




695 

UTILITIES 

LS 



( 275 ) 

PAVEMENTS 

LS 



( 220 ) 

SITE IMPROVEMENTS 

LS 



( 150) 

COMMUNICATION SYSTEM 

LS 



( 50) 

SUBTOTAL 




4,055 

CONTINGENCY (5.0%) 




203 

TOTAL CONTRACT COST 




4,258 

SUPERVISION, INSPECTION AMD OVERHEAD (5.7%) 




243 

TOTAL REQUEST 




4,500 

TOTAL REQUEST (ROUNDED) 




4,500 

EQUIPMENT PROM OTHER APPROPRIATIONS (NON-ADO) 




( 182.0 ) 


10. Description of Proposed Construction: Concrete foxindation and floor slab, 
masonry walls and sloped metal roof. Rooms to have combination living/bedroom with 
bath and support space for housekeeping equipment and storage. Includes utilities, 
parking and all other necessary support. Comply with DOD force protection 
requirements per unified facilities criteria. 


Air Conditioning: 29 Tone 

11. Requirement: 320 RM Adequate: 133 RM Substandard: 108 RM 


PROJECT: Construct an addition to Visiting Quarters (VQ) . (Current Mission). 

REQUIREMENT: This project is required to provide adequate living quarters to 

accommodate transient personnel at Hurlburt Field. A Needs Assessment Study 
completed in August 2003 determined that the requirement for on-base visiting 
quarters is 320 rooms per day. There are currently only 133 adequate rooms 
available. This project will increase the number of adequate rooms by adding 24 
rooms to an existing facility. This facility was originally configured to support 
an addition of this size. 

CURRENT SITUATION: Since 1998, the occupancy rate has consistently been 93%. 

During peak periods, the lack of adequate on-base quarters forces approximately 150 
persons per night to find lodging off-base. The availability and cost of off-base 
quarters fluctuates dramatically because of the local tourist based economy. On 
average, the cost for the base to support personnel in off-base contract quarters 
exceeds $1 million per year. Personnel deferred to contract quarters are forced to 
drive between 10-30 miles from the base. Depending on traffic conditions, travel 
time from these locations can take between 20-45 minutes. 

IMPACT IP NOT PROVIDED: Transient personnel will continue to be housed off-base at 
cost exceeding $1 million per year. Forced use of off-base quarters will have an 
adverse affect on training and mission rehearsal activities and will degrade 
Borale, productivity and career satisfaction of transient personnel. 
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1 . COMPONENT 
AIR FORCE 


3. INSTALLATION AND LOCATION 
HURLBURT FIELD, FLORIDA 
5. PROGRAM ELEMENT I € . CATE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA | 2. DATE 

(computer generated) 

CATION 4. PROJECT TITLE 

A ADD TO VISITING QUARTERS (24 RM) 

3 . CATEGORY CODE I 7 • PROJECT NUMBER I 8 7 PROJECT COST ($000) 


€. CATEGORY CODE 

7. 

PROJECT NUMBER 

724-417 


FTEV023010 


ADDITIONAL: This project meets the criteria/acope specified in and Air Force 

Handbook 32-1084, "Facility Requirements". A preliminary analysis of reasonable 
options (status quo, leasing, new construction) indicates there is only one option 
that will effectively meet the operational, statutory, and security criteria of 
functions required. Consequently, a full economic analysis was not performed. A 
Certificate of exception has been prepared. Sustainable principles, to include 
life cycle cost-effective practice, will be integrated into the design, 
development, and construction of the project in accordance with Executive Order 
13423, 10 use 2802 (c) and other applicable laws and Executive orders. Base Civil 
Engineer: Lt Col Stephen Loken; Phone 850-884-7701. Add to Visiting Quarters: 

1,200 SM a 12,916 SF, 

JOINT USE CERTIFICATION; This facility can be used by other components on an "as 
available" basis; however, the scope of the project is based on Air Force 
requirements . 
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1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
{computer generated) 


3 . INSTALLATION AND LOCATION 
HURLBURT FIELD, FLORIDA 


4 . PROJECT TITLE 

ADD TO VISITING QUARTERS (24 RM) 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NXniBER 

8. PROJECT COST ($000) 

2757$ 

724-417 


PTEV023010 

4,500 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Status: 

(a) Date Design Started 

<b) Parametric Cost Estimates used to develop coats 

* <c) Percent Complete as of 01 JAN 2010 

* (d) Date 35% Designed 
<e) Date Design Complete 

(f) Energy Study/Life-Cycle analysis was/will be performed 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Moat Recently Used - 

(3) Total Coat (c) = (a) + (b) or (d) + (e) : 

(a) Production of Plana and Specifications 

(b) All Other Design Costs 

(c) Total 

(d) Contract 

(e) In-houae 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 


13-MAY-09 

YES 

15% 

30-SEP-09 

30-SEP-10 

YES 


($ 000 ) 

270 

135 

405 

340 

£5 

11 FEB 
11 MAR 
11 DEC 


• Indicates completion of Project Definition with Parametric Cost Batimate 
which is comparable to traditional 35% design to ensure valid scope, 
cost and executability. 


b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 

PROCURING 

APPROPRIATION 

FISCAL YEAR 
APPROPRIATED 

OR REQUESTED 

COST 

($000) 

FURNITURE 

3400 

2011 

132 

COMMUNICATIONS EQUIPMENT 

3400 

2011 

50 
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1 . COMPONENT 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

2. DATE 

AIR FORCE 

(con^uter generated} 

1 — — , — 1 



3. INSTALLATION AND LOCATION 
HURLBURT FIELD, FLORIDA 


4. PROJECT TITLE 

BASE LOGISTICS FACILITY 


5. PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

442-758 


FTBV043016 

24,000 


9 . COST ESTIMATES 


ITEM 


PRIMARY FACILITY 
BASE LOGISTICS FACILITY 
ANTITERRORISM/FORCB PROTECTION 
SDO & BPACT 05 
SUPPORTING FACILITIES 
UTILITIES 

COMMUNICATION SYSTEM 

DEMOLITION 

ACCESS ROAD 

ELEVATORS 

PAVEMENTS 

SITE IMPROVBMBNTS/UNDERCUT/PILL 
WETLANDS REMEDIATION 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD 

TOTAL REQUEST 

TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 


(5.7%) 


U/M QUANTITY 


UNIT 

COST 


COST 

($000) 


17,998 
17,473 ) 
{ 175 ) 

( 350 ) 

3,665 
( 290 ) 

( 280 ) 

( 600) 

( 65) 

( ISO) 

( 800 ) 

( 850 ) 

( 600) 
21,663 
1,083 


22,746 

1,297 


24,043 
24,000 
( 5,400.0 ) 


10. Description of Proposed Construction: Concrete foxmdation and floor sleds, 
steel frame, masonry walls and curved metal roof. Includes utilities, pavements, 
site improvements including undercut and fill, wetlands remediation, demolition of 
one masonry building (11,673 SM) and all other necessary support. This project 
will comply with DoD antiterrorism/ force protection requirements per the Unified 
Facility Criteria. 

Air Conditionings 150 Tons 


11. Requirement ; 24279 SM Adequate: 3950 SM Substandard: 12543 SM 
PROJECT: Construct a Base Logistics Facility. (Current Mission) 

REQUIREMENT; Provide an adequate facility for storage of material, equipment, and 
mobility bags to support the Ist Special Operations Wing (SOW) and local associated 
organizations growth. Storage is also required for growth in critical aircraft 
systems' Mobility Readiness Spare Packages (MRSP) and spare parts. 

CURRENT SITUATION: Prom PY06-13, Hurlburt Field manpower and aircraft will 
increase by 15% and 23% respectively. The existing supply warehouse is over 50 
years old, has been added to twice, and is totally inadequate to support the 
constantly expanding mission of HQ APSOC and the 1 SOW. The ceiling height of the 
existing facility does not permit double stacking of shipping containers and 
pallets and greatly reduces the effective use of automated material handling 
equipment. Hurlburt Field is the site of three new Consolidated Repair Facilities 
.CRFs) that perform depot maintenance on avionics, engines/propellers, and 
isochronal inspections on all APSOC C-130 aircraft. CRFs will drive an additional 
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1. COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
HURLBURT FIELD, FLORIDA 


4. PROJECT TITLE 

BASE LOGISTICS FACILITY 


5. PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

442-758 


FTEV043016 

24,000 


30% increase in receipt, storage and delivery. This creates a severe shortage of 
space due to the requirement to receive, store, and deliver high value aircraft 
parts. Also, the long range plan includes expansion of the additional aircraft 
par)cing where Eason Hangar is located, and a replacement hangar would be 
constructed on the current site of the Base Logistics Facility. There are no other 
facilities on base that could be used or modified for this requirement. 

IMPACT IF NOT PROVIDED: Without this project, repairing mission essential aircraft 
will continue to be delayed due to inefficient and inadequate parts storage and 
movement. Storage will be insufficient to meet CRF requirements. The existing 
1957 facility will continue to deteriorate requiring increased maintenance funds. 
Productivity of personnel will be reduced, affecting support of the mission and 
degrading 1 SOW readiness. Aircraft parts and equipment valued at $15M will 
continue to be stored outdoors and sxibject to damage from Gulf Coast climatic 
conditions. Remote storage locations will require multiple handling and the 
inefficient use of forklifts, trucks and personnel. 

ADDITIONAL; This project meets the criteria/scope specified in Air Force Handbook 
32-1084, “Facility Requirements." A preliminary analysis of reasonable options to 
accomplish this project (status quo, renovation, upgrade/removal, new construction) 
was done. It indicates that there is only one option that will meet the 
operational requirement. A certificate of exception has been prepared. 

Sustainable principles, to include life cycle cost-effective practices, will be 
integrated into the design, development and construction of the project in 
accordance with Executive Order 13423, 10 USC 2802 (c) and other applicable laws 
and Executive Orders. Base Civil Engineer: Maj Eric R Sosa, 850-804-7702. Base 
Logistics Facility: 14,405 SM » 155,000 SP. 

JOINT USE CERTIFICATION: This facility can be used by other components on an “as 
available" basis; however, the scope of the project is based on Air Force 
requirements . 
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1. COMPONENT 

AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 

(computer generated) 

2. DATE 

3. INSTALLATION AND LOCATION 

4. PROJECT TITLE 


HURLBURT FIELD, FLORIDA 

BASE LOGISTICS FACILITY 


5. PROGRAM ELEMENT 

27576 

6 - CATEGORY CODE 

442-758 

7. PROJECT NUMBER 8. PROJECT COST ($000) 

PTEV043016 24,000 


12, SUPPLEMENTAL DATA: 

a. Betimated Design Data: 

(1) Status: 

(a) Date Design Started 

(b) Parametric Coat Bstimates used to develop costs 

• (c) Percent Complete as of 01 JAN 2010 

* (d) Date 35% Designed 

(e) Date Design Complete 

(f) Energy Study/Life-Cycle analysis was/will be performed 


13-FEB-09 

YES 

15% 

15-PEB-lO 

30-SEP-10 

YES 


(2) Basis: 

(a) Standard or Definitive Design - NO 

(b) Where Design Was Most Recently Used - 

(3) Total Cost (c) = (a) + (b) or (d) + (e) : ($000) 

(a) Production of Plans and Specifications 1,440 

(b) All Other Design Costs 720 

(c) Total 2,160 

(d) Contract 1,800 

(e) In-house 360 

(4) Construction Contract Award 11 

(5) Construction Start H WAR 

(6) Construction Completion 13 WAR 

* Indicates completion of Project Definition with Parametric Cost Estimate 
which is comparable to traditional 35% design to ensure valid scope, 
cost and executability. 


b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 
PREWIRED WORKSTATION 
COMMUNICATION EQUIPMENT 
MOTORIZED MATERIAL HANDLING EQ 


PROCURING 

FISCAL YEAR 
APPROPRIATED 

COST 

APPROPRIATION 

OR REQUESTED 

($000) 

3400 

2012 

200 

3400 

2012 

200 

3400 

2012 

5,000 
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1. COMPONENT 

AIR FORCE 

FY 2011 MILITARY CONSTRUCTION PROGRAM 

2. DATE 

INSTALLATION AND LOCATION 

PATRICK AIR FORCE BASE 

FLORIDA 

COMMAND: 

AIR FORCE SPACE 
COMMAND 

5. AREA CONST 

COST INDEX 

0.95 


PERMANENT 


i.-itll.MitE 


SUPPORTED 



2211 0 
2211 0 


7. INVENTORY DATA ($000) 

Total Acreage: 2,341 

Inventory Total as of : (30 Sep 09) 
Authorization Not Yet in Inventory: 
Authorization Requested in this Program; 
Planned in Next Four Years Program: 
Remaining Deficiency: 

Grand Total: 


8. PROJECTS REQUESTED IN THIS PROGRAM: 
CATEGORY 

CODE PROJECT TITLE 

610-281 AF Technical Applications Center 


344,987 
20,654 
158,009 
13,900 
268,350 


805,900 


(FY2011) 

COST DESIGN STATUS 

SCOPE $.000 START CMPL 

48,074 SM 158,009 Design Build 

Total 158,009 


9b. Future Projects: Typical Planned Next Four Years: 
730-839 Relocate Main Gate 

730-142 Fire/Crash Rescue Station 

245 SM 3,500 

3,218 SM 10,400 

13,900 

9c. Real Property Maintenance Backlog This Installation: ($M) 

105.5 


U.S. Strategic command to safely execute and maintain spacelift operations and operate, maintain, and secure the 
Eastern Range. It supports ballistic missile lest launches, aircraft tests, and other ballistic munitions evaluations. It 
also supports civil spacelift operations, commercial spacelift operations licensed by the Federal Aviation 
Administration, and other space launch activities in accordance with National Space Policy and with the provision of 
public law. 


11. Outstanding pollution and Safety (OSHA) Deficiencies: 

a. Air pollution 0 

b. Water Pollution 0 

c. Occupational Safety and Health 0 

d. Other Environmental 0 
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1. COMPONENT 
AIR FORCE 


py 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
PATRICK AIR FORCE BASE, FLORIDA 


4 . PROJECT TITLE 

AIR FORCE TECHNICAL APPLICATIONS 
CENTER 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

35999 

610-201 


SXHT053001 

150,009 


9 . COST ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

($000) 

PRIMARY FACILITIES 




121,384 

AIR FORCE TECHNICAL APPLICATIONS CENTER 

SM 

25,641 

2,950 

( 75,641 ) 

AIR FORCE LABORATORY 

SM 

3,530 

5,400 

( 19,062 ) 

SDD EP ACT 2005 

LS 



( 2,348 ) 

RF SHIELDING 

LS 



( 6,928 ) 

CENTRAL tJTILITY PLANT 

SM 

2,175 

2,390 

( 5,198 ) 

PARKING GARAGE 

SM 

16,728 

540 

( 9,033 ) 

ANTITBRRORISM FORCE PROTECTION 

LS 



( 1,174 ) 

INTERIOR COMMUNICATIONS 

LS 



( 2,000 ) 

SUPPORTING FACILITIES 




16,045 

UTILITIES 

LS 



( 5,600) 

PAVEMENTS 

LS 



{ 1,900) 

SITE IMPROVEMENTS 

LS 



{ 1,100) 

DEMOLITION 

SM 

19,789 

260 

( 5,145) 

RELOCATION OP TWO STORAGE MAGAZINES/PAD 

LS 



( 1,100) 

COMMUNICATIONS 

LS 



( 1,200) 

SUBTOTAL 




137,429 

CONTINGENCY (5.0%) 




6,871 

TOTAL CONTRACT COST 




144,301 

SUPERVISION, INSPECTION AND OVERHEAD (5.7%) 




8,225 

DESIGN/BUILD - DESIGN COST (4.0% OF SUBTOTAL) 




5,497 

TOTAL REQUEST 




158,023 

TOTAL REQUEST (ROUNDED) 




158,009 ) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 




( 48.153 


10. Description of Proposed Construction: Construct a multi-story facility with 
concrete pier foundation and reinforced concrete floor slab, concrete walls, 
structural steel frame and roof system, computer access flooring, fire protection, 
environmental controls, Sensitive Compartmented Information Facilities (SCIP) , 
Intrusion Detection System (IDS), Air Force Laboratory adjacent to the primary 
facility, a central utility plant, and a stemd alone parking garage for 600 cars. 
Includes utilities, pavements, site improvements, a pedestrian bridge over South 
Patrick Drive, relocation of two existing storage magazines from the foot print of 
new constructionand site and all other supporting facilities. Demolish 19,789 SM 
of facilities. Complies with DoD force protection requirements per unified 
facilities criteria. 

Air Conditioning: 800 Tons 


11. Requirement: 48074 SM Adequate: 0 SM Substandard: 19789 SM 
PROJECT: Construct an Air Force Technical Applications Center. (Current Mission) 

REQUIREMENT ; Adequate space for calibration/maintenance/storage functions for 


unique equipment needed to support critical mission operations. Additional space 
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1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
PATRICK AIR FORCE BASE, FLORIDA 


4. PROJECT TITLE 

AIR FORCE TECHNICAL APPLICATIONS 
CENTER 


5 . PROGRAM ELEMENT 
35999 


6 . CATEGORY CODE 
610-281 


7. PROJECT NUMBER 
SXHT053001 


8. PROJECT COST ($000) 
158,009 


will provide administrative functions that will support the technical production, 
shipping, distribution of seismic equipment, and space for the directorates that 
implement the overall research aind development operations. 

CURRENT SITUATION: The existing facility was constructed in 1957 utilizing design 
standards far below current design requirements for protection against frequent and 
strong coastal hurricanes. The facility is less than 300 feet from the Atlantic 
Ocean. It is also located less than 85 feet from a primary north- south state 
highway resulting in serious force protection concerns. Brackish water was used 
for the masoniry mortar resulting in compromised wall strength, and x-ray 
examination indicates steel wall reinforcing required by the minimal design is 
often absent altogether. Reconstruction to bring the facility up to minimal 
facility and anti-terrorism standards is coat prohibitive. APTAC ' s role as the 
sole DoD agency operating and maintaining a global network of nuclear event 
detection sensors as well as its role on the leading edge of verification 
technology for future treaties involving nuclear weapons programs has led to 
significant recent mission growth and realignment which the existing facility 
cannot accommodate . 

IMPACT IF NOT PROVIDED; Continued safety, health, and environmental problems 
plaguing this aging facility will cripple development of verification technology 
for future treaties involving nuclear weapons programs. The proximity to a major 
thoroughfare and waterway will continue to expose this critical facility with its 
cutting-edge technological laboratories and uniquely qualified personnel to risks 
from man-made and natural hazards. The inadequate facility risks serious impact to 
nuclear treaty monitoring operations and operations support. Major security risks 
will result from utilizing multiple alternate secure sites and transporting 
critical information and material between sites will incur significant 
administrative overhead. 

ADDITIONAL; This project meets the criteria/scope specified in Air Force Handbook 
32-1084, "Facility Requirements." An analysis of reasonable options for 
accomplishing this project (status-quo, renovation, new construction) indicates 
that new construction is the most economical solution. Sustainable principles to 
include Life Cycle Cost-Effective practices will be integrated into the design, 
development, and construction of the project in accordance with Executive Order 
13423, 10 use 2802 (c) , and other applicable laws and Executive orders. Base Civil 
Engineer: Lt. Col. Brian D. Weidmann, (321) 494-4041. AF Technical Application 
Center: 25,641 SM = 275,898 SF; AF laboratory: 3,530 SM = 37,982 SF; Central 

Utility Plant! 2,175 SM = 23,403 SF;; Parking Garage: 16,728 SM = 179,993 SF. 
JOINT USE CERTIFICATION; Mission requirements, operational considerations, and 
location are incompatible with use by other components. 
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1. COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(cosiputer generated) 


3. INSTALLATION AND LOCATION 
PATRICK AIR FORCE BASE, FLORIDA 


4. PROJECT TITLE 

AIR FORCE TECHNICAL APPLICATIONS 
CENTER 


5 . PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

35999 

610-281 


SXHT053001 

158,009 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Project to be accomplished by design-build procedures 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Most Recently Used - 

(3) All Other Design Costs 

(4) Construction Contract Award 
{5} Construction Start 

(6) Construction Completion 

(7) Energy Study/Life-Cycle analysis was/will be performed 


MO 

4,754 
11 FEB 
11 MAR 
13 MAY 
YES 


b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 

PROCURING 

APPROPRIATION 

FISCAL YEAR 
APPROPRIATED 

OR REQUESTED 

COST 

($000) 

FURNISHINGS 

3400 

2012 

14,627 

COMMUNICATIONS EQUIPMENT 

3080 

2011 

19,526 

LABORATORY EQUIPMENT 

3080 

2011 

9,000 

COMMUNICATIONS EQUIPMENT 

3080 

2012 

5,000 
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1. COMPONENT 
AIRFORCE 


FY 2011 MILITARY CONSTRUCTION PROGRAM T2. DATE 


3. INSTALLATION AND LOCATION 
BARKSDALE AIR FORCE BASE 
LOUISIANA 


4. COMMAND: 

AIR COMBAT COMMAND 


5. AREA CONST 
COST INDEX 
0.91 


6. Personnel 

PERMANENT 

STUDENTS 

su 

PPORTED 


Strength 

OFF 

ENL 

CIV 

OFF 

ENL 

CIV 

OFF 

ENL 

CIV 

TOTAL 

AS OF 30 SEP 09 

1116 

6803 

1363 

49 

6 

1 

3 

6 

9 

9,356 

END FY2015 

1097 

6745 

1324 

49 

6 

1 

3 

6 

9 

9.240 


7. INVENTORY DATA ($000) 

a. Total Acreage: 21,844 

b. Inventory Total as of : (30 Sep 09) 

|c. Authorization Not Yet in Inventory: 
jd. Authorization Requested in this Program: 

Planned in Next Four Years Program: 

f. Remaining Deficiency: 

g. Grand Total; 


!, 145, 311 
14,600 
18,140 
17,800 
75,700 


2,271,551 


8. PROJECTS REQUESTED IN THIS PROGRAM: 
CATEGORY 

CODE PROJECT TITLE 

171-875 Weapons Load Crew Training Facility 


(FY2011) 


SCOPE 

4725 

Total 


COST 

$.000 


DESIGN STATUS 
START CMPL 


SM 


18,140 Design Build 
18,140 


9a. Future Projects: Typical Planned Next Four Years: 
131-1 1 1 Consolidated Communication Facility 


4321 

Total 


SM 


17,800 

17,800 


9b. Real Propery Maintenance Backlog This Installation: (SM) 


113 


1 0. Mission or Major Functions: Headquarters Eight Air Force; a bomb wing with three 8-52 squadrons, one 
of which is responsible for training for all B-52 combat crews; an Air Force Reserve wing with A-1 0, AO-1 0, 
and B-52 aircraft^ 


1 1 . Outstanding Pollution and Safety (OSHA Deficiencies): 

a. Air pollution 

b. Water Pollution 

c. Occupational Safety and Health 

d. Other Environmental 
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1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
BARKSDALE AIR FORCE BASE, LOUISIANA 


4. PROJECT TITLE 

WEAPONS LOAD CREW TRAINING FACILITY 


5. PROGRAM ELEMENT 
27576 


6. CATEGORY CODE 
171-875 


7. PROJECT NUMBER 
AWUB025502 


8. PROJECT COST ($000) 
18,140 


9 . COST ESTIMATES 


U/M QUANTITY 


UNIT 

COST 


COST 

($ 000 ) 


PRIMARY FACILITIES 
WEAPONS LOAD CREW TRAINING FACILITY 
SDD 6 BPACT 05 

ANTITERRORISM/FORCE PROTECTION 
SUPPORTING FACILITIES 
UTILITIES 
PAVEMENT 

SITE IMPROVEMENTS 
BUILDING DEMOLITION 
COMMUNICATION SUPPORT 
WASHRACK RELOCATION 
COMMISSIONING 
PAVEMENT DEMOLITION 
SUBTOTAL 

CONTINGENCY (S.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD (5.7%) 

DBSIGN/BUILD - DESIGN COST (4.0% OF SUBTOTAL) 

TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 


3,200 


11,209 
( 10,SS2 ) 
( 218 > 
< 109 ) 
4,568 
( 1,055) 

( 1,445) 

( 610) 

( 9) 

( 24) 

( 1,037) 

( 94) 

{ 294 ) 


15,777 

789 


16,565 

944 

631 


18,141 
18,140 ) 
( 325 


10. Description of Proposed Construction: Reinforced concrete fo\indation, steel 
colximns and joists. Insulated metal exterior and standing seam metal roof, metal 
stud/gypsum partitions, utilities, access road, parking with lighting, site 
improvements, landscaping, coiomunicatione support, fire detection/protection, 
demolition of one facility (40 SM) , and all other necessary support. Relocate 
washrack that is in the way of construction. Includes antiterrorism/force 
protection requirements identified in DoD unified facilities criteria. 

Air Conditioning: 275 Tons 


11. Requirement: 4725 SM Adequate: 0 SM Substandard: 0 SM 
PROJECT; Weapons Load Crew Training Facility. (New Mission) 

REQUIREMENT; Provide a dedicated indoor training facility to effectively train 2d 


Bomb Wing munitions load crews. The facility is needed to ensure load crews 
acquire task knowledge and physical proficiency necessary to perform their 
f\inctions to meet real-world conventional and nuclear taskings. Facility must 
provide an environment conducive to keeping load crews certified on a vast array of 
munitions. A classroom, offices, and munitions storage space are required for 
training management. 

CURRENT SITUATION; Non-availability of dedicated dock space forces all weapons 
load crew training to be performed on an open ramp exposed to the elements. Sudden 
and extreme changes in weather conditions often cancel training, making it 
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1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3 . INSTALLATION AND LOCATION 
BARKSDALE AIR FORCE BASE, LOUISIANA 


4 . PROJECT TITLE 

WEAPONS LOAD CREW TRAINING FACILITY 


B. PROGRAM ELEMENT 
27576 


6. CATEGORY CODE 
171-875 


7. PROJECT NUMBER 
AWUB025502 


8. PROJECT COST ($000) 
18,140 


difficult to maintain the required quantity of certified load crews. Therefore, 
the major impact of not having an indoor weapons load crew training facility is 
lost training days. Barksdale AFB loses approximately 20% of available training 
time each year due to weather. With only 15-18 average training days a month, and 
the 2-3 days a month required for each load crew, every lost training day is 
critical. The 2d Bomb Wing has one of the largest Unit Committed Munitions 
Listings in the Air Force, and it takes hours to reconfigure the aircraft to hold 
the variety of mxinitions that it is capable of employing. We cannot perform 
weapons load training in any of the existing facilities on Barksdale because they 
are all constantly in use facilitating other maintenance functions, or the floor 
plans are inadequate for safe and efficient storage and loading of munitions. The 
2-Bay Maintenance Hangar (phase hangar) is used heavily to keep pace with the phase 
schedule; however, the floor plan does not permit driving munitions handling unit 
MHU-196 trailers far enough to clear the aircraft wings. The Fuel Cell Hangar has 
a dividing wall to isolate each bay and does not allow sufficient clearance around 
the aircraft for loading and has the same type of limitations as the 2-bay hangar. 
The Corrosion Control Facility work load and use as an alternate wash rack keeps 
the facility in constant use. The nose docks do not provide sufficient room to 
maneuver nor for the handling of larger weapons packages employed by the B-52. 
IMPACT IF WOT PROVIDED: The 2d Bomb Wing will continue to lose valuable load crew 
training days due to inclement weather, drastically impacting the ability to 
maintain high standards of proficiency and the required quantity of certified 
weapons load crews to accomplish the mission. Increasing munitions taskings 
multiplies the impact. Training will have to continue during the weekends to make 
up the lost days due to weather. Load crews will continue to operate in the rain, 
cold, heat, darkness, noise and jet blast that contribute to the poor quality 
training environment. 

ADDITIONAL; This project meets the criteria/scope specified in Air Force Handbook 
32-1084, "Facility Requirements". An analysis of reasonable options for 
accomplishing this project (status quo, renovation, new construction) was done. It 
indicates there is only one option that will meet operational requirements; new 
construction, A certificate of exception has been prepared. Sustainable 
principles, to include Life Cycle cost-effective practices, will be integrated into 
the design, development and construction of the project in accordance with 
Executive Order 13423, 10 USC 2802 (c) and other applicable laws and Executive 
orders. Civil Engineer: LtCol David B. Chisenhall; Phone: (318) 456-4856; (Weapons 
Load Crew Training Facility: 4,725 SM = 50,841 SF) 

JOINT USE CERTIFICATION: Mission requirements, operational considerations, and 
location are incompatible with use by other components. 
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1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(coaputdr generated) 


3. INSTALLATION AND LOCATION 
BARKSDALE AIR FORCE BASE, LOUISIANA 


4 . PROJECT TITLE 

WEAPONS LOAD CREW TRAINING FACILITY 


6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

171-875 


AWUB025502 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Project to be accomplished by design-bnild procedures 

(2) Basis: 

(a) Standard or Definitive Design - NO 

(b) Where Design Was Host Recently Used - 

(3) All Other Design Costs 544 

(4) Construction Contract Award 11 PSB 

(5) Construction Start H NAR 

(6) Construction Completion 12 SEP 

(7) Energy Study/Life-Cycle analysis was/will be performed YES 

b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 

PROCURING 

APPROPRIATION 

FISCAL YEAR 
APPROPRIATED 

OR REQUESTED 

COST 

($000) 

COMM EQUIPMENT 

3060 

2011 

225 

FURNISHINGS 

3400 

2011 

100 
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1. COMPONENT 
AIRFORCE 


3. INSTALLATION AND LOCATION 
CREECH AIR FORCE BASE, 
NEVADA 


PERMANENT 


FY 2011 MILITARY CONSTRUCTION PROGRAM 


4. COMMAND: 

AIR COMBAT COMMAND 



5. AREA CONST 
COST INDEX 
1.36 


SUPPORTED 



1053 

1103 


7. INVENTORY DATA ($000) 

a. Total Acreage: 2,300 

b. Inventory Total as of : (30 Sep 09) 

c. Authorization Not Yet in Inventory: 

d. Authorization Requested in this Program: 

e. Planned in Next Four Years Program: 

f. Remaining Deficiency: 

g. Grand Total: 


8. PROJECTS REQUESTED IN THIS PROGRAM: 

CATEGORY 

CODE PROJECT TITLE SCOPE 

{FY 2011) 

COST DESIGN STATUS 
S.OOO START CMPL 

730-142 UAS Airfield Fire/Crash Rescue Station 1,050 

Total 

SM 11,710 DESIGN BUILD 

11,710 

9a. Future Projects: Typical Planned Next Four Years: 


None 


9b. Real Property Maintenance Backlog This Installation: ($M) 

35 

1 0. Mission or Major Functions: A fighter wing with three F-1 5 fighter squadrons: an airlift flight: an 
intelligence group: Aerospace Command and Control Intelligence, Surveillance and Reconnaissance Center 
(AC2ISRC), Detachment of the USAF Doctrine Center: and the Air Force Rescue Coordination Center. 

1 1 . Outstanding Pollution and Safety (OSHA Deficiencies): 
a. Air pollution 

0 

b. Water Pollution 

0 

c. Occupational Safety and Health 

0 

d. Other Environmental 

0 
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1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
CREECH AIR FORCE BASE, NEVADA 


4. PROJECT TITLE 

UAS AIRFIELD PIRE/CRASH RESCUE 
STATION 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

25219 

730-142 


LKTC113102 

11,710 


9 . COST ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

($000) 

PRIHM^Y FACILITIES 




8,506 

AIRFIELD FIRE/CRASH RESCUE STATION 

SM 

1,858 

4,442 

( 8,253 ) 

SDD & BPACT 05 

SM 

1,858 

90 

( 167 ) 

AirriTERRORISM/FORCB PROTECTION 

SM 

1,858 

46 

( 85 ) 

SUPPORTING FACILITIES 




1,677 

UTILITIES 

LS 



( 380 ) 

PAVEMENTS 

LS 



( 437 ) 

SITE IMPROVEMENTS 




( 300 ) 

COMMUNICATIONS SUPPORT 

LS 



( 260 ) 

CENTRAL ALARM CENTER 

LS 



( 300 ) 

SUBTOTAL 




10,183 

CONTINGENCY (5.0%) 




509 

TOTAL CONTRACT COST 




10,692 

SUPERVISION, INSPECTION AND OVERHEAD (5.7%) 




609 

DBSIGN/BUILD - DESIGN COST (4.0% OF SUBTOTAL) 




407 

TOTAL REQUEST 




11,709 

TOTAL REQUEST (ROUNDED) 




11,710 ) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 




( 550 


10. Description of Proposed Construction: Reinforced concrete foundation and 
floor sled>, structural steel frame, masonry walls, standing seam metal roof, fire 
detection/protection, utilities, site in^rovements, landscaping, emergency response 
access pavements, roads and parking, communications support and all other necessary 
support. This project will comply with antiterror ism/ force protection requirements 
identified in DoD Unified Facilities Criteria. 

Air Conditioning: 90 Tons 


11. Requirement: 2725 SM Adequate: 867 SM Substandard: 0 SM 
PROJECT; UAS Airfield Fire/Crash Rescue Station. (New Mission) 


REQUIREMENT: An additional fire/crash rescue station is required at Creech AFB 

with flightline access to meet both ARFF unannounced aircraft emergency response 
times to the approach end of Runway 13/31 and response time requirements to 
structural fires in the northeast section of the base where the majority of UAS 
MILCON and OiM facility construction has taken place in the FY04-FY09 timeframe. 

In order to support the rapid growth of UAS training and combat mission 
requirements at Creech AFB, the Fire Department is projected to grow from 35 funded 
personnel in FY08 to 56 funded personnel in PYIO. The station must provide space 
for operating supplies and chemical agents, general living and messing areas, 
maintenance apace and vehicle bays, 

CURRENT SITUATION; Creech AFB has seen a significant increase in operational 
missions and personnel since 1994 when the base daytime population averaged 
approximately 300 personnel. The Creech UAS Predator initial beddown consisted of 
10 RQ-1 and 120 personnel in the FY94-FY95 timeframe. Current and projected 
permanent/student manpower loading for Creech AFB is estimated between 2,000 and 
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1 . COMPONENT 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

2. DATE 

AIR FORCE 

(computer generated) 



3. INSTALLATION AND LOCATION 4. PROJECT TITLE 


CREECH AIR FORCE BASE, NEVADA UAS AIRFIELD FIRE/CRASH RESCUE 

STATION 


5. PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

25219 

730-142 


LKTC113102 

11,710 


3,000 personnel to support over 100 plus MQ-1 (Predator) /MQ- 9 (Reaper) aircraft. 
Flying Training Unit (PTU) operations. Security Forces training, guard emd reserve 
and visiting units. The tow existing co-located fire department facilities (Bldgs 
85 & 86, 867 SM) , centrally located along Runway 08/26, will remain in service. 
IMPACT IF NOT PROVIDED; Without adequate fire/crash and rescue protection for the 
rapidly growing UAS training and combat missions at Creech APB, the possibility of 
loss of life and/or mission essential resources would continue to escalate. Any 
loss of UAS mission assets needed to perform critical AOR operations from home 
station via reach back capability would ioqpact overall combat capabilities by 
reducing the number of UAS orbits available to support contingency operations. Air 
Force capeibility to train personnel for this critical mission would be severely 
impacted which in-turn would degrade the ability to support the warfighter in 
overseas contingency operations. In addition, combatant commanders' situational 
awareness would be degraded by not having the persistent 24/7 presence of the 
Predator and Reaper aircraft. 

ADDITIONAL: This project meets the criteria/ scope specified in Air Force Handbook 

32-1084, "Facility Requirements." An ^malysis of reasonable options for 
accomplishing this project (status quo, renovations, new construction) was done. 

It indicates there is only one option that will meet operational requirements; new 
construction. A certificate of exception has been prepared. Sustainable 
principles, to include Life Cycle cost-effective practices, will be integrated into 
the design, development etnd construction of the project in accordance with 
Executive Order 13423, 10 U9C 2802 (c) and other applicable laws and Executive 
orders. Base Civil Engineer: LtCol Mark H. McCloud: (702) 652-4833. (Fire/Crash 
Rescue Station: 1,858 SM « 20,000 SF) 

JOINT USB CERTIFICATION; Mission requirements, operational considerations and 
location are incompatible with use by other components. 
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1. COMPONENT 

AIR FORCE 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 

2. DATE 

3. INSTALLATI 

CREECH AIR FO 

ON AND LOCATION 

RCE BASE, NEVADA 

4. PROJECT TITLE 

UAS AIRFIELD FIRE/CRASH RESCUE STATION 

5. PROGRAM ELEMENT 

25219 

6. CATEGORY CODE 

730-142 

7. PROJECT NUMBER 

LKTC113102 

8. PROJECT COST ($000) 

11,710 




12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Project to be accomplished by design-build procedures 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Most Recently Used - 

(3) All Other Design Costs 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 

(7) Energy Study/Life-Cycle analysis was/will be performed 

b. Equipment associated with this project provided from other appropriations: 



MO 


351 

11 

FEB 

11 

MAR 

12 

SEP 


YES 


EQUIPMENT NOMENCLATURE 

PROCURING 

APPROPRIATION 

FISCAL YEAR 
APPROPRIATED 

OR REQUESTED 

COST 

($000) 

COMMUNICATIONS EQUIPMENT 

3080 

2011 

300 

FURNISHINGS 

3400 

2011 

250 
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1. COMPONENT 

AIR FORCE 

FY 2011 MILITARY CONSTRUCTION PROGRAM 

2. DATE 

3. INSTALLATION AND LOCATION 

NELLIS AIR FORCE BASE, 

NEVADA 

4. COMMAND: 

AIR COMBAT COMMAND 

5. AREA CONST 

COST INDEX 

1.3 



■rtiaM waii 


STUDENTS 


ENL 


PERMANENT 


ENL 


1053 6415 

1103 6322 


7. INVENTORY DATA ($000) 

a. Total Acreage: 13,921 

b. Inventory Total as of : (30 Sep 09) 

0 . Authorization Not Yet in Inventory: 

d. Authorization Requested in this Program: 

e. Planned in Next Four Years Program: 

f. Remaining Deficiency: 
q. Grand Total: 


8. PROJECTS REQUESTED IN THIS PROGRAM: 
CATEGORY 

CODE PROJECT TITLE 

141-753 F-35 Add/Alter 422 TES Eval Squadron Fac 

217-712 F-35 Add/Alter Flight Test Instrumentation 

171-212 F-35 Flight Simulator Facility 

211-111 F-35 Maintenance Hangar/AMU 



SUPPORTED 


ENL 


0 

0 


TOTAL 


10,653 

10,597 


2,109,983 

71,100 

28,760 

10,800 

178,000 

2,398,643 


(FY 2011) 

COST DESIGN STATUS 
= $.000 START CMPL 

SM 7,870 Design-Build 

SM 1,900 Jun-09 Sep-10 

SM 13,110 Design Build 

SM 28,760 Jun-09 Sep- 10 

51 ,640 


9a. Future Projects; Typical Planned Next Four Years; 

610-71 1 Communications Network Control Center 

1,193 SM 10,800 

Total 10,800 

9b. Real Property Maintenance Backlog This Installation: ($M) 

103 


tactics development in air, space, and cyberspace. Its 98th Range Wing oversees a 15,000 sq.-mile Nevada Test 
and Training Range Complex and two emergency airfields. 57th Wing, A-10A, 

F-15C/E, F-16, F-22A, HH-60G, MQ-1 Predator, MQ-9 Reaper. 57th Wing missions include Red Flag exercises 
(414th Combat Training Sq.); graduate level pilot training (USAF Weapons School); support for Army exercises 
(549th Combat Training Sq.); training for international personnel in joint firepower procedures and techniques 
(57th Operations Gp.); and USAF Air Demonstration Sq. (Thunderbirds). 53rd Wing, at 17 locations nationwide, 
serves as focal point for combat air forces in electronic warfare, armament and avionics, chemical defense, 
reconnaissance, and aircrew training devices, and operational testing and evaluation of proposed new equipment 
and systems. 505th Command and Control Wing builds the predominant air and space command and control 
ability for combined joint warfighters through training, testing, exercising, and experimentation. 


1 1 . Outstanding Pollution and Safety (OSHA Deficiencies): 

a. Air pollution 0 

b. Water Pollution 0 

c. Occupational Safety and Health 0 

d. Other Environmental 0 
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1. COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(coinputer generated) 


3 . INSTALLATION AND LOCATION 
NELLIS AIR FORCE BASE, NEVADA 


4. PROJECT TITLE 

P-35 ADD/ALTER 422 TEST EVALUATION 
SQUADRON FACILITY 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27142 

141-7S3 


RRMF103002 

7,870 


9 . COST ESTIMATES 


ITEM 


PRIMARY FACIXiITIBS 

P-35 TEST EVALUATION SQUADRON ADDITION 
F-35 TEST EVALUATION SQUADRON ALTERATION 
SDD & EPACT OS 

ANTITBRRORISM/PORCE PROTECTION 
SUPPORTING FACILITIES 
UTILITIES 
PAVEMENTS 
SITE IMPROVEMENTS 
COMMUNICATIONS SUPPORT 
SCIP 
SUBTOTAL 

CONTINGENCY (S.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD (5.7%) 

DBSIGN/BUILD - DESIGN COST (4.0% OP SUBTOTAL) 

TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 

EQUIPMENT PROM OTHER APPROPRIATIONS (MON-ADD) 


U/M QUANTITY 


1,486 

400 


UNIT 

COST 


3,668 

800 


COST 

($ 000 ) 


5,933 
( 5,451 ) 
( 320 ) 
( 108 ) 
{ 54 ) 
913 

( 100) 
( 120) 

{ 130) 

{ 100 ) 

( 463 ) 


6,846 

342 


7,188 

410 

274 


7,871 
7,870 ) 


10, Description of Proposed Construction: Reinforced concrete foundation and 
floor slab, structural steel frame, standing seam metal roof, fire 

detection/protection, special security enhemcemente , utilities, site improvements, 
landscaping, roads/parking, fire protection system, communications support, 
electrical infrastructure upgrade and all other necessary work as required. 
Construction included a secure compartmented information facility (SCIP) . 
Alteration work includes all work associated with connecting the new addition to 
the existing facility. This project will comply with anti terrorism/force 
protection requirements identified in DoD unified facilities criteria. 

Air Conditioning: 90 Tons 


11. Requirement: 10370 SM Adequate: 8484 SM Substandard: 0 SM 

PROJECT; F-35 Add/Alter 422nd Test Evaluation Squadron Facility. (New Mission) 

REQUIREMENT: An F-35 Operational Test Evaluation Facility, adequately sized and 


configured with appropriate security, is required to support the permanent beddown 
of 36 P-35A Primary Developraent/Test Aircraft and approximately 215 personnel 
beginning in FY12/2. Nellis AFB has been designated as the beddown location for 
Force Development and Evaluation and the USAP Weapon School for the new P-35A 
Weapon System. Operational testing of the F-35A is a critical Combat Air Forces 
(CAF) requirement that supports fielding and combat employment of all F-35A 
squadrons around the world. These tests are inetrxamental for the development of 
the weapons employment tactics for the CAF, In addition, the initial operators and 
maintainers train the follow-on forces/personnel associated with the F-35A. 
Successful training of initial cadre is critical for the long term hea lth of the 
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1. COMPONENT 

AIR FORCE 

PY 2011 MILITARY CONSTRUCTION PROJECT DATA 

(computer generated) 

2 

DATE 

3. INSTALLATION AND LOCATION 

NELLIS AIR FORCE BASE, NEVADA 

4. PROJECT TITLE 

P-35 ADD/ALTER 422 TEST 
SQUADRON FACILITY 

EVALUATION 

5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. PROJECT NUMBER 8. PROJECT 

COST 

($000) 

27142 

141-753 

RKMF103002 7 

,870 



fleet and personnel. Facility completion is required 6 to 9 months prior to first 
aircraft delivery in FYll. Additional time is required to support the facility 
security accreditation process, installation of training devices, maintenaince 
computer traching/maintenance systems, communication instruments/systems, 
telephones, furniture and other work necessary for a complete and usable facility 
for the intended purpose. 

CURRENT SITUATION: Nellis AFB does not have a test evaluation facility capacity to 
support 36 additional aircraft and 215 additional personnel. Nellis supports the 
operational teat euid evaluation and the Weapons School requirements of over 15 
diversified weapon systems and/or mission design series. In addition to the 
growing aircraft test assets, Nellis has also grown signif iceoitly in the other 
airframes and is adding F-16 and F-15 Aggressor Squadrons. To heoidle the increased 
workload, the base has had to break several operational and maintenance 
organizations into separate organizations and added personnel to support all 
operations and maintenance functions at Nellis and Creech AFB. 

IMPACT IF NOT PROVIDED; Nellis APB's ability to perform operational test and 
evaluation for the employment of various weapons and tactics for the CAP, including 
the P-35A, will be impaired. Without this facility addition, initial and final 
operational capability may be significantly delayed, degrading the Air Force's 
overall combat capability. The first beddown locations for new weapon systems 
provide the initial pool of qualified operators and maintainers who will in turn 
train the next group of personnel for follow on locations. If the AP is unable to 
properly test and evaluate weapons systems on F-35A aircraft in the early stages of 
this aircraft's development, the negative impacts will be felt at follow on 
locations. 

ADDITIONAL: This project meets the criteria/scope specified in Air Force Handbook 

32-1084, "Facility Requirements." An analysis of reasonaible options for 
accomplishing this project {status quo, renovations, new construction) was done. 
Add/alter was found to be the most cost efficient over the life of the project. 
Sustainable principles, to include Life Cycle cost-effective practices, will be 
integrated into the design, development and construction of the project in 
accordance with Executive Order 13423, 10 USC 2802 (c) and other applicable laws 
and Executive orders. Base Civil Engineer: Lt Col Mark H. McCloud: (702) 652-4633. 

(P-35 Test Evaluation Squatreon Addition: 1,486 SM = 15,989 SF; P-35 Test 
Evaluation Squadron Alteration: 400 SM = 4,304 SF) 

BASE CIVIL ENGINEER; Paron 

JOINT USE CERTIFICATION: Mission requirements, operational considerations, and 
location are incompatible with use by other con^onents. This project supports 
Total Force Integration initiatives. 
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1 . COMPONENT 

AIR FORCE 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

{cOTtputer generated) 

2 . DATE 

3 . INSTALLATI 

NELLIS AIR PO 

ON AND LOCATION 

RCE BASE, NEVADA 

4. PROJECT TITLE 

P-35 ADD/ALTER 422 TEST EVALUATION 
SQUADRON FACILITY 

5. PROGRAM ELEMENT 

27142 

6 . CATEGORY CODE 

141-753 

7. PROJECT NUMBER 

RKMF103002 

8. PROJECT COST ($000) 

7,870 




12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Project to be accomplished by design-build procedures 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Most Recently Used - 

(3) All Other Design Costs 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 

(7) Energy Study/Life-Cycle analysis was/will be performed 


NO 

236 
11 PEB 

11 MAR 

12 MAR 
YES 


b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 

PROCURING 

APPROPRIATION 

FISCAL YEAR 
APPROPRIATED 

OR REQUESTED 

COST 

($000) 

COMMUNICATIONS EQUIPMENT 

3060 

2011 

150 

FURNISHINGS 

3400 

2011 

70 
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1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
NELLIS AIR FORCE BASE, NEVADA 


4. PROJECT TITLE 

P-3S ADD/ALTER FLIGHT TEST 
INSTRUMENTATION FACILITY 


S. PROGRAM ELEMENT 

6. CATEGORY CODE ' 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27142 

217-712 


RKMP103008 

1,900 


9 . COST ESTIMATES 


ITEM 


U/M QUANTITY 


UNIT 

COST 


COST 

($000) 


PRIMARY FACILITIES 

ADD TO PLIGHT TEST INSTRUMENTATION FACILITY 
ALTER PLIGHT TEST INSTRUMENTATION FACILITY 
SDD & EPACT 05 

ANTITERRORISM/PORCB PROTECTION 
SUPPORTING FACILITIES 
UTILITIES 
SITE IMPROVEMENTS 
PAVEMENTS 

COMMUNICATIONS SUPPORT 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD 

TOTAL REQUEST 

TOTAL REQUEST { ROUNDED > 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 


372 

60 


3,407 

2,400 


1,453 
( 1,267 ) 

( 144 ) 

( 28 ) 
{ 14 ) 

256 
( 16) 
( 115) 

( 95 ) 

( 30) 
1,709 
85 


(5.7%) 


1,795 

102 


1,897 
1,900 
( 20.0 ) 


10. Description o£ Proposed Construction: Reinforced concrete foundation and 
floor slab, structural steel frame, masonry walls, standing seam metal roof, fire 
detection/protection, utilities, site improvements, landscaping, parking/roads, 
communications support, and all other necessary work as required. Alteration work 
includes all work associated with connecting the addition to the existing facility. 

This project will comply with antiterroriem/force protection requirements 
identified in DoD unified facilities criteria. 


Air Conditioning: 


2 0 Tons 


11. Requirement; 1646 SM Adequate; 1214 SM Substandard; 60 SM 
PROJECT: F-35 Add/Alter Plight Test Instrumentation Facility. (New Mission) 

REQUIREMENT; Nellis AFB is designated as the beddown location for Force 
Development and Evaluation and the USAF Weapon School for the F-35A weapon system. 

Additional flight test instrumentation space is required to support the permanent 
beddown of 12 P-35A Primary Development/Test Aircraft and 24 Primary Training 
Aircraft beginning FY12/2. The facility addition must provide space for a support 
section, instrument parts storage, a work area/clean room for instrument electrical 
work, indoor storage for instrumentation support equipment, office space, indoor 
pod storage, a classified server rocan, change areas, locker space and a latrine 
area with showers. 

CURRENT SITUATION: Nellis AFB does not have adequate flight test instrumentation 
capacity to accommodate an additional 36 F-35A aircraft for Force Development and 
Evaluation, Weapons School and associated maintenance and training functions. 

Nellis is one of the most congested airfields in the Air Force from an operational 
and logistics perspective. Nellie AFB proper has had significant growth since 2000 
with the F-22A Test and Weapons School Beddown (13 aircraft), the new F-15/F-16 
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1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


2, DATE 


3. INSTALLATION AND LOCATION 
NELLIS AIR FORCE BASE, NEVADA 


4. PROJECT TITLE 

P-35 ADD/ALTER FLIGHT TEST 
INSTRUMENTATION FACILITY 


5 . PROGRAM ELEMENT 


6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

217-712 


RICMF103008 

1,900 


Aggreseor Beddovm (48 aircraft), and the expansion of Flag exercises and other 
force structure actions. Nellis is projected to have over 180 assigned aircraft 
when all actions are complete. All excess flight line facilities have been at 
capacity for the last 5 to 7 years, and additional requirements have been 
documented through the BRAC 2005 process and previously approved new weapon system 
facility projects. The installation is a critical asset for the capabilities and 
tactics testing of new weapon systems and the training of combat forces. The 
installation supports a diversity of weapons systems ranging from HH-SOs, A-lOs, F- 
15s, P-168, F-22A and now P-35A, all of which support Cperational Test, Tactics, 
Techniques and Procedures development, USAF Weapons School and Flag exercises. 
IMPACT IF NOT PROVIDED: The ability to generate aircraft sorties to support 
operational test and weapons school mission requirements will be severely impacted. 

Without adequate flight test instrumentation facility capacity, personnel will be 
unable to provide operational test and evaluation, tactics development and support 
of this new weapon system, impacting fleet health and operational capability 
the war fighter. If Nellis APB is unable to provide instrumentation support during 
the initial and follow on phases of testing, the F-35A will not be able to support 
real-world, critical combat capability. 

ADDITIONAL; This project meets the criteria/ scope specified in Part II of Military 
Handbook 1190, “Facility Plamning and Design Guide" and Air Force Handboo)c 32 - 1084 , 
"Facility Requirements". An analysis of reasonable options for accomplishing this 
project (status quo, renovations, new construction) was done. Add/alter was found 
to the most cost efficient over the life of the project. Sustainable principles, 
to include Life Cycle cost-effective practices, will be integrated into the project 
design, development and construction in accordance with Executive Order 13423, 10 
use 2808 (c) and other applicedDle laws and Executive orders. Base Civil Engineer: 
Lt Col Mark K. McCloun: 702-6S2-4833 (P-35 Plight Test Instrumentation Facility 
Addition: 372 SM e 4,003 SP; Flight Test Instrumentation Facility Alteration: 60 SM 
- 646 SF) 

Base Civil Engineer; Lt Col Mark H. McCloud: (702) 652-4833 
BASE CIVIL ENGINEER: Paron 

JOINT USE CERTIFICATION: Mission requirements, operational considerations, and 
location are incompatible with use by other components. 
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1 . COMPONENT 

AIR FORCE 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

(computer generated) 


3. INSTALLATION AND LOCATION 
NELLIS AIR FORCE BASE, NEVADA 


4. PROJECT TITLE 

P-35 ADD/ALTER PLIGHT TEST 

INSTRUMENTATION FACILITY 


6. CATEGORY CODE 

7. 

PROJECT NUMBER 

217-712 


RKMP103008 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Status: 

{a) Date Design Started 15-JUN-09 

(b) Parametric Coat Estimates used to develop costs YES 

* (c) Percent Complete as of 01 JAN 2010 15% 

* (d) Date 35% Designed 15-JAN-lO 

(e) Date Design Complete 30-SEP-10 

(f) Energy Study/Life-Cycle analysis was/will be performed YES 

(2) Basis: 

(a) Standard or Definitive Design - NO 

(b) Where Design Was Moat Recently Used - 

{3) Total Coat (c) = (a) + (b) or (d) + (e) : ($000) 

(a) Production of Plana and Specifications 114 

(b) All Other Design Coats 57 

(c) Total l"^! 

(d) Contract 143 

(e) In-house 29 

(4) Construction Contract Award 11 P2B 

(5) Construction Start 11 MAR 

($) Construction Completion 12 MAR 

* Indicates completion of Project Definition with Parametric Cost Estimate 
which is comparable to traditional 35% design to ensure valid scope, 
cost and executability . 

b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 
COMMUNICATIONS EQUIPMENT 
FURNITURE, FURNISHINGS & EQUIP 


PROCURING 

APPROPRIATION 


FISCAL YEAR 
APPROPRIATED 
OR REQUESTED 
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5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27142 

171-212 


RKMP103007 

13,110 


1. COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


2. DATE 


3. INSTALLATION AND LOCATION 
NELLIS AIR FORCE BASE/ NEVADA 


4. PROJECT TITLE 

P-35 FLIGHT SIMULATOR FACILITY 


9 . COST ESTIMATES 


PRIMARY FACILITIES 
P-35 PLIGHT SIMULATOR FACILITY 
SDD e BPACT 05 

ANTITERRORISM/PORCB PROTECTION 
SUPPORTING FACILITIES 
UTILITIES 
PAVEMENTS 
SITE IMPROVEMENTS 
COMMUNICATIONS SUPPORT 
EXPANSIVE SOIL 
StJBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD 
DBSIGN/BUILD - DESIGN COST 
TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 

EQUIPMENT PROM OTHER APPROPRIATIONS (NON-ADD) 


(5.7%) 
(4.0% OF SUBTOTAL) 


U/M QUANTITY 


UNIT 

COST 


COST 

($000) 


6,410 
6,164 ) 
{ 164 ) 
( 82 ) 
2,893 
( 810) 

( 513) 
( 460 ) 
( 720) 
( 490 ) 


11,403 

570 


11,973 

682 

456 


13,112 
13,110 ) 

( 80,650 


10. Description of Proposed Construction: Reinforced concrete foundation and 
floor slab, structural steel frame, masonry walls, standing seam metal roof, fire 
detection/protection, special security enhancements, specialized heating and air 
conditioning with texnperature and humidity limitations, utilities, site 
improvements, landscaping, vehicle pavements, communications support and all other 
necessary work as required. This project will comply with antiterrorism/force 
protection requirements identified in DoD Unified Facilities Criteria. 

Air Conditioning: 90 Tons 


11. Requirement: 3344 SM Adequate: 1486 SM Siibstandard; 0 SM 
PROJECT ! F-35 Flight Simulator Facility. (New Mission) 


REQUIREMENT ; Kellis AFB is the designated beddown location for Force Development 
and Evaluation and the USAF Weapons School for the F-35A Weapon System. An 
adequately sized and configured flight simulator facility is required to support F- 
35A operational test and evaluation, tactics development and the USAF F-35A Weapons 
School missions scheduled for FY12/2. This facility must provide space for four 
simulator bays, an auditorium, classrooms, brief /debrief rooms, a classified server 
room, locker and restroom space, offices and storage space for F-35A pilot flight 
simulator training. 

CURRENT SITUATION; Nellis AFB does not have facility space to support flight 
simulator training of pilots accompanying the arrival of 36 F-35A aircraft. All 
facilities that currently accommodate flight simulators are at capacity supporting 
existing and projected aircraft. Nellis AFB has one of the most congested 
airfields in the Air Force from an operational and logistics perspective. Base 
proper has had significant growth since 2000 with the F-22A Test and Weapons School 
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1. COMPONENT 

AIR FORCE 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

(computer generated) 

2 . DATE 

3. INSTALLATION AND LOCATION 

NELLIS AIR FORCE BASE, NEVADA 

4. PROJECT TITLE 

F-35 PLIGHT SIMULATOR FACILITY 

5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. PROJECT NUMBER 

8. PROJECT COST ($000) 

27142 


171-212 

RKMF103007 

13,110 



Beddown (13 aircraft), the new P-15/P-16 Aggressor Beddown (48 aircraft), and the 
expansion of Flag exercises and other force structure actions. Nellis is projected 
to have over 180 assigned aircraft when all actions are complete. 

IMPACT IP NOT PROVIDED; P-35A pilots will be unable to provide adequate support to 
operational test and evaluation and tactics development without first 
obtaining/maintaining proficiency through flight simulator training. This will in- 
turn impact the operational capability for the war fighter. Additionally, the 
first beddown locations for new weapon systems provide the initial pool of 
qualified pilots who in turn train the next group of pilots for follow-on 
locations. If the AP is unable to train adequate numbers Of pilots in early 
aircraft development, the impacts will be felt at follow-on locations and may 
impact/delay initial and/or final operational capability. This project provides 
critical "real-world" mission rehearsal and training for P-35A pilots, who in 
future assignments will guide others in how to operate this 5th generation fighter 
aircraft . 

ADDITIONAL; This project meets the criteria/scope specified in Air Force Handbook 
32-1084, "Pacility Requirements," and the P-35A Pacility Requirements Plan. An 
analysis of reasonable options for accomplishing this project (status quo, 
renovations, new construction) was done. It indicates there is only one option 
that will meet operational requirements; new construction. A certificate of 
exception has been prepared. Sustainable principles, to include Life Cycle cost- 
effective practices, will be integrated into the design, development and 
construction of the project in accordance with Executive Order 13423, 10 USC 2802 
(c) and other applicable laws and Executive orders. Base Civil Engineer; Lt Col 
Mark H. McCloud: (702) 652-4833. (Plight Simulator; 1,858 SM = 20,000 SP) 

JOINT USB CERTIFICATION; Mission requirements, operational considerations, and 
location are incompatible with use by other components. 


DD FORM 1391, DEC 99 Previous editions are obsolete. Page No. 


February 2010 


110 


55040A 




106 


1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(ccooputer generated) 


3. INSTALLATION AND LOCATION 
NELLIS AIR FORCE BASE, NEVADA 


4. PROJECT TITLE 

P-35 PLIGHT SIMULATOR FACILITY 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 


PROJECT NUMBER 

8. PROJECT COST ($000) 

27142 

171-212 

L, 

RKMF103007 

13,110 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Project to be accomplished by design-build procedures 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Most Recently Used - 

(3) All Other Design Coats 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction CcMapletion 

(7) Energy Study/Life-Cycle analysis was/will be performed 

b. Equipment associated with this project provided from other appropriations: 



NO 


393 

11 

FEB 

11 

MAR 

12 

DEC 


YES 


EQUIPMENT NOMENCLATURE 

PROCURING 

APPROPRIATION 

FISCAL YEAR 
APPROPRIATED 

OR REQUESTED 

COST 

($000) 

COMMUNICATIONS EQUIPMENT 

3080 

2011 

500 

FURNISHINGS 

3400 

2011 

150 

FLIGHT SIMULATOR (4) 

3080 

2011 

80,000 
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1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
NELLIS AIR FORCE BASE, NEVADA 


4. PROJECT TITLE 

P-35 MAINTENANCE HANGAR/AMU 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27142 

211-111 


RKMF093004 

28,760 


9 . COST ESTIMATES 


ITEM 


U/M j QUANTITY 


UNIT 

COST 


COST 

($000) 


PRIMARY FACILITIES 
MAINTENANCE HANGAR (F-35A) 

AIRCRAFT MAINTENANCE UNIT (F-35A) 

AIRCRAFT MAINTENANCE UNIT (A-10) 

SDD & EPACT 05 

ANTITBRRORISM/FORCB PROTECTION 
SUPPORTING FACILITIES 
UTILITIES 
SITE IMPROVEMENTS 
HANGAR APRON ACCESS PAVEMENTS 
COMMUNICATIONS SUPPORT 

HIGH EXPANSION FIRE PROTECTION SYSTEM 
DEMOLITION 
TEMPORARY FACILITIES 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD 

TOTAL REQUEST 

TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 


3,902 

1,206 

1,208 


3,649 

2,435 

2,435 


2,216 


20,724 
14,236 ) 
( 2,941 ) 

( 2,941 ) 

( 402 ) 

( 201 ) 
5,187 
{ 450 ) 
( 400 ) 

( 605) 

( 550 ) 

{ 1/350) 

( 943 ) 

( 889 ) 

25,911 
1,296 


27,207 

1,551 


28,757 
28,760 
{ 70.0 ) 


10. Description of Proposed Construction: Reinforced concrete foundation and 
floor slab, structural steel frame, standing seam metal roof, fire 

detection/protection, utilities, landscaping, roads /par )clng, hangar apron, access 
roads and parking pavements, lighting and markings, high expamsion fire protection 
system, communications support, demolition of two facilities (2,218 SM) , temporary 
facilities during construction and all other necessary support. This project will 
comply with antiterrorism/force protection requirements identified in DoD unified 
facilities criteria. 

Air Conditioning; 50 Tons 


11. Requirement: 34314 SM Adequate: 27996 SM Substandard: 0 SM 
PROJECT: F-35 Maintenance Hangar/AMU. (New Mission) 

REQUIREMENT: Nellis APB is the designated beddown location for Force Development 

and Evaluation, and the USAF Weapon School for the P-35A weapon system. A 6-bay 
maintenance hangar with an attached Aircraft Maintenance Unit, adequately sized and 
configured, is required to support the permanent beddown of 12 P-35A Primary 
Development/Test Aircraft and 24 Primary Training Aircraft beginning FY12/2. The 
P-35A Hangar/AMU is required to support flightline maintenance for both test and 
weapon school aircraft and fall under the 57th Maintenance Group. The F-35A is 
designed with state of the art technology and composite materials to meet stealth 
mission requirements. Dedicated maintenance facilities are required to maintain 
these unique, one of a kind systems. Because the Nellis flightline and ramp is at 
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5. PROGRAM ELEMENT 

6 . CATEGORY CODE 


PROJECT NUMBER 

8. PROJECT COST ($000) 

27142 

211-111 


RKMF093004 

28,760 


1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
( computer generated) 


3. INSTALLATION AND LOCATION 
NELLIS AIR FORCE BASE, NEVADA 


4. PROJECT TITLE 

P-35 MAINTENANCE HANGAR/AMU 


capacity this new facility must be sited over the existing A- 10 AMU and the 
Armament/AME Storage Facility, forcing their relocation . 

CURRENT SITUATION: Nellis APB does not have flightline facilities to support an 
additional 36 P-35A aircraft for test. Weapons School and associated maintenance 
functions. Nellis APB proper has had significant growth since 2000 with the F-22A 
Test and Weapon School Beddown (16 aircraft), the P-15/F-16 Aggressor Beddown (48 
aircraft) and the expansion of Flag exercises and other force structure actions. 
Nellis is projected to have over 180 assigned aircraft when all actions are 
complete. All excess flightline facilities have been at capacity for the last 5 to 
7 years, and additional requirements have been documented through the BRAC 2005 
process and previously approved new weapon system facility projects. Due to lack 
of developable space on the main flightline, this facility is sited on the A-10 
Thunder AMU and the Armament/AME Storage Facility that require 
relocation/replacement facilities. The installation is a critical asset for 
capabilities and tactics testing of new weapon systems and the training of combat 
forces. The installation supports a diversity of weapons systems ranging from HH- 
60s, A-lOs, P-15s, P-16s, P-22A, and now P-35A, all of which support operational 
test, weapon school and flag exercises. 

IMPACT IF NOT PROVIDED: The ability to generate the necessary aircraft sorties to 
support operational test and weapons school mission requirements will be severely 
impacted. Without facilities, maintenance personnel will be unable to support the 
maintenance of this new weapon system, impacting fleet health. Additionally, the 
first beddown locations for new weapon systems of all kinds provide the initial 
pool of qualified operators and maintainers who will in turn train the next group 
of personnel for follow on locations. If the AP is unable to train adequate 
numbers of personnel in the early stages of development, the impacts will be felt 
at follow-on locations and may impact or delay initial and/or final operational 
capability. This project provides critical "real world" training for P-35A 
maintenance crews, who in future assignments will guide others in learning how to 
maintain the P-35A. 

ADDITIONAL: This project meets the criteria/scope specified in Part II of Military 

Handbook 1190, "Facility Planning and Design Guide", Air Force Handbook 32-10B4, 
"Facility Requirements" and the weapon system Facility Requirement Plan. An 
analysis of reasonable options for accomplishing this project (statue quo, 
renovations, new construction) was done. It indicates there is only one option 
that will meet operational requirements; new construction. A certificate of 
exception has been prepared. Sustainable principles, to include Life Cycle cost- 
effective practices, will be integrated into the design, development and 
construction of the project in accordance with Executive Order 13423, 10 DSC 2802 
(c) and other applicable laws and Executive orders. (Hangar: 3,902 SM • 41,9BS SF; 
F-35A AMD: 1,208 SM . 12,998 SF; A-10 AMU: 1,208 SM =■ 12,998 SF) Civil Engineer: 

Lt Col Mark H. McCloud: (702) 652-4833 

JOINT USE CERTIFICATION: Mission requirements, operational considerations, and 
location are incompatible with use by other coi^onents. 
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1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(conq^uter generated) 


3. INSTALLATION AND LOCATION 
NELLIS AIR FORCE BASE, NEVADA 


4. PROJECT TITLE 

F-35 MAINTENANCE HANGAR/AMU 


5. PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27142 

211-111 


RKMF093004 

28,760 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Status: 

(a) Date Design Started 

(b) Parametric Cost Estimates used to develop costs 

* (c) Percent Cos^lete as of 01 JAN 2010 

* (d) Date 35% Designed 

(e) Date Design Complete 

(f) Energy Study/Life-Cycle analysis was/will be performed 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Most Recently Used - 

(3) Total Cost (c) = (a) + (b) or (d) + (e) : 

(a) Production of Plana and Specifications 

(b) All Other Design Costs 

(c) Total 

(d) Contract 

(e) In-house 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 


15-JUN-08 

YES 

15% 

30-SEP-08 

30-SEP-09 

YES 


($000) 

1,726 

863 

2,588 

1,926 

663 

11 FEB 

11 MAR 

13 MAR 


* Indicates completion of Project Definition with Parametric Cost Estimate 
which is comparable to traditional 35% design to ensure valid scope, 
cost and executability . 


b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 
COMMUNICATIONS EQUIPMENT 
FURNISHINGS 


PROCURING 

APPROPRIATION 


3080 

3400 


FISCAL YEAR 
APPROPRIATED 
OR REQUESTED 

2011 

2011 


COST 

($ 000 ) 


45 

25 
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1. COMPONENT 
AIR FORCE 


3. INSTALLATION AND LOCATION 
MCGUIRE AIR FORCE BASE 
NEW JERSEY 


PERMANENT 


FY 2011 MILITARY CONSTRUCTION PROGRAM 


4. COMMAND: 

AIR MOBILITY COMMAND 



5. AREA CONST 
COST INDEX 
1.18 


SUPPORTED 



7. INVENTORY DATA ($000) 

a. Total Acreage: 

b. Irrventory Total as of : (30 Sep 09) 

c. Authorization Not Yet in Inventory: 

d. Authorization Requested in this Program: 

e. Planned in Next Four Years Program: 

f. Remaining Deficiency: 

g. Grand Total: 


3,660 
2,746,953 
15,300 
26,440 
16,956 
160,543 


2,966,192 


18. PROJECTS REQUESTED IN THIS PROGRAM: 


(FY2011) 

CATEGORY 




COST DESIGN STATUS 

CODE 

PROJECT TITLE 

SCOPE 


$.000 START CMPL 

141^53 

Base Ops/Command Post Facility (TFI) 

2.200 

SM 

8,000 May 09 Sep 10 

721-312 

Dormitory (1 20 Room) 

120 

RM 

18,440 Design Build 



Total 

26.440 


9a. Future Projects: Typical Planned Next Four Years: 


Eleotrioal Distribution System, Phase 2 
Munitions Storage Area 


1,000 LM 8,000 

1,810 SM 8,956 

Total 16,956 


9b. Real Property Maintenance Backlog This Installation ($M): 125 


10. Mission or Major Functions: Team McGuire consists of the Air Mobility Warfare Center, 21st Expeditionary 
Mobility Task Force, 305th Air Mobility Wing, 514th Air Mobility Wing (Air Force Reserve Command), 108th Air 
Refueling Wing (New Jersey Air National Guard) 


11. Outstanding pollution and Safety (OSFIA) Deficiencies: 

a. Air pollution 0 

b. Water Pollution 0 

c. Occupational Safety and Health 0 

d. Other Environmental 9 
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1. COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computdr generated) 


3. INSTALLATION AND LOCATION 
MCGUIRE AIR FORCE BASE, NEW JERSEY 


4. PROJECT TITLE 

BASE OPS/COMMAND POST FACILITY (TFI) 


5 . PROGRAM ELEMENT 
41976 


6. CATEGORY CODE 
141-453 


7. PROJECT NUMBER 
PTFL063000 


8. PROJECT COST ($000) 
8,000 


9 . COST ESTIMATES 


ITEM 


U/M QUANTITY 


UNIT 

COST 


COST 

($ 000 ) 


PRIMARY FACILITIES 

BASE OPERATIONS / COMMAND POST FACILITY 
SDD 6 EP ACT 05 

ANTITERRORISM/FORCE PROTECTION 
SUPPORTING FACILITIES 
OTILITIES 
PAVEMENTS 
SITE IMPROVEMENTS 
SITE/UTILITY DEMOLITION 
COMMUNICATIONS SUPPORT 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD 

TOTAL REQUEST 

TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 


5,634 
5,467 ) 
( 111 ) 
( 56 ) 

1,586 
( 269) 
( 575) 

( IBS) 
( 150) 
( 424 ) 
7,220 


7,581 

432 


8,000 

( 1 , 022.0 ) 


10. Description of Proposed Construction: Concrete slab on grade, concrete 
masonry unit (CMU) exterior walls with brick veneer and cast stone accents, 
standing seam metal roof, bronze anodized energy efficient windows and exterior 
doors, provide hardened interior walls and ceiling over new Command Post area, 
communications, all buildings systems, pre-wiring, all required areas for all 
Operations Group (00) Base Operations functions, landscaping, and parking lots. 
Demolish existing utility systems, relocate existing communications lines and 
provide necessary communications support. Includes emtiterrorism/force protection 
requirements lAW the DoD Unified Facilities Criteria. 

Air Conditioning: 55 Tons 


11. Requirement: 3913 SM Adequate: 1713 SM Substandard: 0 SM 
PROJECT: Construct Base Operations/Command Post Facility. (Current Mission) 

REQUIREMENT; The 305th Operations Group (OG) and 305th Air Mobility Wing (AMW) 
require a modern, efficient consolidated Base Operations/Command Post (CP) 
facility. Base Operations space Is required to accommodate the administrative 
needs of 305th Operations Support Squadron (OSS), and to provide space for aircrew 
brief/debrief , flight ops scheduling, intelligence (Intel), Intel equipment support 
areas. Command and Control (C2), standardization/ evaluation, and support staff 
areas. Properly sized Commemd Post space is required to provide sufficient space 
for controllers, classified operations, classified storage, Mission Operations 
Control (MOC) & Air Tactical Operations Center (ATOC) units. Emergency Action 
controllers, STRATCOM Support Mission personnel, SORTS and all associated equipment 
as McGuire prepares for additional BRAC missions and integration with the Navy and 
Army under joint basing. It also includes space to house the crisis action team 
(CAT) adjacent to the CP. The Chief of Staff of the Air Force mandated that Air 
Force Conanand Posts consolidate all resident and tenant CPs into one Installation 
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1 

1. COMPONENT 

FY 2011 MILITARY COHSTRUCTION PROJECT DATA 

2. DATE 

AIR FORCE 

(computer generated) 



3. INSTALLATION AND LOCATION 4. PROJECT TITLE 


MCGUIRE AIR FORCE BASE, NEW JERSEY BASE OPS/COMMAND POST FACILITY (TPI) 


5. PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

41976 

141-453 


PTFL063000 

8,000 


Control Center (ICC) no later than 31 December 2007. To comply with the USAF 
Installation Control Center (ICC) concept McGuire must train and integrate with 514 
Air Mobility Wing (AMW) controllers and eventually with the 108 Air Refueling Wing 
(ARW) CP. 

CURRENT SITUATION: In July 07, McGuire became the first KC-10 base 

certified/responsible for time critical refueling support of the STRATCOM national 
strategic mission. CP workload to immediately secure/process classified Emergency 
Action Messages (EAMs) increased from 2 to 38 (avg) EAMs per day. The CP cell area 
is too small, cannot be expanded, & lacks basic physical security elements to allow 
Secret commiinications processing without disruption to controllers. Key OSS flights 
such as Intel & Tactics are located in separate facilities, hindering effective C2 
within the OSS and preventing efficient mission planning. Mission planning areas 
accommodate only two flight crews at a time; many global airlift sorties emanating 
from McGuire in support of USTRANSCOM's war-fighting mission involve more than two 
flight crews. The lack of adequate mission planning space increases time in 
communicating vital pre-flight information to flight crews & the risk of 
miscommunication. Critical functions (CAT & Intel), located below grade, have been 
flooded numerous times risking damage to real property & sensitive, classified & 
unclassified computer equipment. The CAT area does not accommodate the entire CAT 
staff at one time & lacks basic communications equipment to enable real time 
audio/video inputs from other base agencies. Due to a permanent corporate military 
airlift channel restructuring (1 Jan 08) McGuire now provides C2 , aircrew, and 
logistics & maintenance support to recover/launch all military & commercial airlift 
to EUCOM, Afghanistan & locations in CENTCOM, Building systems (electrical, HVAC) 
don't meet demand. The facility violates ATPP setbacks. 

IMPACT IP NOT PROVIDED: Base operations and command post f\uictions will continue 
to operate inefficiently. Geographically separated OSS flights prevent effective 
command and control and degrade pre- flight planning. The lack of adequate mission 
planning areas impedes communication among flight crews as they prepare to fly 
sorties in support of COCOM war-fighter missions. Integration of Navy aircraft 
under joint basing places an additional premium on having adequate space for 
mission planning and communication. CAT and Intel functions are routinely 
disrupted and forced to relocate to substandard alternate locations due to 
flooding, and the flooding also places critical classified communications 
infrastructure at risk. The CAT lacks the most essential command and control 
capabilities because existing area cannot accommodate the entire CAT staff at one 
time. During exercise or real world scenarios, the degraded command and control 
capability due to inadequate space combined with antiquated coinm\inications 
infrastructure will severely hamper the CAT's ability to respond to major events. 
Continued non-compliance with AT/FP and COMSEC construction criteria for this 
critical facility creates unacceptable security vulnerabilities. 

ADDITIONAL: This project complies with the criteria/scope as specified in APH 32- 

1084/ "Facility Requirements". An Economic Analysis has been prepared which 
compared alternatives to new construction, including revitalization, leasing, and 
statue quo. It indicated that new construction is the most cost effective solution. 
Sustainable principles, to include life cycle cost-effective practices, will be 
integrated into the design, development, and construction of the project in 
accordance with Executive Order 13423, 10 USC (c) , and other applicable laws and 
Executive orders. Base Civil Engineer: Lt Col Craig Cole, (609) 724-2642. Base 
Ops/Command Post Facility: 2,200 SM = 23,672 SF . 

JOINT USE CERTIFICATION: This facility is programmed for joint use with the 514th 
AMW (AFRC) , Fort Dix (US Army) and Lakehurst NAEC (US Navy); however, it is fully 
funded by the Air Force. This project supports Total Force Integration 
initiatives . 
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5, PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

B. PROJECT COST ($000) 

41976 

141-453 


PTFL063000 

8,000 


1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(coxELputer generated) 


3 . INSTALLATION AND LOCATION 
MCGUIRE AIR FORCE BASE, NEW JERSEY 


4 . PROJECT TITLE 

BASE OPS/COMMAND POST FACILITY (TPI) 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Status: 

(a) Date Design Started 

(b) Parametric Cost Estimates used to develop costs 

* (c) Percent Complete as of 01 JAN 2010 

* (d) Date 35% Designed 

(e) Date Design Complete 

(f) Energy Study/Life-Cycle analysis waa/will be performed 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Host Recently Used > 

(3) Total Cost (c) » (a) + (b) or (d) + (e) : 

(a) Production of Plans and Specifications 

(b) All Other Design Costs 
(C) Total 

(d) Contract 

(e) In-house 

<4) Construction Contract Award 

<5) Construction Start 

<6) Construction Completion 


14 -MAY- 09 
YES 
15% 

29- JAN-lO 

30- SEP-10 

YES 


{$ 000 ) 

480 

240 

720 

600 

120 

11 FEB 

11 MAR 

12 AUG 


* Indicates completion of Project Definition with Parametric Cost Estimate 
which is comparable to traditional 35% design to ensure valid scope, 
cost and executability . 


b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 
FURNITURE AND OTHER FURNISHING 
COMMUNICATIONS EQUIPMENT 
UPS SYSTEM 
AUDITORIUM SEATING 


PROCURING 

APPROPRIATION 

FISCAL YEAR 
APPROPRIATED 

OR REQUESTED 

COST 

($000) 

3400 

2011 

450 

3080 

2011 

500 

3080 

2011 

35 

3400 

2011 

37 
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1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
MCGUIRE AIR FORCE BASE, NEW JERSEY 


4. PROJECT TITLE 
DORMITORY (120 ROOM) 


5. PROGRAM ELEMENT 

6. CATEGORY CODE ; 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

41976 

721-312 


PTPL083003 

18,440 


9 . COST ESTIMATES 


PRIMARY FACILITIES 
DORMITORY (120 RM) 

ANTITBRRORISM/PORCB PROTECTION 
INTERIOR COMMUNICATIONS SUPPORT 
SDD & BP ACT 05 
SUPPORTING FACILITIES 
PAVEMENT 

SITE IMPROVEMENTS 
UTILITIES 

EXTERIOR COMMUNICATIONS SUPPORT 
PAVEMENT DEMOLITION 
BUILDING DEMOLITION 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD (5.7%) 

DBSIGN/BUILD - DESIGN COST (4.0% OP SUBTOTAL) 

TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 

EQUIPMENT PROM OTHER APPROPRIATIONS (NON-ADD) 


U/M 


QUANTITY 


3,960 


5. 006 


UNIT 

COST 


COST 

($ 000 ) 


13,348 
{ 12,862 ) 
( 129 ) 
{ 99 ) 
( 258 ) 
2,692 
( 465 ) 
( 300 ) 
( 400 ) 
( 200 ) 
( 326 ) 
( 1 , 001 ) 


16,040 

802 


16,842 

960 

642 


18,444 
18,440 ) 
< 900 


10. Description of Proposed Construction: Construct a three story dormitory 
configured to the Air Force E1-E4 Dorms-4-Airmen module standard with balcony 
entrances. Exterior construction will include concrete foundation and slab-on- 
grade, load bearing steel framed walls with brick veneer finish and cast stone 
accents, concrete elevated floor slabs, and metal joist hip roof structure with 
standing seam metal roofing system. Exterior closure will include operable metal 
frame windows with Low E double pane glazing and entry doors with thermal 
insulation and automatic door closers. Building systems include; HVAC, pluaibing, 
electrical and lighting, commiinication, security, and fire protection and 
detection. This project replaces two dormitories that will be demolished (5,006 
SM) . This project will comply with DoD antiterrorism/force protection requirements 
per Unified Facilities Criteria. 

Air Conditioning: 96 Tons Grade Mix; B1-B4 120 


11. Requirement: 658 RM Adequate; 375 RM Substandard: 324 RM 
PROJECT: Construct a 120 room dormitory. (Current Mission) 

REQUIREMENT ; An important Air Force initiative is to provide unaccompanied 


enlisted personnel with housing conducive to their proper rest, relaxation and 
personal well-being. Properly designed and furnished quarters providing individual 
privacy are essential to the successful accomplishment of the increasingly 
complicated and important jobs these people must perform. Dormito^ investment is 
a key quality of life issue to help boost retention rates of our highly trained 
Airmen. Continuing to take care of people is an ongoing CSAF interest item because 
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1. COMPONENT ! 

AIR FORCE 

PY 2011 MILITARY CONSTRUCTION PROJECT DATA 

(computer generated) 

2. DATE 

3- INSTALLATION AND LOCATION 

MCGUIRE AIR FORCE BASE, NEW JERSEY 

4. PROJECT TITLE 

DORMITORY (120 ROOM) 

5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7 . PROJECT NUMBER 

8. PROJECT COST ($000) 

41976 


721-312 

PTFLO03OO3 ; 

1 

18,440 

1 . i 


Airmen are our #1 resource and retaining a trained force is essential to our 
readiness posture and continuing world-wide responsibilities. Current requirement 
for xmaccompanied housing occupants is 658 E1-E4 enlisted personnel. 

CURRENT SITUATION: The base has a requirement for 658 dormitory rooms and a 
current adequate inventory of 376 ro«rts. Five of the existing eight dorms were 
constructed in the 1950 's and require significant renovation. Based on force 
protection criteria/ including progressive collapse/ blast protection and standoff 
distances, renovation coats are significantly impacted and will exceed 70% of the 
replacement threshold. Therefore, the 2000 Air Force Dorm Master Plan recommended 
new construction as the most cost effective and feasible solution. The plan is to 
replace these 195Qs vintage dorms with new 120 person dorms in a three phase plan. 
IMPACT IF NOT PROVIDED: In order to mitigate the worst AT/FP deficiencies a 
minimum of 132 airmen, and as many as 263 airmen, will be forced to live off-base. 
Transportation to and from base can be a problem because many young Airmen do not 
own vehicles. Additionally, being forced to live off base decreases access to many 
of their benefits and services including Education Center, Chapel, Fitness Center, 
and Community Center. These Airmen will incur additional out-of-pocket cost of 
living expenses and will be detached from their on-base peers. Continued use of the 
existing doirmitories will result in unnecessary exposure to major Force Protection 
deficiencies including the lack of progressive collapse and blast/fragmentation 
mitigation . 

ADDITIONAL: This project meets the criteria/scope specified in Air Force Handbook 

32-1084, Facility Requirements and is in accordance with the 2008 Air Force 
Dormitory Master Plan. An analysis was conducted comparing alternatives of status 
quo, renovation, and new construction. It indicates that new construction is the 
only option that will meet operational requirements. A certificate of exception is 
prepared. Sustainable principles, to include life cycle cost-effective practices, 
will be integrated into the design, development, and construction of the project in 
accordance with Executive Order 13423, 10 USC {c), and other applicable laws and 
Executive Orders. PY2009 xinaccompanied housing RPM conducted: None. PY2010 
unaccompanied housing RPM conducted: None. Future unaccompaned housing RPM 
planned: None. Base Civil Engineer: Lt Col Craig Cole, (609) 724-2642. 

Dormitory {120 Room): 3,960 SM a 42,625 SF. 

JOINT USB CERTIFICATION: This facility can be used by other components on an "as 
available" basis; however, the scope of the project is based on Air Force 
requirements . 
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1. COMPONENT 

FY 2011 MILITARY CONSTRUCTION PROJBCT DATA 

2. DATE 

AIR FORCE 

(computer generated) 



5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJBCT NtJMBBR 

8. PROJECT COST ($000) 

41976 

721-312 


PTFL083003 

18,440 


3. INSTALLATION AND LOCATION 
MCGUIRE AIR FORCE BASE, NEW JERSEY 


4. PROJECT TITLE 
DORMITORY (120 ROOM) 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Project to be accomplished by design-build procedures 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) where Design Was Moat Recently Used - 

(3) All Other Design Costs 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 

(7) Energy Study/Life-Cycle analysis was/will be performed 


NO 

553 
11 FEB 
11 MAR 
13 MAR 
YES 


b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 
EXCLUDED COMMUNICATIONS EQUIP 
FURNITURE 



FISCAL YEAR 

COST 

PROCURING 

APPROPRIATED 

APPROPRIATION 

OR REQUESTED 

($000) 

3400 

2012 

100 

3400 

2012 

800 
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1. COMPONENT 
AIR FORCE 


INSTALLATION AND LOCATION 
CANNON AFB, 

NEW MEXICO 


PERMANENT 
I OFF I ENL 
9 


FY 2011 MILITARY CONSTRUCTION PROGRAM 


COMMAND; 

AIR FORCE SPECIAL 
OPERATIONS COMMAND 


STUDENTS 



2. DATE 
JUL : 


5. AREA CONST 
COST INDEX 


SUPPORTED 


ENL 


0 0 
0 0 



7. INVENTORY DATA ($000) 




a. Total Acreage: 3,789 




b. Inventory Total as of : (30 Sep 09) 



1,002,731 

c. Authorization Not Yet in Inventory: 



40,600 

d. Authorization Requested in this Program: 



34,000 

e. Pianned in Next Four Year Program: 



20,500 

f. Remaining Deficiency: 



217,997 

g. Grand Totai: 



1,315,828 

8. PROJECTS REQUESTED IN THIS PROGRAM: {FY2011) 




CATEGORY 

COST 

DESIGN 

STATUS 

CODE PROJECT TITLE SCOPE 

$.000 

START 

CMPL 

721-312 DORMITORY (96-ROOM) 3,168 SM 

$14,000 

Design 

Build 

141-753 UAS Squadron Operations Faciity 96 RM 

$20,000 

Jan-10 

Aug- 10 

Total 

$34,000 



9a. FUTURE PROJECTS: Typical Planned Next Four Years; 




722-351 SATELLITE DINING & FITNESS CTR 1,378 SM 

5,000 



740-253 FAMILY SUPPORT CENTER 1,001 SM 

3,200 



730-441 LIBRARY/EDUCATION CENTER 3,344 SM 

12.300 




20,500 



9b. Real Propery Maintenance Backlog This Installation: ($M) 



N/A 

10. MISSION OR MAJOR FUNCTIONS; Special Operations Wing with MC-130W, AC-130, CV-22, Non- 

Standard Aviation (NSA), and Unmanned Aerial System (UAS) special operations squadrons. 


11. OUTSTANDING POLLUTION AND SAFETY (OSHA)DEFICIENCIES; 

a. Air pollution 

0 



b. Water Pollution 

0 



c. Occupational Safety and Health 

0 



d. Other Environmental 

0 
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5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8, PROJECT COST ($000) 

27576 

721-312 


CZQZ073005 

14,000 


1. COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(ccmtputer generated) 


3 . INSTALLATION AND LOCATION 
CANNON AIR FORCE BASE, NEW MEXICO 


4. PROJECT TITLE 
DORMITORY (96 RM) 


9. COST ESTIMATES 


PRIMARY FACILITIES 
DORMITORY {96 RM) 

ANTITBRRORISM/PORCE PROTECTION 
SDD & BPA ACT 05 
SUPPORTING FACILITIES 
UTILITIES 
SITE IMPROVEMENTS 
PAVEMENTS 
COMMUNICATIONS 
SUBTOTAL 

CONTINGENCY (5-0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD 
DBSIGN/BUILD - DESIGN COST 
TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 

EQUIPMENT PROM OTHER APPROPRIATIONS (NON-ADD) 


(5.7%) 
(4.0% OP SUBTOTAL) 


U/M 


3,168 


UNIT 

COST 


3,070 


COST 

($ 000 ) 


10,018 
{ 9,726 ) 
( 97 ) 
( 195 ) 
2,191 
( 505 ) 
( 622 ) 
( 504) 
( 560 ) 


12.209 

610 


12, 819 
731 
488 


14,038 
14,000 ) 
( 774 


10. Description of Proposed Construction: Construct a three-story, four-plex 
style dormitory (96 room) with reinforced concrete foundation, walls and floors, on 
a steel frame. The exterior finish will be split faced concrete masonry unit (CHO) 
block and metal roof. The project includes all utilities, pavements, site 
improvements, landscaping and all required facility support. This project will 
comply with DoD antiterrorism/force protection requirements per the Unified 
Facility Criteria. 

Air Conditioning: 150 Tons Grade Mix: B1-E4 96 


11. Requirement: 814 RM Adequate; 236 RM Substandard: 324 RM 
PROJECT : Construct a 96 room dormitory, (New Mission) 

REQUIREMENT : Meet new requirements for beddown of Special Operations Forces (SOF) . 


By FYll, multiple new missions will be assigned to Cannon to include one MC-130 
Squadron, one AC-130 Squadron, an Unmanned Aircraft System (UAS) Squadron, two C^^- 
22 Squadrons, a Non-Standard Aircraft (NSA) Squadron and various other SOF 
personnel. Cannon AFB unaccompanied enlisted personnel (UEP) housing requirement 
will be 814 dorm rooms in the current AF standard (4 Room Quad) by PY12. 

CURRENT SITUATION: Projected requirements due to the AFSOC beddown will result in 
a deficit of 107^ormitory rooms. Additionally, most of the existing dorms are 
substandard. Two dormitories are uninhabitable due to mold, asbestos, and severe 
infrastructure deficiencies. Other dormitories are 40 - 50 years old. The older 
dorms have had multiple cosmetic upgrades, but the mechanical systems have not been 
improved. In the older dorms, plumbing has diminished water flow capacity due to 
hard water deposits in the piping resulting in low pressure/low volxiiae water in 
showers and sinks. Mechanical and electrical systems are beyond their Life Cycle 
with multiple recommendations to replace or upgrade existing systems within the 
Dormitory Master Plan. The older fire alarm systems trigger false alarms, wasting 
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1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
CANNON AIR FORCE BASE, NEW MEXICO 


4. PROJECT TITLE 
DORMITORY (96 RM) 


S. PROGRAM ELEMENT 
27576 


6. CATEGORY CODE 
721-312 


7. PROJECT NUMBER 
CZQZ073005 


8. PROJECT COST ($000) 
14,000 


time and resources as well as being a nuisance to airmen > 

IMPACT IF NOT PROVIDED; The dorm room deficit will force either increased 
occupancy of existing dorms or force single airmen to live in off-base housing. 

Much of off-base housing is substandard and unaffordable on current Basic Allowance 
for Housing rates and/or located in less than secure areas of the local community. 
There is no local mass transit system, which would force new airmen living off base 
to purchase vehicles which may create a financial hardship. These conditions will 
reduce the quality of life for these airmen and potentially affect retention. 
Without recapitalization of existing dormitories, they will continue to degrade, 
reaching uninhabitable condition; further increasing the dormitory room shortage. 
ADDITIONAL; This project meets the criteria/scope in the AF Handbook 32-1084, 
Facility Requirements, the Dormitory Design Guide, the AF Dorm Master Plan and the 
Cannon AFB General Plan. A preliminary analysis of reasonable options for 
accomplishing this project (status quo, renovation, new construction) was done. It 
indicates there is only one option that will meet operational requirements. Because 
of this, a full economic analysis was not performed. A certificate of exception has 
been prepared. PY 2009 unaccompanied housing RPM conducted; None. PY 2010 
unaccompanied housing RPM conducted: None. Future unaccompanied housing RPM 
planned; None. Sustainable principles, to include life cycle cost-effective 
practices, will be integrated into the design, development, and construction of the 
project in accordance with Executive Order 13423, 10 USC 2802 (c) and other 
applicable laws and Executive orders. Base Civil Engineer; Lt Col Anne M Coverston; 
Phone; (575) 784-2008. Dormitory; 3,168 SM = 34,088 SP. 

JOINT USB CERTIFICATION; This facility can be used by other components on an “as 
available" basis; however, the scope of the project is based on Air Force 
requirements. 
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1 . COMPONENT 

AIR FORCE 

PY 2011 MILITARY CONSTRUCTION PROJECT DATA 

(computer generated) 

2. DATE 

3 . INSTALLATI 

CANNON AIR FO 

ON AND LOCATION 

RCE BASE, NEW MEXICO 

4. PROJECT TITLE 

DORMITORY (96 RM) 

5. PROGRAM ELEMENT 

27576 

6 , CATEGORY CODE 

721-312 

7 . PROJECT NUMBER 

CZQZ073005 

8. PROJECT COST ($000) 

14,000 




12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Project to be accomplished by design-build procedures 
(2} Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Most Recently Used - 

(3) All Other Design Costs 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 

(7) Energy Study/Life-Cycle analysis was/will be performed 

b. Equipment associated with this project provided from other appropriations; 


EQUIPMENT NOMENCLATURE 
FUNITURE AND OTHER EQUIPMENT 
COMMUNICATIONS EQUIPMENT 



NO 


420 

11 

FEB 

11 

MAR 

12 

DEC 


YES 


PROCtJRING 

APPROPRIATION 

FISCAL YEAR 
APPROPRIATED 

OR REQUESTED 

COST 

($000) 

3400 

2012 

624 

3400 

2012 

150 


DD FORM 1391, DEC 99 


Previous editions are obsolete. 


Page No. 


February 2010 


125 


55040A 



121 


1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3, INSTALLATION AND LOCATION 
CANNON AIR FORCE BASE, NEW MEXICO 


4. PROJECT TITLE 

UAS SQUADRON OPS FACILITY 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

35219 

141-753 


CZQZ093004 

20,000 


9 . COST ESTIMATES 


U/M QUANTITY 


UNIT COST 

COST ($000) 


PRIMARY FACILITIES 
UAS SQUADRON OPERATIONS FACILITY 
ANTI-TERRORISM/FORCE PROTECTION 
SDD & EPACT 05 
SUPPORTING FACILITIES 
UTILITIES 
PAVEMENTS 
SITE IMPROVEMENTS 
COMMUNICATIONS 
ELEVATORS 
GENERATORS 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD 

TOTAL REQUEST 

TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 


150.000 

200.000 


15,583 
( 15,203 ) 

( 76 ) 

( 304 ) 

2,449 
( 466 ) 

( 406 ) 

{ 425) 

( 452 ) 

( 300 ) 

( 400 ) 
18,032 
902 


18,934 

1,079 


20,013 
20,000 
{ 3,500.0 ) 


10. Description of Proposed Construction: Multi-story steel frame structure with 
reinforced concrete foundation and slab floor, split faced masonry CMU exterior and 
standing-seam metal roof. Includes utilities, pavements and site improvements, 
landscaping, fire protection, communications and all necessary support. Project 
will comply with DoD Antiterrorism/Force Protection requirements per the Unified 
Facilities Criteria. 

Air Conditioning; 134 Tons 


11. Requirement; 3345 SM Adequate: 0 SM Substandard; 0 SM 
PROJECT: Construct UAS Squadron Operations Facility. (New Mission) 

REQUIREMENT; The 33rd Special Operations Squadron (SOS) requires a squadron 
operations to support their MQ-9 Reaper UAS 24/7, 365 day/year operations from this 
location. Key fimctional areas include; the operations center, groxmd control 
stations (GCSs) , mission planning, consolidated briefing rooms, current operations, 
scheduling, flight management, intel, plans, and tactics, mobility, supply, 
training, weather and adminstrative spaces for the commemder and staff. The 
facility shall be digitally linked with the AP Distributed Ground Stations, 3 SOS 
Predator squadron, 27 Wing Operations Center and SOF units both deployed and in 
garrison. 

CURRENT SITUATION: This facility is late to need. The 33 SOS activated 1 Aug 09. 
Cannon AFB requires the construction of a new facility to support the AFSOC 
addition of the Reaper UAS mission. Current facilities used for UAS operations are 
not capable of supporting the addition of MQ-9 mission or the 33 SOS. Operations 
will be inefficient with operators required to drive from building to building 
Imultiple times during the day to do routine operations. There is no single facility 
on base that could be used or converted to meet this requirement. This new facility 
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1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3 . INSTALLATION AND LOCATION 
CANNON AIR FORCE BASE, NEW MEXICO 


4. PROJECT TITLE 

UAS SQUADRON OPS FACILITY 


5 . PROGRAM ELEMENT 
35219 


6. CATEGORY CODE 
141-753 


7. PROJECT NUMBER 
CZQZ093004 


8. PROJECT COST ($000) 
20,000 


will support the initial beddovm of the 33 SOS and the MQ-9 mission. 

IMPACT IP NOT PROVIDED: Failure to provide facilities to support the mission 
beddown will significantly impact UAS combat operations. The 33 SOS will work out 
of temporary facilities at Cannon AFB, NM and is in need of a permanent facility to 
meet its unique mission requirements. Without an adequate facility, the beddown 
will be slowed due to inadequate available space for both personnel and mission 
operations. Also, day to day operations will be inefficient and disjointed with 
personnel spread out at three separate locations. Overall, the UAS mission will be 
adversely impacted without a suitable operations facility. 

ADDITIONAL: This project meets the criteria/ scope in Air Force Heuidbook 32-1084, 

“Facility Requirements.” All known alternative options were considered during the 
development of this project. No other option could meet the mission requirement; 
therefore, no economic analysis was needed or perfoinned, A certificate of exception 
will be prepared. Sustainable principles, to include life cycle cost-effective 
practice, will be intergrated int design, development, and construction of the 
project in accordance with Executive Order 13423, 10 USC 2802 (c) , and other 
applicable laws and Executive Orders. Base Civil Engineer: Lt Col Anne M. 
Coverston, Phone: 575-784-2008. (UAS Squadron Operation Facility: 3,345 SM « 
35,992 SF) 

JOINT USE CERTIFICATION: This facility can be used by other components on an "as 
available" basis; however, the scope of the project is based on Air Force 
requirements . 
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1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
( computer generated) 


3 . INSTALLATION AND LOCATION 
CANNON AIR FORCE BASE, NEW MEXICO 


4 . PROJECT TITLE 

UAS SQUADRON OPS FACILITY 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

35219 

141-753 


CZQZ093004 

20,000 


12. SUPPLEMENTAL DATA; 

a. Estimated Design Data: 

(1) Status: 

(a) Date Design Started 

(b) Parametric Cost Estimates used to develop costs 

* (c) Percent Complete as of 01 JAN 2010 

* (d) Date 35% Designed 

(e) Date Design Complete 

(f) Energy Study/Life-Cycle analysis was/will be performed 

(2) Basis; 

(a) Standard or Definitive Design - 

(b) Where Design Was Most Recently Used - 

(3) Total Cost (c) = (a) + (b) or (d) * (e) : 

(a) Production of Plans and Specifications 

(b) All Other Design Costs 

(c) Total 

(d) Contract 

(e) In-house 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 


01- JAN-10 

YES 

15% 

07-MAR-10 

02- SEP-10 

YES 


($000) 

1,200 

600 

1,800 

1,500 

300 

11 FEB 

11 MAR 

13 MAR 


* Indicates completion of Project Definition with Parametric Cost Estimate 
which is comparable to traditional 35% design to ensure valid scope, 
cost and executability . 


b. Equipment associated with this project provided from other appropriations; 



PROCURING 

FISCAL YEAR 
APPROPRIATED 

COST 

EQUIPMENT NOMENCLATURE 

APPROPRIATION 

OR REQUESTED 

($000) 

COLLATERAL EQUIPMENT 

3400 

2013 

2,500 

COMMUNICATIONS EQUIPMENT 

3400 

2012 

1,000 
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1. COMPONENT 

AIR FORCE 

FY 2011 MILITARY CONSTRUCTION PROGRAM 

2, DATE 

3. INSTALLATION AND LOCATION 


4. COMMAND; 



5, AREA CONST 


HOLLOMAN AIR FORCE BASE, 


AIR COMBAT COMMAND 


COST INDEX 


NEW MEXICO 








0.96 



6. Personnel 

PERMANENT 

STUDENTS 

SUPPORTED 


Strenqth 

OFF 

ENL 

CIV 

OFF 

ENL 

CIV 

OFF 

ENL 

CIV 

TOTAL 

AS OF 30 SEP 09 

437 

3554 

1925 

8 

4 

0 

1 

10 

86 

6,025 

ENDOFFY 2015 

395 

3411 

1829 

8 

4 

0 

1 

10 

86 

5,744 

7. INVENTORY DATA (SOOO) 









la. Total Acreage: 


57.837 









b. inventory Total as of : {30 Sep 09' 








2,524,621 

c. Authorization Not Yet in Inventory: 








63,100 

d. Authorization Requested in this Program: 







37,970 

e. Planned in Next Four Years Program: 







23,720 

f. Remaining Deficiency: 









44,600 

g. Grand Total: 










2,694,011 

Is. PROJECTS REQUESTED IN THIS PROGRAM: 



(FY2011) 



CATEGORY 








COST 

DESIGN 

STATUS 

CODE 

PROJECT TITLE 




SCOPE 

$.000 

START 

CMPL 

21M77 

UAS Add/Alter Maintenance Hangar 

4,737 

SM 

15,470 

DESIGN BUILD 

211-177 

UAS Maintenance Hangar 


5,580 

SM 

22,500 

DESIGN BUILD 







Total 


37,970 



t9a. Future Projects: Typical Planned Next Four Years: 






112-111 

Taxiway 





35,000 

SM 

8,000 



442-758 

BEAR Set Asset Storage Facility 

9,290 

SM 

15,720 











23,720 



Isb. Real Property Maintenance Backlog This Installation: ($M) 





120 

10. Mission or Major Functions: Air Combat Command; a fighter wing with F-22A squadrons, one German F-4 

training squadron, a major command training squadron, a weapons testing and evaluation wing, and the war 

reserve material bare base support group. 








11. Outstanding Pollution and Safety {OSHA Deficiencies): 






a, Air Pollution 








0 



b. Water Pollution 







0 



c. Occupational Safety and Health 





0 



d. Other Environmental 







0 
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1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
HOLLOMAN AIR FORCE BASE, NEW MEXICO 


4. PROJECT TITLE 

UAS ADD/ALTER MAINTENANCE HANGAR 


5. PROGRAM ELEMENT 

6, CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

35219 

211-177 


KWRD093013 

15,470 


9. COST ESTIMATES 


ITEM 


U/M QUANTITY 


UNIT 

COST 


COST 

($ 000 ) 


PRIMARY FACILITIES 
AMU ADDITION 

MAINTENANCE HANGAR ALTERATION 
INSTALL FIRS SXTPPRBSSION 
REPAIR ROOF 
SDD & BPACT OS 

ANTITERRORISM/FORCE PROTECTION 
SUPPORTING FACILITIES 
UTILITIES 
SITE IMPROVEMENT 
COMMUNI CAT I ONS 

DEMOLISH EXISTING SOUTH LOW BAY 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD 

TOTAL REQUEST 

TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 


1,022 

3,715 


2,736 

1,817 


11,889 
( 2,796 ) 

( 6,750 ) 

( 900 ) 

( 1,158 ) 

{ 190 ) 

( 95 ) 

1,565 
( 600 ) 

( 50) 

( 640 ) 

( 275 ) 
13,454 
673 


(5.7%) 


14,127 

805 


14,932 
15,470 
( 60.0 ) 


10. Description of Proposed Construction: Repair and renovate the existing 
Maintenance Hangar, B301, to include the addition of 1022 SM of new construction to 
house various functions of the AMU. Project will include renovation, reinforced 
concrete foundations and floor slabs, masonry walls, metal roof systems, updating 
electrical systems and lighting, fire detection/suppression, utilities, site 
improvements, communications support, and all other necessary support. Project 
will demolish the south low bay facility, repair existing roof, apply non-slip 
reflective epoxy coating to hangar floor and replace HVAC systems for hangar bay 
and north low bay. This project will comply with DoD antiterrorism/force protection 
requirements per Unified Facility Criteria. 

Air Conditioning: 40 Tons 


11. Requirement: 1022 SM Adequate: 0 SM Substandard: 1022 SM 
PROJECT: UAS Add/Alter Maintenance Hangar. (New Mission) 

REQUIREMENT: This project supports the AF objective of increasing UAS Combat Air 

Patrol (CAP) rates in support of Overseas Contingency Operations. Adequate 
facilities are necessary to establish a second Formal Training Unit (FTU) to 
achieve the increased CAP goal. The Maintenance Hangar, bldg 301, is required for 
performing routine sortie generation actions on assembled air vehicles. Hangar 301 
is the MQ-9 AMU. The AMU and Maintenance Shop are required to provide UAS backshop 
support capability and to provide support for personnel assigned to sortie 
generation tasks, launch & recovery activities, and weather monitoring. 

CURRENT SITUATION: The existing maintenance hangar, bldg 301, is not correctly 
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5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

35219 

211-177 


KMRD093013 


1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
HOLLOMAN AIR FORCE BASE, NEW MEXICO 


4. PROJECT TITLE 

UAS ADD /ALTER MAINTENANCE HANGAR 


8. PROJECT COST ($000) 


15,470 


configured to support the maintenance actions required for the UAS FTU mission. 
Additionally, restrooms do not meet ADA requirements. Electrical panels are old 
and unserviceable. The large distribution conductors may no longer be sound. HVAC 
systems consist of steam boiler and HV units with steam coils. Many of the HV 
units are disconnected. The facility lacks an adequate fire suppression system. 
IMPACT IP NOT PROVIDED: Failure to provide adequate facilities and infrastructure 
to support this new mission beddown will significantly impact UAS FTD sortie 
generation in the near-term and, ultimately, the capacity to provide the Combatant 
Commander’s increased CAP rates in their AORs in the long-term. Adequate facilities 
will not be available to perform critical MQ-9 maintenance functions. This will 
force inefficient workarounds that will degrade mission accomplishment. 

ADDITIONAL: This project meets the criteria and scope specified in Air Force 

Handbook 32-1004, "Facility Requirements". An analysis of reasonable options for 
accomplishing this project (status quo, renovation, construction) was done. 
Add/alter was found to be the most cost efficient over the life of the project. 
Sustainable principles, to include Life Cycle cost-effective pactices, will be 
integrated into the design, development, and construction of the project in 
accordance with Executive Order 13423, 10 USC 2802 (c) and other applicable laws 
and Executive orders. POC: Lt Col Christian J. Knutson, 575-572-3071. (Maintenance 
Hangar w/North Low Bay: 3,715 SM = 39,975 SF; AMU Addition: 1,022 SM = 11,000 SP; 
Roof: 4,370 SM a 47,000 SP) . 

JOINT USE CERTIFICATION: Mission requirements, operational considerations and 
location are incompatible with use by other components. 
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1 . COMPONENT 
AIK FOECE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
{computer generated) 


3. INSTALLATION AND LOCATION 
HOLLOMAN AIR FORCE BASE, NEW MEXICO 


4. PROJECT TITLE 

UAS ADD/ALTER MAINTENANCE HANGAR 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

35219 

211-177 


KWRD093013 

15,470 


12, SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Status: 

(a) Date Design Started 

(b) Parametric Cost Estimates used to develop costs 

* (c) Percent Complete as of 01 JAN 2010 

* (d) Date 35% Designed 

(e) Date Design Complete 

(f) Energy Study/Life-Cycle analysis was/will be performed 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Most Recently Used - 

(3) Total Cost (c) = (a) + (b) or (d) ♦ (e) : 

(a) Production of Plans and Specifications 

(b) All Other Design Costs 

(c) Total 

(d) Contract 

(e) In-house 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 


15-JUN-09 

YES 

30-SEP-09 

30-SEP-10 

YES 


($ 000 ) 

0 

464 

464 

0 

0 

11 FEB 

11 MAR 

12 SEP 


• Indicates completion of Project Definition with Parametric Cost Estimate 
which is comparable to traditional 35% design to ensure valid scope, 
cost and executability . 


b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 
COMMUNICATIONS EQUIPMENT 
FURNISHINGS 


PROCURING 

APPROPRIATION 


3060 

3400 


FISCAL YEAR 
APPROPRIATED 
OR REQUESTED 

2011 

2011 


COST 

($ 000 ) 

40 

20 
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1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
{computer generated) 


3. INSTALLATION AND LOCATION 
HOLLOMAN AIR FORCE BASE, NEW MEXICO 


4. PROJECT TITLE 

UAS MAINTENANCE HANGAR 


5. PEOGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

35219 

211-177 


KWRD093016 

22,500 


9 . COST ESTIMATES 


ITEM 


PRIMARY FACILITIES 
UAS MAINTENANCE HANGAR 
SDD & SPACT05 

ANTITERRORISM/FORCB PROTECTION (1%) 

SUPPORTING FACILITIES 
PAVEMENTS 
UTILITIES 
SITE IMPROVEMENTS 
SURFACE DRAINAGE 
SUBTOTAL 

CONTINGENCY (5,0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD (5.7%) 

DESIGN/BUILD - DESIGN COST (4.0% OP SUBTOTAL) 

TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 

EQUIPMENT PROM OTHER APPROPRIATIONS (NON-ADD) 


U/M 


UNIT 

COST 


COST 

($ 000 ) 


16,223 
{ 15,752 ) 
{ 314 ) 
( 157 ) 
3,363 
( 2,370) 

( 339 ) 

( 271) 

( 383 ) 


19, 586 
979 


20.566 

1,172 

783 


22,521 
22,500 ) 
( 350 


10. Description of Proposed Construction; Concrete footings and medixm load rated 
concrete floor, metal structure, metal walls with masonary wainscoat, standing seam 
metal roof, high expansion foam fire suppression system and supporting 
infrastructure, medium load rated aircraft ramp surrounding the structure and all 
other required supporting infrastructure. Complies with Dod Force Protection 
requirements per the Unified Facilities Criteria. 

Air Conditioning: 100 Tons • 


11. Requirement: 5500 SM Adequate: 0 SM Substandard: 0 SM 

PROJECT: Construct Unmanned Aerial Systems (UAS) Maintenance Hangar (New Mission) 

REQUIREMENT ; MQ-1 and MQ-9 airframes require covered parking and maintenance space 


for all PAA. Given current and future PAA numbers generated by intending force 
structure changes at the UAS Plight Training Unit (FTU) II, Holloman AFB (HAFB) 
will require additional covered aircraft parking and maintenance space. HAFB 
covered parking and maintenance space requirement will exceed existing capacity in 
Mar 2010 and will continue to grow to a total deficit of 12 airframes in Sep 2012. 
CURRENT SITUATION; HAFB currently has two existing maintenance hangars that are 
being reconfigured to meet maintenance requirements of both the MQ-1 and MQ-9, but 
they do not provide adequate parking or maintenance space to support sufficient 
numbers of mission capable aircraft required to meet sortie generation requirements 
for three full training squadrons. Sunshades were considered for meeting this 
requirement, but were deemed inadequate due to airframe- specif ic environmental 
requirements. Further existing space is not available to meet the requirement. 
IMPACT IF NOT PROVIDED: If sufficient covered aircraft parking auid maintenance 
space is not made available in a timely fashion, the required number of mission 
capable UAS required to meet training needs will not be available. Instead, vital 
training assets will be left i n storage caskets and the overall training mission 
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1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3 . INSTALLATION AND LOCATION 
HOLLOMAN AIR FORCE BASE, NEW MEXICO 


4. PROJECT TITLE 

UAS MAINTENANCE HANGAR 


5 . PROGRAM ELEMENT 

35219 


6 . CATEGORY CODE 
211--177 


7. PROJECT NUMBER 
KHRD093016 


8. PROJECT COST ($000) 
22,500 


will be unacceptably limited. Without sufficient training missions, the UAS FTU II 
cannot sustain the required training syllabus and therefore cannot produce the 
required number of trained aircrews needed to support the combatant commanders. 
ADDITIONAL; This project meets the criteria/scope specified in Air Force Handbook 
32-1084, Facility Requirements. A preliminary analysis of reasonadjle options for 
accomplishing this project (status quo, renovation, upgrade/removal, new 
construction) was done. It indicates there is only one option that will meet 
minimum requirements. Sustainable principles, to include Life Cycle cost-effective 
practices, will be integrated into the project design, development, and 
construction in accordance with Executive Order 13423, 10 USC 2803 (c) and other 
applicable laws and Executive Orders. POC: Lt Col Christian J. Knutson, 575-572- 
3071. (UAS Hangar; 5,580 SM = 60,063 SP) 

JOINT USE CERTIFICATION; This facility can be used by other components on an “as 
available” basis; however, the scope of the project is based on Air Force 
requirements . 


DD FORM 1391, DEC 99 


Previous editions are obsolete. 


Page No. 


February 2010 


134 


55040A 




130 


5. PROGRAM ELEMENT 

6, CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

35219 

211-177 


KWRD093016 

22,500 


1. COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
HOLLOMAN AIR FORCE BASE, NEW MEXICO 


4. PROJECT TITLE 

UAS MAINTENANCE HANGAR 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1} Project to be accomplished by design-build procedures 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Most Recently Used - 

(3) All Other Design Costs 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 

(7) Energy Study/Life-Cycle analysis was/will be performed 

b. Equipment associated with this project provided from other appropriations: 



MO 


675 

11 

PBB 

11 

MAR 

12 

SEP 


YES 


EQUIPMENT NOMENCLATURE 

PROCURING 

APPROPRIATION 

FISCAL YEAR 
APPROPRIATED 

OR REQUESTED 

COST 

($000) 

FURNISHINGS 

3400 

13 

100 

END-USER COMM EQUIPMENT 

3400 

12 

250 
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1. COMPONENT 

AIR FORCE 

FY 2011 MILITARY CONSTRUCTION PROGRAM 

2, DATE 

INSTALLATION AND LOCATION 

KIRTLAND AFB 

NEW MEXICO 

COMMAND: 

AIR FORCE MATERIAL COMMAND 

5. AREA CONST COST INDEX 
1.01 



7. INVENTORY DATA (SOOO) 

Total Acreage: 52,678 

inventory (PRV $000) total as of : (30 Sep 09) 
Authorization Not Yet in Inventory: 

Authorization Requested in this Program ($000): 
Planned in Next Four Years Program: 

Remaining Deficiency: 

Grand Total: 


2.960,559 

119,595 

24,402 

95,700 


8. PROJECTS REQUESTED IN THIS PROGRAM: 

CATEGORY 
CODE PROJECT TITLE 

21 8-852 Aerial Delivery Facility Addition 

215-552 Armament Shop 

211-179 H/MC-130J Fuel System Maintenance Facility 


COST DESIGN STATUS 

S.OOO START CMPL 

$3,800 Design Build 
$6,460 Design Build 
S14,142 Design Build 




Total 


$24,402 


9a. Future Projects: 

Typical Planned Next Four Years: 





730-841 

Military Working Dog Facility 

625 

SM 

$4,400 


171-627 

PJ/CRO Aerial Ops Training Facility 

1,200 

SM 

$4,900 


171-623 

PJ/CRO Urban Ops Training Center 

6,000 

SM 

$9,000 


724-417 

Visiting Officers Quarters 

1,847 

SM 

$7,900 


740-674 

AFNWC Sustain Center 

1,482 

SM 

$22,700 


721-312 

Dormitory (120 RM) 

3.960 

SM 

$25,700 


730-835 

Construct Security Forces Center 

3,197 

SM 

$13,900 


730-142 

Replace Fire Station 3 

680 

Total 

SM 

$7,200 

$95,700 


9b. Real Propery Maintenance Backlog This Installation: ($M) 




256.6 


10. Mission or Major Functions: The 377th Air Base Wing is the host organization at Kirtland AFB. It was activated under Air 
Force Material Command on 1 January 1993 and became part of the Nuclear Weapons Center on 31 March 2006. The Wing 
operates and maintains the Air Force's sixth largest base and an AFA/A joint medical facility. The Wing provides worldwide 
readiness, security and support for AF Operational Test and Evaluation Center, AF Safety Center, AF inspection Agency, two 
AF Research Lab directorates, Defense Threat Reduction Agency, Department of Energy and Sandia National Laboratories. 


11. Outstanding pollution and Safety {OSHA Deficiencies): 

a. Air pollution 

b. Water Pollution 

c. Occupational Safety and Health 

d. Other Environmental 
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1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
KIRTLAND AIR FORCE BASE, NEW MEXICO 


4 . PROJECT TITLE 
ARMAMENT SHOP 


5. PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

e. PROJECT COST ($000) 

85976 

215-552 


MHMV053114A 

6,460 


9 . COST ESTIMATES 


ITEM 


PRIMARY PACILITIBS 
ARMAMENT SHOP 

ANTITERRORISM/PORCE PROTECTION 
SDD & EP ACT 05 
SUPPORTING FACILITIES 
UTILITIES 
PAVEMENTS 
SITE IMPROVEMENTS 
COMMUNICATIONS 
DEMOLITION 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD (5.7%) 

DSSIGN/BUILD - DESIGN COST (4.0% OF SUBTOTAL) 

TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 

EQUIPMENT PROM OTHER APPROPRIATIONS (NON-ADD) 


U/M QUANTITY 


UNIT 

COST 


3,700 


COST 

($ 000 ) 


3,774 
( 3,663 ) 
( 37 ) 
( 74 ) 
1,845 
( 984 ) 

( 370 ) 

( 166) 

( 190) 

( 135) 


5,619 

281 


5,900 

33$ 

225 


6,461 
6,460 ) 
( 350 


10. Description of Proposed Construction: One-story 1,000 SM (10,760 SP) Armament 
Shop, with a reinforced concrete foxindation and floor, a low-slope standing seam 
metal roof, structural steel frame, and reinforced masonry exterior walls. 

Relocate existing utilities on site, and relocate sufficient POV parking to provide 
AT/PP setback. Supporting facilities include security lighting, fence and gates, 
paving, and connections to base utilities and communications systems. Demolish one 
building (613 SM) . This project will comply with DoD antiterrorism/ force protection 
requirements per the Unified Facility Criteria. 

Air Conditioning: 3 0 Tons 


11. Requirement: 990 SM Adequate: 0 SM Substandard: €13 SM 
PROJECT: Armament Shop. (Current Mission) 

REQUIREMENT : The Armament Shop services weapons systems in aircraft flown by the 


58th Special Operations Wing (58th SOW) at Kirtland APB and transient aircraft. The 
58th SOW trains mission-ready special operations, search and rescue, recovery, and 
missile site support airlift crews for worldwide special operations. Weapons and 
aircraft must always be ready for immediate action. Weapons include the .50 
caliber machine gun, M240 medium machine gun, and 7.62 mm Gatling machine gun which 
weighs 45 to 90 lbs each. Per DoD 5100. 76-M all these are highly pilferable 
category II arms requiring extremely high security including weapons vault with 
vault doors, intrusion detection, and alarm systems. The New Armament Shop will 
contain weapons vault, weapons workshop, and cleaning areas, training room, 
restrooms, locker rooms with showers, and office space. It will have a vehicle 
drive-through for secure, all-weather loading and delivery, a compressed air system 
and special ventilation for weapons cleaning. Facility will be licensed to store 
limited quantities of Explosive Transport Class Division 1,4, Compatibility Groups 
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1. COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3 . INSTALLATION AND LOCATION 
KIRTLAND AIR FORCE BASE, NEW MEXICO 


I 4 . PROJECT TITLE 
ARMAMENT SHOP 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

85976 

215-552 


MHMV053114A 

6,460 


C & S, explosive devices. Projects builds sufficient new parking to relocate POVs 
presently parked too near the site to meet security and AT/FP setbacks. 

CURRENT SITUATION; Existing Armament Shop is across a taxiway, one mile round trip 
from aircraft parking. This distance and alow transport speed significantly reduces 
operational productivity and responsiveness. Each round trip takes 15 to 20 minutes 
plus delays crossing the taxiway, resulting in one to two hours of lost time for 18 
to 20 round trips daily, compared with new location close to the aircraft. Present 
shop is over 53 years old, vary deteriorated, and at the end of its useful life. It 
is undersized by almost 40% which results in weapons being stacked in vault aisles, 
and weapons accessories being stored in leaky wooden sheds near the Shop. Training 
room is only 12 x 12 ft - too small to hold large weapons along with students and 
instructor. Restroom facilities are minimal and do not provide proper facilities to 
clean up after handling the weapons, cleaner/lubricants, and ammunition. Exterior 
walla are so deteriorated that water seeps through during rainstorms. 

IMPACT IF NOT PROVIDED; Kirtland'a Armament Shop will continue to operate in an 
undersize, deteriorated and outdated facility a long way from the aircraft it 
serves. The facility's condition, already bad, will continue to deteriorate emd 
further erode productivity, morale and mission performance. Impacts of facility 
deficiencies will be magnified when additional aircraft auid weapons begin arriving 
in FYIO. 

ADDITIONAL: This project meets applicable criteria/scope specified in Air Force 

Handbook 32-1084, "Facility Requirements." All known alternative options were 
considered during development of this project. No other option could meet mission 
requirements. Therefore, no economic analysis has been performed and a certificate 
of exception has been prepared. Sustainable principles, to include Life Cycle cost- 
effective practices, will be integrated into the design, development, and 
construction of the project in accordance with Executive Order 13423, 10 USC 2802 
(c) , and other applicable laws and Executive Orders. Base Civil Engineer: Mr. D. 
Brent Wilson, P.B. (505) 846-7911. Armament Shop: 990 SM » 10,660 SP. 

JOINT USB CERTIFICATION: This facility can be used by other components on an "as 
available" basis; however, the scope of the project is based on Air Force 
requirements . 
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1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
KIRTLAND AIR FORCE BASE, NEW MEXICO 


85976 I 

12. SUPPLEMENTAL DATA: 


4 . PROJECT TITLE 
ARMAMENT SHOP 


6. CATEGORY CODE 

7. 

PROJECT NUMBER 

215-552 


HHMV053114A 


a. Estimated Design Data: 

(1) Project to be accomplished by design-build procedures 

(2) Basis: 

(a) StEuidard or Definitive Design - 

(b) Where Design Was Moat Recently Used - 

(3) All Other Design Costs 

(4) Construction Contract Award H 

(5) Construction Start 

(6) Construction Completion ^2 OCT 

(7) Energy Study/Life-Cycle 2 malysia was/will be performed YES 

b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 
furniture & EQUIPMENT 


FISCAL YEAR 
PROCURING APPROPRIATED 

APPROPRIATION OR REQUESTED 
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1. COMPONENT 

PY 2011 MILITARY CONSTRUCTION PROJECT DATA 

2. DATE 

AIR FORCE 

(computer generated) 



3. INSTALLATION AND LOCATION 
KIRTLAND AIR FORCE BASE, NEW MEXICO 


4. PROJECT TITLE 

AERIAL DELIVERY FACILITY ADDITION 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

B. PROJECT COST ($000) 

27224 

218-852 


MHMV08311B 

3,800 


9 . COST ESTIMATES 


ITEM 


U/M QUANTITY 


UNIT COST 

COST ($000) 


PRIMARY FACILITIES 
AERIAL DELIVERY ADDITION 
ANTITERRORISM/FORCB PROTECTION 
SDD & BPACT05 
SUPPORTING FACILITIES 
UTILITIES 
PAVEMENTS 
SITE IMPROVEMENTS 
COMMUNICATIONS SUPPORT 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD (5.7%) 

DESIGN/BUILD - DESIGN COST (4.0% OF SUBTOTAL) 

TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 


2,641 
( 2,563 ) 
( 26 ) 
( 52 ) 
665 

< 285 ) 

( ISO) 
( 100) 
( 100) 


3,306 

165 


3,472 

198 

132 


3,802 
3,800 ) 
( 300 


10. Description of Proposed Construction: One-story, 600 SM addition to existing 
Aerial Delivery Bldg 994, with reinforced concrete foundation and floor, structural 
steel frame, stucco finished exterior walls, and insulated standing seam metal 
roof. Includes HVAC system with humidity control, shop and administrative space, 
parachute drying tower, men's and women's restrooms, and loc)ter rooms with showers. 
Relocate existing fenced open storage to provde space for the addition. Comply with 
DoD minimum force protection requirements per the Unified Facilities Criteria. 

Air Conditioning: 30 Tone 


11. Requirement: 1715 SM Adequate: 1115 SM Substandard: 0 SM 
PROJECT ; Aerial Delivery Facility Addition. (New Mission) 


REQUIREMENT ; The November 2007 site survey for HC/MC-130 recapitalization and 
Combat Search and Rescue helicopter (CSAR) training beddowns at Kirtland AFB 
determined that the existing Aerial Delivery facility (Bldg 994) is near maximxim 
capacity and insufficient to support the projected increased workload, so an 
additional 600 SM of building space is required. The projected increase in aircraft 
and training sorties will increase the number of training loads, which will 
Increase shop space and personnel to build, repair and rig loads, load aircraft, 
and recover loads, especially if new drop zones are created and/or multiple drop 
zones are being used simultaneously. 

CURRENT SITUATION: The existing Aerial Delivery Facility is near maximum capacity 
and insufficient to support the increased workload and personnel to support new 
mission HC/MC-130 and CSAR aircraft and training loads. 

IMPACT IF NOT PROVIDED; Without this project, there will be insufficient aerial 
delivery building space to support additional aircraft, personnel, and training 
loads for new mission HC/MC-130 and CSAR aircraft. 
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1. COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(con^uter generated) 


3. INSTALLATION AND LOCATION 
KIRTLAND AIR FORCE BASE, NEW MEXICO 


4. PROJECT TITLE 

AERIAL DELIVERY FACILITY ADDITION 


6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

218-852 


MHMV083118 


ADDITIONAL: This project meets appliced^le criteria/scope specified in Air Fores 

Handbook 32-1084, "Facility Requirements." All known alternative options were 
considered during development of this project. No other option could meet mission 
requirements; therefore, no economic analysis was performed. A certificate of 
exception has been prepared. Sustainable principles, to include Life Cycle cost- 
effective practices, will be integrated into the design, development, and 
construction of the project in accordance with Executive Order 13423, 10 USC 2802 
(c) , and other applicable laws and Executive Orders. Base Civil Engineer; Mr. D. 
Brent Wilson, P.E. <505) 846-7911. Aerial Delivery Addition; 600 SM = 6,500 SF. 
JOINT USB CERTIFICATION: This facility can be used by other components on an "as 
available" basis; however, the scope of the project is based on Air Force 
requirements . 


DD FORM 1391, DEC 99 


Previous editions are obsolete. 


February 2010 


55040A 





1 . COMPONENT 

AIR FORCE 

PY 2011 MILITARY CONSTRUCTION PROJECT DATA 

{computer generated) 


3 . INSTALLATION AND LOCATION 
KIRTLAND AIR FORCE BASE, NEW MEXICO 


4. PROJECT TITLE 

AERIAL DELIVERY FACILITY ADDITION 


6. CATEGORY CODE 


PROJECT NUMBER 

218-852 

L 

MHMV083118 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Project to be accomplished by design-build procedures 

(2) Basis: 

(a) Standard or Definitive Design - NO 

(b) Where Design Was Most Recently Used - 

(3) All Other Design Costs 1^4 

(4) Construction Contract Award 3.3. FEB 

(5) Construction Start 3.1 APR 

(6) Construction Completion 3.2 APR 

(7) Energy Study/Life-Cycle analysis was/will be performed YES 

b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 
FURNITURE & EQUIPMENT 


FISCAL YEAR 
PROCURING APPROPRIATED 

APPROPRIATION OR REQUESTED 
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1 . COMPONENT 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

2. DATE 

AIR FORCE 

(computer generated) 



3. INSTALLATION AND LOCATION 
KIRTLAND AIR FORCE BASE, NEW MEXICO 


4. PROJECT TITLE 

H/MC-130 FUEL SYSTEM MAINTENANCE 
FACILITY 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27224 

211-179 


MHMV083114 

14,142 


9. COST ESTIMATES 


ITEM 


D/M QUANTITY 


UNIT 

COST 


COST 

($ 000 ) 


PRIMARY FACILITIES 
FUEL SYSTEM MAINTENANCE FACILITY 
ANTITERRORISM/FORCB PROTECTION 
SDD & EP ACT 05 
SUPPORTING FACILITIES 
UTILITIES 
PAVEMENTS 
SITE IMPROVEMENTS 
COMMUNICATIONS SUPPORT 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD 
DBSIGN/BUILD - DESIGN COST 
TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 


10,532 
( 10,226 ) 
( 102 ) 
( 204 ) 
1,768 
( 600 ) 
( 500 ) 
( 550 ) 

( 118) 


12,300 

615 


(5.7%) 
(4.0% OF SUBTOTAL) 


12,914 

736 

492 


14,143 
14,142 ) 
( 500 


10. Description of Proposed Construction: A pre-engineered steel structure with 
reinforced concrete foundation and floor, structural steel frame, corrugated steel 
walls and roof. Based on recent experience constructing a similar hangar at a 
location adjacent to this project site, over-excavation and soil improvement 
beneath the building footprint will be required to obtain proper soil bearing 
capacity. Includes heating and ventilation in the hangar area, full HVAC in shops 
and support spaces, fire detection and suppression, and all utilities systems. The 
project will comply with antiterrorism/force protection requirements per the 
Unified Facility Criteria. 

Air Conditioning: 50 Tons 


11. Requirement: 4222 SM Adequate: 0 SM S\ibstandard: 1222 SM 
PROJECT : H/MC-130 Fuel System Maintenance Facility. (New Mission) 


REQUIREMENT: The November 2007 site survey for HC/MC-130 recapitalization, new 


mission training, and aircraft bed-down at Kirtland AFB determined that the one 
existing fuel system maintenance docJc (building 1037} is at maximum capacity and 
cannot support additional aircraft. The current facility is only a nose dock for 
C-130 size aircraft and is too small to fully enclose a C-130 size aircraft. 
Therefore, the report recommended a new Fuel System Maintenance Facility that can 
fully enclose an aircraft up to the size of HC/MC-130 aircraft. 

CURRENT SITUATION; Kirtland APB currently has one fuel system maintenance dock and 


two designated outdoor maintenance spots. The maintenance dock is operating at 
maximum capacity supporting the current mission. The two outdoor spots are 
available only when weather permits, so they cannot be counted on to reliably 
support ongoing requirements. The existing maintenance dock does not fully enclose 
the C-130 and when winds exceed 15-20 knots, which frequently occurs, C-130 
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5. PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27224 

211-179 


MHMV083114 

14,142 


1 . COMPONENT 
AIR FORCE 


Py 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3 . INSTALLATION AND LOCATION 
KIRTLAND AIR FORCE BASE, NEW MEXICO 


4. PROJECT TITLE 

H/MC-130 FUEL SYSTEM MAINTENANCE 
FACILITY 


maintenance must cease due to static electricity build-up on the exposed empennage. 

To shut down because of wind, all fuel tanks must be closed and all fuel lines 
must be reconnected. When winds abate all preparation steps must be repeated to 
resume maintenance work. This reduces productivity and significantly reduces C-130 
aircraft maintenance throughput. The existing dock is adequate for smaller aircraft 
that can fit inside, but is too small for the HC/MC-130J. A new facility that can 
fully enclose C-130 aircraft is required to reliably and safely conduct fuel system 
maintenance of existing C-130 along with the added workload from new mission HC/MC- 
130J. 

IMPACT IF NOT PROVIDED; Without this project, Kirtland APB will not have 
sufficient fuel system maintenance facilities to maintain new mission HC/MC-130 
aircraft along with existing aircraft, which will limit the availability of 
aircraft to support training mission requirements. 

ADD IT IONAL: This project meets applicable criteria/scope specified in Air Force 


Handbook 32-1084, “Facility Requirements.** All known alternative options were 
considered during development of this project. No other option could meet mission 
requirements; therefore, no economic ^ulalysis was needed or performed and a 
certificate of exception has been prepared. Sustainable principles, to include 
Life Cycle cost-effective practices, will be integrated into the design, 
development, and construction of the project in accordance with Executive Order 
13423, 10 use 2802 (c) , and other applicable laws and Executive Orders. Base Civil 
Engineer: Mr. D. Brent Wilson, P.E. (SOS) 846-7911. H/MC-130 Fuel System 

Maintenance Facility: 3,000 SM s 32,280 SP. 

JOINT USB CERTIFICATION; This facility can be used by other components on an “as 
available" basis; however, the scope of the project is based on Air Force 
requirements . 
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1. COMPONENT 
AIRFORCE 


FY 2011 MILITARY CONSTRUCTION PROGRAM 


12. DATE 


3. INSTALLATION AND LOCATION 
FORT DRUM, NEW YORK 


4. COMMAND: 
AIR-COMBAT COMMAND 


5. AREA CONST 
COST INDEX 
1.13 


6. Personnel 

PERMANENT 

STUDENTS 

su 

PPORTED 


Strength 



■BBl 

■S33 

■3M 



■UB 

Hia 

TOTAL 

AS OF 30 SEP 09 


118 

0 

0 

0 

0 

0 

0 

0 


END FY 2015 

H 

118 

0 

0 

0 

0 

0 

0 

0 



7. INVENTORY DATA (SOOO) 

a. Total Acreage: 

b. Inventory Total as of : {30 Sep 09) 

c. Authorization Not Yet in Inventory: 

d. Authorization Requested in this Program: 

e. Planned in Next Four Years Program: 

|f. Remaining Deficiency: 

g. Grand Total: 


0 

20,440 

0 


20,440 


8. PROJECTS REQUESTED IN THIS PROGIRAM: (FY2011) 

CATEGORY COST DESIGN STATUS 

CODE PROJECT TITLE SCOPE $.000 START CMPL 

141-753 20th Air Support Operations Squadron Cl 6,609 SM 20,440 DESIGN BUILD 

Total 20,440 


9a. Future Projects: Typical Planned Next Four Years: 
None 


9b. Real Property Maintenance Backlog This Installation: ($M) 


25 


10. Mission or Major Functions: Army Garrison is home to the 10th Mountain Division {Light Infantry) 
composed of four Combat Brigades; an Aviation Brigade; and a Sustainment Brigade. Tenant includes the 
20th Air Support Operations Squadron {Air Force) that provides joint air operations and weather support to 
Ithe assigned Brigades through training and on the battlefield. 


1 1 . Outstanding Pollution and Safety {OSHA Deficiencies): 

a. Air pollutian 

b. Water Pollution 

c. Occupational Safety and Health 

d. Other Environmental 


DDForm 1390, 9Jul 02 


February 2010 


146 


55040A 


















142 


1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3 . INSTALLATION AND LOCATION 

FORT DRUM MILITARY RESERVATON, NEW YORK 


4. PROJECT TITLE 

20TH AIR SUPPORT OPERATIONS SQUADRON 
COMPLEX 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

27418 

1 

141-753 


WACC073020 


8. PROJECT COST ($000) 
20,440 


9 . COST ESTIMATES 


U/M QUANTITY 


UNIT COST 

COST ($000) 


PRIMARY FACILITIES 
AIR SUPPORT OPERATIONS SQUARDRON 
COVERD TRAILER PARKING 
ENCLOSED VEHICLE STORAGE 
SDD & BPACT 05 

ANTITERRORISM/PORCE PROCTBCTION 
SUPPORTING FACILITIES 
UTILITIES 
PAVEMENTS 
SITE IMPROVEMENTS 
COMMUNICATION SUPPORT 
DEMOLITION 
SUBTOTAL 

CONTINGENCY (5,0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD (5.7%) 

DBSIGN/BUILD - DESIGN COST (4.0% OP SUBTOTAL) 

TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 

EQUIPMENT PROM OTHER APPROPRIATIONS (NON-ADD) 


3,060 

1,142 

2,407 


3,052 

542 

1,712 


14,586 
( 9,339 ) 
( 619 ) 
( 4,121 ) 
( 338 > 
( 169 ) 
3,189 
( 540 ) 

( 550 ) 

( 500 ) 

( 795 ) 

( 804 ) 


17,775 

889 


18,664 

1,064 

711 


20.439 

20.440 ) 


10. Description of Proposed Construction: Reinforced concrete foundations and 
floor slabs, brick masonry exterior, standing seam metal roof, site preparation, 
utilities, fire detection/protection, landscaping, parking and access road, 
fencing, communication support, demolition of nine facilities (2,247 SM) and all 
other necessary support. This project will comply with anti terrorism/ force 
protection requirements identified in DoD unified facilities criteria. 

Air Conditioning: 50 Tons 


11. Requirement: 5467 SM Adequate: 0 SM Substandard: 2671 SM 
PROJECT; 20th Air Support Operations Squadron Complex. (New Mission) 


REQUIREMENT ; A facility to support the administrative, operational, training. 


storage, vehicle and equipment maintenance requirements of a large Air Support 
Operations Squadron (ASOS) at Fort Drum, New York. Chief of Staff of the Air Force 
directed the collocation of an ASOS with its aligned Army unit. Maintain mission- 
ready air support operational personnel, radios, vehicles and mobility equipment to 
provide command and control of close air support. 

CURRENT SITUATION: The primary operations facility, a WWII-era two-story wood 


dormitory, is inadequately sized and poorly configured to support mission 
requirements. The ASOS functions are geographically separated in eleven old, 
inefficiently configured and undersized structures. (Nine of the eleven will be 
demolished) . The complex does not support critical integrated mission 
requirements, necessitating duplication which results in a significant waste of 
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1 . COMPONENT 

PY 2011 MILITARY CONSTRUCTION PROJECT DATA 

2. DATE 

AIR FORCE 

(computer generated) 



3. INSTALLATION AND LOCATION 4. PROJECT TITLE 

FORT DRUM MILITARY RESERVATON, NEW YORK 20TH AIR SUPPORT OPERATIONS SQUADRON 

COMPLEX 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27418 

141-753 


WACC073020 

20,440 


valuable manhours and technical resources. For example/ the interior vehicle 
maintenance bays are too small and do not permit vehicles and associated weapon 
systems access. The locations of the existing facilities cause excessive travel 
time and their deteriorated condition detracts from morale and makes them expensive 
to maintain and operate. 

IMPACT IP NOT PROVIDED; Failure to provide adequate facilities will continue to 
significantly impact ASOS operational capabilities. Adequate facilities will not 
be available to perform operations and maintenance functions critical to providing 
close air support. Valuable assets will remain exposed to harsh environments 
resulting in premature deterioration and increased maintenance costa. 

ADDITIONAL; This project meets the criteria/acope specified in Air Force Handbook 
32-1084, "Facility Requirements" 2md the Air Force ASOS Design Guide. An analysis 
for accomplishing this project (status quo, renovation, new construction) was done. 

It indicates there is only one option that will meet operational requirements; new 
construction. A certificate of exception has been prepared. Sustainable 
principles, to include Life Cycle cost-effective practices, will be integrated into 
the design, development and construction of the project in accordance with 
Executive Order 13423, 10 USC 2802 (c) and other applicable laws and Executive 
orders. Department of Engineering: Mr. Brian Applyby, (315) 772-6117. ASOS: 3,060 
SM * 32/926 SP; Enclosed Vehicle Storage: 2,407 SM ® 25,900 SF; Covered Trailer 
Parking: 1,142 SM » 12,288 SF. 

JOINT USB CERTIFICATION: This facility can be used by other components on an "as 
available" basis; however, the scope of the project is based on Air Force 
requirements . 
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1 . COMPONENT 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

2. DATE 

AIR FORCE 

(computer generated) 



3. INSTALLATION AND LOCATION 4. PROJECT TITLE 

PORT DRUM MILITARY RBSERVATON, NEW YORK 20TH AIR SUPPORT OPERATIONS SQUADRON 

COMPLEX 


5. PROGRAM ELEMENT 

6, CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27418 

141-753 


WACC073020 

1 

20,440 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

{1) Project to he accomplished by design-build procedures 


(2) Basis: 

(a) Standard or Definitive Design - NO 

(b) Where Design Was Most Recently Used - 

(3) All Other Design Costs 613 

(4) Construction Contract Award 11 PEB 

(5) Construction Start 11 MAR 

(6) Construction Completion 13 MAR 


(7) Energy Study/Life-Cycle analysis was/will be performed YES 

b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 

PROCURING 

APPROPRIATION 

FISCAL YEAR 
APPROPRIATED 

OR REQUESTED 

COST 

($000) 

COMMUNICATION EQUIPMENT 

3080 

2011 

225 

FURNISHINGS 

3400 

2011 

415 
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1. COMPONENT 
AIR FORCE 


3. INSTALLATION AND LOCATION 
MINOT AIR FORCE BASE, 

NORTH DAKOTA 


PERMANENT 


FY2011 MILITARY CONSTRUCTION PROGRAM 


4. COMMAND: 

AIR COMBAT COMMAND 



5. AREA CONST 
COST INDEX 
1.09 


SUPPORTED 



7. INVENTORY DATA ($000) 

a. Total Acreage: 5,189 

b. Inventory Total as of ; (30 Sep 09) 

c. Authorization Not Yet in Inventory: 

d. Authorization Requested in this Program: 

e. Planned in Next Four Years Program: 

f. Remaining Deficiency: 

g. Grand Total: 


1,685,536 
46,400 
18,770 
63,900 
00 


1,900,006 


8. PROJECTS REQUESTED IN THIS PROGRAM: 
CATEGORY 

CODE PROJECT TITLE 

141-453 Control Tower/Base Operations Facility 

SCOPE 

2,548 

Total 

(FY2011) 

COST DESIGN 
$.000 START 
SM 18,770 Jun-09 

18,770 

STATUS 

CMPL 

Sep-10 

9a. Future Projects: 

Typical Planned Next Four Years; 





721-312 

Dormitory {168 RM) 

6,384 

SM 

28,000 


214-469 

Proof Load Test Pit 

1598 

SM 

6,900 


171-475 

Indoor Firing Range 

4,668 

SM 

5,900 


211-173 

Add/Aiter Dock 3 

5,327 

SM 

19,000 


212-212 

Roil Transfer Facility 

940 

SM 

4,100 




Total 


63,900 



10. Mission or Major Functions: A host bomb wing with B-52H aircraft, 
wing with Minuteman III missiles. 

and an AF Space Command space 

11, Outstanding Pollution and Safety (OSHA Deficiencies): 
a. Air pollution 

0 

b. Water Pollution 

0 

c. Occupational Safety and Health 

0 

d. Other Environmental 

0 
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1. COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
MINOT AIR FORCE BASE, NORTH DAKOTA 


4. PROJECT TITLE 

CONTROL TOWER/BASE OPERATIONS 



FACILITY 

5 . PROGRAM ELEMENT 

6. CATEGORY CODE 

7. PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

141-453 

QJVP012002 

18,770 


9 . COST ESTIMATES 


ITEM 


PRIMARY FACILITIES 
CONTROL TOWER 
BASE OPERATIONS 
SDD & EPACT 05 

ANTITBRRORISM/FORCE PROTECTION 
SUPPORTING FACILITIES 
UTILITIES 
PAVEMENTS 
SITE IMPROVEMENTS 
DEMOLITION 
ASBESTOS ABATEMENT 
COMMUNICATIONS SUPPORT 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVEFKKAD 

TOTAL REQUEST 

TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 


D/M QUANTITY 


711 

1,837 


UNIT 

COST 


10,711 

3,536 


COST 

($ 000 ) 


14,534 
( 7,616 ) 

( 6,496 ) 

( 282 ) 
( 141 ) 

2,378 
( 1,250) 

( 130) 

{ 359 ) 

( 380) 

( 68 ) 

( 191) 
16,912 
846 


17,758 

1,012 


18,770 
18,770 
( 2,296.0 ) 


10. Description o£ Proposed Construction: Reinforced concrete footings, 
foundation, floor slab, supporting superstructure, control tower cab with tinted 
double glazing, utilities, pavements, site iaq^rovements, landscaping, fire 
detection/protection systems, elevator, back-up power, communication support, 
demolition of three facilities (1,854 SM) , airfield lighting and control systems, 
asbestos abatement, and all other necessary support. This project will comply with 
DoD antiterrorism/force protection requirements per Unified Facilities Criteria. 


Air Conditioning: 


10 0 Tons 


11. Requirement: 2548 SM Adequate: 0 SM Substandard: 996 SM 

PROJECT: Construct a Control Tower/Base Operations Facility. (Current Mission) 

REQUIREMENT; An Air Traffic Control (ATC) Tower is required to provide 
consolidated operations for air traffic control of all arriving and departing 
aircraft. The tower must integrate all ATC actions for military and non-military 
aircraft transitioning out of the en-route control structure into the Minot AFB 
environment. It must manage controlled and non-controlled aircraft approaches and 
departures as well as direct aircraft and ground traffic on the airfield. Base 
operations will house the Operational Support Squadron, aircrew flight planning, 
weather briefings, Notices to Airmen (NOTAM) safety information, maps, charts and a 
small distinguished visitor lounge for visiting personnel. 

CURRENT SITUATION: The existing control tower has structural and mechanical 
problems that are beyond economical repair. Roofing systems leak badly during 
rainstorms despite multiple roof replacements and extensive repairs over the years. 
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1. COMPONENT 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

2. DATE 

AIR FORCE 

(computer generated) 



3. INSTALLATION AND LOCATION 4. PROJECT TITLE 

MINOT AIR FORCE BASE, NORTH DAKOTA CONTROL TOWER/BASE OPERATIONS 


FACILITY 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

141-453 


QJVP012002 

18,770 


Equipment and operations are regularly repositioned and tarps are used outside and 
inside the building during significant rain events to prevent damage to essential 
mission equipment. Existing fire suppression systems are inadequate due to 
modernization of the ATC mission and support equipment. All specialized ATC 
ccanmxmications equipment, approach/departure controls and weather support equipment 
is in danger of being lost or significantly deunaged in the event of a fire event. 
The base operations building is not adequately sized for the number of personnel 
and amount of equipment it houses and is geographically separated from the control 
tower. A July 2004 Air Traffic System Evaluation Program (ATSBP) Report noted: 
“Currently, facilities are scattered throughout the base making management and 
utilization of personnel extremely difficult. Consolidating functions will provide 
greater flexibility and responsiveness in meeting the wing's current and future 
operations." These problems have contributed to a limited lose of mission 
cap^U^ility as they often require work-arounds to prevent mission disruption. 
Collocation of base operations and the control tower will also result in more 
effective use of scarce mampower resources and correct ATSEP shortfalls. 

IMPACT IF NOT PROVIDED: Minot APB houses the largest military approach control in 
the United States, providing RADAR approach service for over 4,800 square miles of 
airspace, which includes the base, Minot International Airport, and ten other 
surrounding airports. Communication and radar links with all aircraft operating in 
this area are in jeopardy of being lost, especially during inclement weather 
events, due to the degradated condition of the existing facilities. Any failures 
resulting in fire could quickly destroy the base's Air Traffic Control backbone due 
to inadequacy of the fire supression system. Scarce base Civil Engineer and 
Communications manpower and funding resources will continue to be taxed through 
ongoing repairs to the facility and communications network used to support the 
airfield environment. Current maintenance and repair costs average $125,000 per 
year for the base operations and tower facilities. 

ADDITIONAL: This project meets the criteria/scope specified in Air Force Handbook 

32-1084, "Facility Requirements" and "USAF Air Traffic Control Tower and RADAR 
Approach Control Facility Design Guide, November 15, 2001". An analysis of 
reasonable options for accomplishing this project (statue quo, renovation, new 
construction) was done. It indicates there is only one option that will meet 
operational requirements; new construction. A certificate of exception has been 
prepared. Sustainable principles, to include Life Cycle cost-effective practices, 
will be integrated into the design, developonent and construction of the project in 
accordance with Executive Order 13423, 10 USC 2802 (c) and other applicable laws 
and Executive orders. Base Civil Engineer: Lt Col Monte S. Harner; Phone: (701) 
723-2434. (Control Tower: 711 SM = 7,650 SF, Base Operations: 1,837 SM » 19,766 
SP) 

BASE CIVIL ENGINEER: Harner 

JOINT USE CERTIFICATION: Mission requirements, operational considerations, and 
location are incompatible with use by other components. 
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1. COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
MINOT AIR FORCE BASE, NORTH DAKOTA 


4. PROJECT TITLE 

CONTROL TOWBR/BASE OPERATIONS 



1 FACILITY 1 

5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 I 

141-453 

QJVP012002 

18,770 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Status: 

(a) Date Design Started 

(b) Parametric Cost Estimates used to develop costs 

* (c) Percent Complete as of 01 JAN 2010 

* (d) Date 35% Designed 

(e) Date Design Complete 

(f) Energy Study/Life-Cycle analysis was/will be performed 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Most Recently Used - 


(3) Total Coat (c) 


(a) 


(b) or (d) + (e) : 


(a) Production of Plans and Specifications 

(b) All Other Design Coats 

(c) Total 

(d) Contract 

(e) In-house 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 


15-JUN-09 

YES 

15% 

30-SEP-09 

30-SEP-10 

YES 


($ 000 ) 
1, 126 
563 
1.689 
1,126 
563 

11 FEB 

11 MAR 

13 MAR 


* Indicates completion of Project Definition with Parametric Cost Estimate 
which is comparable to traditional 35% design to ensure valid scope, 
cost and executability . 


b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 
COMMUNICATION EQUIPMENT 
FURNISHINGS 


PROCURING 

APPROPRIATION 

3080 

3400 


FISCAL YEAR 
APPROPRIATED 
OR REQUESTED 

2012 

2012 


COST 

($ 000 ) 

2,046 

250 
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1. COMPONENT 

AIR FORCE 

FY 2011 MILITARY CONSTRUCTION PROGRAM 

2. DATE 

3, INSTALLATION AND LOCATION 

TINKER AIR FORCE BASE 

OKLAHOMA 

4. COMMAND: 

AIR FORCE MATERIEL 

COMMAND: 

5. AREA CONST 

COST INDEX 

0.91 


PERMANENT 


SUPPORTED 



278 

275 


7. INVENTORY DATA {$000) 

Total Acreage: 5,033 

inventory Total as of : (30 Sep 09) 4,225,942 

Authorization Not Yet in Inventory: 176,262 

Authorization Requested in this Program: 14,000 

Planned in Next Four Program Years 35.700 

Remaining Deficiency: 

Grand Total: 


8. PROJECTS REQUESTED IN THIS PROGRAM: (FY2011) 

CATEGORY COST DESIGN STATUS 

CODE PROJECT TITLE SCOPE $.000 START CMPL 

211-157 Upgrade Building 3001 Infrastructures, Phase 3 1 US 14,000 Design Build 

Total 14,000 


9a. Future Projects: Typically Planned Next Four Years 

211-111 Alter AWACS Maintenance Group Facility 1.952 SM 10,200 

217-742 32nd Combat Comm squadron Operations Fac 3,303 SM 15,000 

149-962 Air Traffic Control Tower 692 SM 10,500 

Total 35,700 


9b. Real Propery Maintenance Backlog This Installation: ($M) 


10. Mission or Major Functions: Tinker Air Force Base combined mission includes operations, supply, maintenance and 
management in support of the 76th Maintenance Wing, 552nd ACW, 327th Air Sustainment Wing, 448th Combat 
Sustainment Wing, 3rd Combat Comm, Air Force Reserves, Navy Stratcomm Wing One, 72nd Air Base Wing, Defense 
Looistics Agency and Defense Information Systems Agency. 


11. Outstanding pollution and Safety (OSHA) Deficiencies: 

a. Air pollution 0 

b. Water Pollution 0 

c. Occupational Safety and Health 0 


d. Other Environmental 
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5. PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

B. PROJECT COST ($000) 

72976 

211-157 


WWYK083003B 

14,000 


1. COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(cOTiputer generated) 


3. INSTALLATION AND LOCATION 
TINKER AIR FORCE BASE, OKLAHOMA 


4. PROJECT TITLE 

UPGRADE BUILDING 3001 INFRASTRUCTURE, 
PH III 


9. COST ESTIMATES 


ITEM 


PRIMARY FACILITIES 
CHILLED WATER SYSTEMS 
UTILITY ENCLOSURE 
SDD & BPACT05 
SUPPORTING FACILITIES 

CHILLED WATER CROSS-OVER StJPPORT STRUCTURE 
DEMO PIPING 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD 
DESIGN/BUILD - DESIGN COST 
TOTAL REQUEST 
TOTAL REQUEST {ROUNDED) 


(5.7%) 
(4.0% OP SUBTOTAL) 


U/M QUANTITY 


unit cost 

COST ($000) 


11,400 
( S,S00 ) 
( 4,600 ) 
( 200 ) 
780 

( 680 ) 
( 100) 


12,180 

609 


12,789 

729 

487 


14,005 

14,000 


10. Description of Proposed Construction: Construct new chilled water supply and 

return mains (up to 24 inch in diameter) above the roof from column row 31 to 
column row 81 along the aisle between column rows W and X. Construct chilled water 
supply and return cross-mains (up to 24 inch in diameter) . Construct a utility 
enclosure on the roof to house new main trunk lines. The utility enclosure will be 
used to house new main tr\ink lines. A trolley hoist and lighting will facilitate 
maintenance and repair of utility distribution lines. 

11. Requirement! I!? Adequate: L§ Substandard: ES ~~ 

PROJECT: Upgrade Building 3001 Infrastructure, PH III. (Current Mission) 


REQUIREMENT: Replacement of the failing critical utility infrastructure of 

building 3001 is required to support the ever increasing demands of the Programmed 
Depot Maintenance (PDM) work center in support of aircraft, commodities, and 
propulsion PDM. Revitalization of the utility infrastructure in building 3001 is 
an element of the APMC/OC-ALC long-term depot strategy to improve PDM on assigned 
workload. 

CURRENT SITUATION; Aircraft PDM and depot engine and component item repair, 
maintenance and overhaul are performed in building 3001. The facility is 
approximately 65 years old and the utility systems have exceeded their life 
expectancy. A multiphased effort was initiated in 2002 to upgrade the 
infrastructure. The utility systems have either recently been replaced or are in 
need of replacement. The chilled water system was inadequate to properly cool new 
equipment like plasma spray booths and maintain reasonable space temperatures with 
the transformed production cells. Chillers and related equipment have largely 
been replaced, but the supply lines are inadequate to carry the volume of water 
needed for the modern units. Additionally, the age of the supply system creates 
maintenance problems as evidenced by two recent chilled water pipeline failures 
which caused production delays and flooded administrative offices. The current 
chilled water and utility infrastructure systems are installed in the Building 3001 
superstructure above the production shops. This makes it difficult to service. 
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1. COMPONENT 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

AIR FORCE 

(computer generated) 



PH III 

5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. PROJECT NUMBER 

8. PROJECT COST ($000) 

72976 

211-157 

WWYK083003B 

14,000 


3. INSTALLATION AND LOCATION 
TINKER AIR FORCE BASE, OKLAHOMA 


4. PROJECT TITLE 

UPGRADE BUILDING 3001 INFRASTRUCTURE, 


maintain and/or replace these systems. The roof utility enclosure will minimize 
production impacts, reduce construction costs associated with accessibility, and 
lower overall life-cycle costs. The increased capacity of the lines also 
eliminates local capacity constraints and increases shop flexibility for future 
Lean Cell improvements. 

IMPACT IF NOT PROVIDED: Aircraft PDM, depot engine and component item overhaul is 
the mission of the Oklahoma City Air Logistics Center and 76 MXW. The ability to 
accomplish this mission will be impacted by the inefficient present configuration 
and condition of the utility infrastructure. Lean cell improvements and equipment 
upgrades will not be supportable with existing infrastructure sized for previous 
generation equipment and inefficient layouts. 

ADDITIONAL; This project meets the criteria/scope specified in Air Force Handbook 
32-1084^ facility Requirements", An economic analysis has been prepared comparing 
the alternatives of status quo, new construction, contract workload, renovation, 
and other government facilities. Baaed on the net present values and benefits of 
the respective alternatives, renovation was found to be the moat cost efficient 
over the life of the project. Sustainable principles, to include Life Cycle Cost- 
Effective practices will be integrated into the design, development, and 
construction of the project in accordance with Executive Order 13423, 10 DSC 2802 
(c), and other applicable laws and Executive Orders. The requirement for this 
project was validated by the Joint Services Depot Maintenance Military Construction 
Review on 15 Aug 01. This is the third phase of a multi-phased effort to 
revitalize building 3001. Previous authorized and appropriated projects: FY04, 
Building 3001 revitalization. Phase I ($19. 4M); FY06, Upgrade Building 3001 
Infrastructure, Phase II ($20. OM). Base Civil Engineer; Mr. Gene Gallogly, P.E 
Phone; (405 ) -734 -3451 . 

JOINT USE CERTIFICATION: This facility can be used by other components on an "as 
available*' basis; however, the scope of the project is based on Air Force 
requirements . 
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1. COMPONENT PY 2011 MILITARY CONSTRUCTION PROJECT DATA 

AIR FORCE {computer generated) 

3. INSTALLATION AND LOCATION 4. PROJECT TITLE 

TINKER AIR FORCE BASE, OKLAHOMA UPGRADE BUILDING 3 


4. PROJECT TITLE 

UPGRADE BUILDING 3001 INFRASTRUCTURE 
PH III 


5 . PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

72976 

211-157 


MWYK083003B 

12. SUPPLEMENTAL DATA 




a. Estimated Design 

Data: 




(1) Project to be accompliahed by design-build procedures 

(2) Basis: 

(a) Standard or Definitive Design - NO 

(b) Where Design Was Moat Recently Used - 

(3) All Other Design Costa 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 

(7) Energy Study /Life-Cycle analysis was/will be performed YES 

b. Equipment associated with this project provided from other appropriations: 
N/A 
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1. COMPONENT 
AIR FORCE 


3. INSTALLATION AND LOCATION 
CHARLESTON AIR FORCE BASE 
SOUTH CAROLINA 


PERMANENT 


FY 2011 MILITARY CONSTRUCTION PROGRAM 2. DATE 


4. COMMAND: 

AIR MOBILITY COMMAND 



4-Jan-10 


5. AREA CONST 
COST INDEX 
0.94 


SUPPORTED 



7. INVENTORY DATA ($000) 

Total Acreage: 6,486 

Inventory Total as of : (30 Sep 09) 

Authorization Not Yet in Inventory: 

Authorization Requested in this Program: 

Planned in Next Four Years Program: 

Remaining Deficiency: 

Grand Total: 



1,639,034 

14.300 
15,000 
45,600 

81.300 
1 ,795,234 

8. PROJECTS REQUESTED IN THIS PROGRAM: 
CATEGORY 

(FY 2011) 

COST DESIGN 

STATUS 

CODE PROJECT TITLE 

SCOPE 

S.OOO START 

CMPL 

610-127 CE Complex (TFI) - Phase 1 

4,416 SM 

15,000 Mario 

Sep 10 


TOTAL ■ 

15,000 


9a. Future Projects: Typical Planned Next Four Years; 





9b. Real Propery Maintenance Backlog This Installation; ($M) 


10. MISSION OR MAJOR FUNCTIONS: 

Support of two military airlift wings, one active and one reserve associate: a joint-use airfield supporting international, 
cargo, and general aviation operations terminals; and a remote training airfield simulating forward operating conditions. 


1 1 . Outstanding pollution and Safety (OSHA Deficiencies); 

a. Air pollution 0 

b. Water Pollution 0 

c. Occupational Safety and Health 0 

d. Other Environmental 0 
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1 1 

5 . PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

41976 

610-127 


DKPX913001P1 

15,000 


1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3 . INSTALLATION AND LOCATION 
CHARLESTON AIR FORCE BASE, SOUTH CAROLINA 


4. PROJECT TITLE 

CIVIL ENGINEER COMPLEX (TPI) - PHASE 


9 . COST ESTIMATES 


PRIMARY FACILITIES 
ENGINEERING/OPERATIONS 
READINESS 
SDD & EPACT05 

ANTITERRORISM/FORCB PROTECTION 
SUPPORTING FACILITIES 
UTILITIES 
PAVEMENTS 
SITE IMPROVEMENTS 
DEMOLITION - VERTICAL 
DEMOLITION - HORIZONTAL 

COMMUNICATIONS /ENVIRONMENT AL/RELOCATION 
GROUND SOURCE HEAT PUMPS 
SUBTOTAL 

CONTINGENCY (5,0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD 
DBSIGN/BUILD - DESIGN COST 
TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 

EQUIPMENT PROM OTHER APPROPRIATIONS (NON-ADD) 


(S.7%) 
(4.0% OF SUBTOTAL) 


U/M QUANTITY 


2,727 

1,689 


3,451 

2,299 


UNIT COST 

COST ($000) 


2,179 

2,237 


198 

54 


9,988 
( 5,941 } 
( 3,778 ) 
( 186 ) 
< 83 ) 
3,103 
( 348 ) 

( 254) 

( 465) 

( 683 ) 

( 123 ) 
( 750 ) 

( 480 ) 


13,091 

655 


13,746 

783 

524 


15,053 
15,000 ) 
{ 1.500 


10, Description of Proposed Construction: Reinforced concrete foundations and 
floor slabs; brick veneer/split-faced block exterior finishes and standing seam 
sloped metal roofs; communications support for voice and data systems, fire 
detection/alarm systems, pavements with curbs/gutters, fire suppression sprinkler 
systems, sidewalks, security fencing, site restoration, and landscaping. 

Demolition of five facilities (3,451 SM) and associated pavements (2,299 SM) , 
relocation of central energy monitoring system and equipment, environmental 
remediation as necessary and required, and camprehensive interior design. Comply 
with DoD antiterrorism/force protection requirements per the Unified Facility 
Criteria. 

Air Conditioning: 80 Tons 


11. Requirement: 4416 SM Adequate; 0 SM Substandard: 3451 SM 
PROJECT; Construct Civil Engineer Complex (TPI) - Phase 1 (Current Mission) 
REQUIREMENT; Consolidation of the principal Civil Engineer functions of 


administration, engineering, operations, and readiness to create a modern, 
conveniently located, and properly configured multi - facility complex. Functional 
collocation will incorporate both Joint Base Charleston and Total Force Integration 
(TPI) capabilities with current and future RED HORSE components. 

CURRENT SITUATION; The existing engineering complex was constructed in 1955 and is 
in a state of disrepair. Since 1955, the original structure has received five 

Page No. 
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1. COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 

CHARLESTON AIR FORCE BASE, SOUTH CAROLINA 


4 . PROJECT TITLE 

CIVIL ENGINEER COMPLEX (TFI) - PHASE 
1 


5 . PROGRAM ELEMENT 
41976 


6. CATEGORY CODE 
610-127 


7. PROJECT NUMBER 

DKFX913001P1 


8. PROJECT COST ($000) 
15,000 


additions resulting in a poorly configured and inefficient facility that cannot 
Iceep pace with modern productivity demands of today's engineering/operations 
functions. The maintenance shops and storage buildings are of wood/metal 
construction built in the 1950s as temporary facilities and still in continuous 
use. The inadequate sizes of the shops do not permit personnel lockers for the 
assigned craftsman to store work clothes, tools, and personal protective equipment. 

The exterior siding dates from the original construction in 1955 and consists of 
severely deteriorating asbestos shingles, which pose potential health and safety 
risks and can no longer be repaired with similar materials. The flat roofs demand 
continuous repair and are energy- inefficient. The fire alarm systems are outdated. 

The heating, ventilation, air conditioning, and dust collection systems are 
ineffective, energy-inefficient, and obsolete. Exposed and untreated wood is 
rotted, cracked, and potentially threatening to the structural integrity of the 
facilities . 

IMPACT IF NOT PROVIDED: The inefficient layout caused by the various facility 
additions is hindering productivity. With the current force structure, continued 
deployments impacting the military workforce availability, and increased customer 
demands stemming from TFI and joint basing initiatives at Charleston AFB, a new 
complex is vital to help the civil engineer function maximize its potential to meet 
tomorrow's diverse mission requirements. Retaining these energy inefficient, 
substandard, and obsolete facilities requires a disproportionate investment of 
dwindling operations and maintenance account resources. 

ADDITIONAL: This project meets the criteria/scope specified in Air Force Handbook 

32-1084, Facility Requirements. This project is Phase 1 of two phases to construct 
a new Civil Engineer Complex at Charleston AFB. Each phase is independently 
complete and usable. An economic analysis has been prepared comparing the 
reasonable alternatives of new construction/replacement, addition/repair, and 
status quo. Based on net present values and benefits of the respective 
alternatives, new construction was determined to be the most cost-effective option. 

Sustainable principles, to include life cycle cost-effective practices, will be 
integrated into the design, development, and construction of the project in 
accordance with Executive Order 13423, 10 USC 2802 (c) and other applicable laws 
and Executive orders. Base civi Engineer: Lt Col Richard Sanders, (043) 963- 
4956. Engineering/Operations: 2,272 SM » 29,342 SF; Readiness: 1,609 SM ® 18,174 
SF. 


JOINT USB CERTIFICATION: This facility is programmed for joint-use with the 560th 
RED HORSE squadron (AFR) ; however, it is fully funded by the Air Force. This 
project supports Total Force Integration initiatives. 
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1. COMPONENT 

AIR FORCE 

PY 2011 MILITARY CONSTRUCTION PROJECT DATA 

(computer generated) 

2 . DATE 

3 . INSTALLATI 

CHARLESTON AI 

ON AND LOCATION 

R FORCE BASE, SOUTH CAROLINA 

4. PROJECT TITLE 

CIVIL ENGINEER COMPLEX (TPI) - PHASE 1 

5. PROGRAM ELEMENT 

41976 

6 . CATEGORY CODE 

610-127 

7 . PROJECT NUMBER 

DKFX913001P1 

8. PROJECT COST ($000) 

15,000 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Project to be accomplished by design-build procedures 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Most Recently Used - 

(3) All Other Design Costs 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 

(7) Energy Study/Life-Cycle analysis was/will be performed 

b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 
CID/ FURNISHINGS 
COMMUNICATIONS 



NO 


450 

11 

FEB 

11 

MAR 

12 

SEP 


YES 



FISCAL YEAR 

COST 

PROCURING 

APPROPRIATED 

APPROPRIATION 

OR REQUESTED 

($000) 

3400 

2011 

1,100 

3080 

2011 

400 
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1, COMPONENT 

AIR FORCE 

FY 2011 MILITARY CONSTRUCTION PROGRAM 

2. DATE 

3. INSTALLATION AND LOCATION 

DYESS AIR FORCE BASE, 

TEXAS 

4, COMMAND: 

AIR COMBAT COMMAND 

5. AREA CONST 

COST INDEX 

0.96 



7. INVENTORY DATA ($000) 

a. Total Acreage: 5,403 

b. Inventory Total as of : (30 Sep 08) 

c. Authorization Not Yet in Inventory: 

d. Authorization Requested in this Program: 

e. Planned in Next Four Years Program: 

f. Remaining Deficiency: 
q. Grand Total: 


1.537,378 

0 

4,080 
21,700 
116,600 
1 ,679,758 


8. PROJECTS REQUESTED IN THIS PROGRAM: 
CATEGORY 

CODE PROJECT TITLE 

171-212 C-1 30J Flight Simulator Addition 


(FY 2011) 

COST DESIGN STATUS 
SCOPE $.000 START CMPL 

876 SM $4,080 Aug-09 Sep-10 
Total 4,080 


9a. Future Projects: Typical Planned Next Four Years: 
610-243 Mission Operations Center 

610-243 C-1 30 Group Headquarters/)SS 


2,624 SM 
2,014 SM 
Total 


10. Mission or Major Functions: 7th Bomb Wing comprised of B-1B bombers; B-1 B Combat Crew Training; 
317th Airlift Group comprised of C-1 30 aircraft. 

11. Outstanding Pollution and Safety (OSHA Deficiencies): 
a. Air pollution 

0 

b. Water Pollution 

0 

c. Occupational Safety and Health 

0 

d. Other Environmental 

0 
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5 . PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

41132 

171-212 


FNW2103010 


1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
DYESS AIR FORCE BASE, TEXAS 


4. PROJECT TITLE 

C-130J ADD/ALTER FLIGHT SIMULATOR 
FACILITY 


8. PROJECT COST ($000) 
4,080 


9 . COST ESTIMATES 


ITEM 


PRIMARY PACILITIBS 

C-130 FLIGHT SIMULATOR FACILITY ADDITION 
ALTERATION EXISTING FLIGHT SIMULATOR FACILITY 
SDD b BP ACT 2005 
ANTITBRRORISM/FORCE PROTECTION 
SUPPORTING FACILITIES 
UTILITIES 
SITE IMPROVEMENTS 
PAVEMENT 

SPECIAL FOUNDATION 
FORCE PROTECTION 
COMMUNICATION SITE SUPPORT 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD (5.7%) 

TOTAL REQUEST 

TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 


U/M QUANTITY 


575 

301 


575 

12 


UNIT 

COST 


3,562 

2,162 


311 

4,450 


COST 

($ 000 ) 


2,759 
( 2,048 ) 

( 651 ) 

( 40 ) 

( 20 ) 
918 

{ 329) 

( 32) 

( 165 ) 

( 179) 

( 53) 

( 160) 
3,677 
184 


3,861 

220 


4,081 

4,080 

( 28.757.0 ) 


10. Description of Proposed Construction: Construct a two story Weapons System 
Trainer (WST) high-bay addition to existing C-130 Plight Simulator Training 
Facility 7000. Construction elements to include site preparation, reinforced 
concrete drilled pier foiuidation with structural slab on grade, concrete and 
masonry building assembly on structural steel superstructure with exterior finish 
and roof to match existing, fire protection/alarm systems, communications support 
for voice and data systems, fire suppression sprinkler systems, security systems, 
and construction to integrate existing facility to accommodate new addition. 

Renovate existing C-130 motion bay and other training support spaces in facility 
7000 to convert these areas to classrooms, briefing rooms, classified training and 
storage. New addition to include support spaces for computers and data storage, 
hydraulic pump operations, maintenance, restrooms, communication equipment room, 
electrical/mechanical room, and circulation. Site work includes pavement 
demolition, pavements with curbs and gutters for parking and access roadway, site 
restoration and landscaping, sidewalks, exterior lighting, and all necessary 
utilities and work associated with facility requirements. This project will comply 
with DoD antiterrorism/force protection requirements per the Unified Facility 
Criteria. 

Air Conditioning; 120 Tons — . 


11. Requirement: 4232 SM Adequate; 3466 SM Substandard: 301 SM 

PROJECT: Addition and alteration to Flight Simulator Training Facility Building 

7000 to convert facility from C-130H to C-130J Weapons System Training. (New 
Mission) 
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5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

41132 

171-212 


FNKZ103010 

4,080 


1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
DYESS AIR FORCE BASE, TEXAS 


4. PROJECT TITLE 

C-130J ADD/ALTER PLIGHT SIMULATOR 
FACILITY 


REQUIREMENT: Requirement la to support the C-130 converaion to replace H models 

[with J models. The Wing will receive 28 PAA (plus 2 BAI) C-130J aircraft beginning 
in Jan 2010. This and future C 130J arrivals will decrement existing C-130H 
aircraft on a nearly 1:1 baaia thru delivery of the last PAA C-130J in Oct 2012, 
Specific need is for a properly sized and configured facility addition to 
accommodate a new aix-axia C-130J flight simulator, associated operational 
computers and motion hydraulic equipment, and maintenance support space. 
Additionally, renovate existing facility space to accommodate new classrooms, 
briefing rooms, and storage in support of the C-130J aircrew training program. 
Plight simulator is to provide required and essential initial qualification, 
proficiency, hazardous/emergency, and effective mission procedures training. Area 
must be securable to the Secret level and conform to the security architecture of 
the existing facility, meet requirements of APOSH 91-118 for new construction, and 
comply with C-130 ATS Program Office physical security guidelines. 

CURRENT SITUATION: Dyess AFB conducts C-130 aircrew flight simulator training in a 
single high bay facility that houses one C-130H flight simulator with enhanced 
visual upgrade. The existing bay is only large enough to fit the H model 
simulator. It cannot accommodate the larger J model simulator which requires a 
space (bay) that is ten feet longer, taller, and wider than the H model, and 
expansion of the existing space (bay) is not feasible or practical. A Site 
Activation Task Force (SATAP) conducted in January 09 for the C-130J conversion 
concluded the current simulator bay is too small and identified a requirement to 
construct a building addition to the existing simulator facility to fit the J model 
simulator, and alter interior spaces within the existing facility to accommodate C- 
130J training requirements. In effect, no flight simulator capabilities exist on 
Dyess APB to train C-130J flight crews, 

IMPACT IP NOT PROVIDED: C-130 flight crew training requirements cannot be 
resourcefully met without a C-130J flight simulator. Plight simulators provide 
around-the-clock availability, save on aviation fuel consumption, and reduce wear 
and tear on the aircraft. The current C-130H model simulator provides annual 
training lAW API 11-2C-130 Vol. I. This training includes an annual simulator 
refresher for pilots, navigators, engineers, loadmasters, and maintainers. The 
annual cost for TDYe to locations that have C-130J simulators is estimated at 
$467,100 per year. The ability of these locations to host the 317th is unknown at 
this time. Currently, the C-130 H model simulator at Dyess provides a cost- 
effective solution for training crewmembers. Flight crews train 20 hours per week 
in the simulator saving the government 1,040 flying hours per year. Based on 
current training volume, which is a reasonable gage for future training needs, the 
C-130 J model simulator will reduce annual flying costs by $7.3M as the C-130J 
aircraft flying cost is $7000 per hour. Conversely, the annual cost to operate and 
maintain a simulator training facility is $5.0M for an annual savings of $2.3M not 
counting additional aircraft maintenance savings from reduced flying hours. 

Similar savings are expected utilizing the C-130J flight simulator for training. 
ADDITIONAL; This project meets the criteria /scope specified in Air Force Handbook 
32-1084, "Facility Requirements," and conforms to requirements established in the 
Lockheed Martin C-130J Aircrew Training System Facility Design Criteria. An 
analysis was conducted that compared status quo to reasonable construction 
alternatives to include construction of a new simulator training facility and 
construction of new addition to the current training facility. Based on net 
present values and benefits of the respective alternatives, construction of a new 
addition to the current simulator training facility was determined to be the most 
cost-effective option. Sustainable principles, to include life cycle cost- 
effective practices, will be integrated into the design, development, and 
construction of the project in accordance with Executive Order 13423, 10 USC 2802 
(c) , and other applicable laws and Executive Orders. Base Civil Engineer: Lt Col 
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1. COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


2. DATE 


3 . INSTALLATION AND LOCATION 
DYESS AIR FORCE BASE, TEXAS 


4. PROJECT TITLE 

C-130J ADD/ALTER FLIGHT SIMULATOR 
FACILITY 


5. PROGRAM ELEMENT 


6. CATEGORY CODE i 7 . PRO JECT NUMBER 


171-212 


FNWZ103010 


8. PROJECT COST ($000) 


Christopher G. Duffy, (325) 696-2250. C-130J Flight Simulator Addition: Addition 

- 575 SM « 6,194 SP; Alteration - 301 SM = 3,234 SF. 

JOINT USE CERTIFICATION: Mission requirements, operational considerations, and 
location are incompatible with use by other components. 
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1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(c<^putdr generated) 


3. INSTALLATION AND LOCATION 
DYESS AIR FORCE BASE, TEXAS 


4. PROJECT TITLE 

C-130J ADD/ALTER FLIGHT SIMULATOR 
FACILITY 


5. PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

41132 

171-212 


FNWZ103010 

4,080 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

<1) Status: 

(a) Date Design Started 

(b) Parametric Cost Estimates used to develop costs 

* (c) Percent Complete as of 01 JAN 2010 

* (d) Date 35% Designed 
(e) Date Design Complete 

{f) Energy Study /Life-Cycle analysis wae/will be performed 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Host Recently Used - 

(3) Total Coat (c) = (a) + (b) or (d) + (e) : 

(a) Production of Plana and Specifications 

(b) All Other Design Costa 

(c) Total 

(d) Contract 

(e) In-house 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 


21 -AUG- 09 
YES 
35% 
15-JAN-lO 
23-SEP-lO 
YES 


($000) 

245 

122 

367 

306 

61 

11 FEB 

11 MAR 

12 MAR 


* Indicates completion of Project Definition with Parametric Cost Estimate 
which is comparable to traditional 35% design to ensure valid scope, 
cost and executability . 


b. E<iuipment associated with this project provided from other appropriations: 



PROCURING 

FISCAL YEAR 
APPROPRIATED 

COST 

EQUIPMENT NOMENCLATURE 

APPROPRIATION 

OR REQUESTED 

($000 

C-130J FLIGHT SIMULATOR 

3060 

2010 

28,600 

FURNISHINGS 

3400 

2011 

100 

COMMUNICATION EQUIPMENT 

3400 

2011 

32 

COMMUNICATION EQUIPMENT 

3080 

2011 

25 
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1. COMPONENT 

AIR FORCE 

FY 2011 MILITARY CONSTRUCTION PROGRAM 

2. DATE 

3. INSTALLATION AND LOCATION 
ELLINGTON FIELD, 

TEXAS 

4. COMMAND: 

AIR NATIONAL GUARD 

5. AREA CONST 

COST INDEX 

0.85 


PERMANENT 

STUDENTS 

SUPPORTED 



Km 

ENL 


KS 

■agw 


■Bm 

■0211 

■BOi 

TOTAL 

S SliliiitftiaagiM 











7. INVENTORY DATA ($000) 

a. Total Acreage; 

b. Inventory Total as of : (30 Sep 09) 

c. Authorization Not Yet in Inventory: 

d. Authorization Requested in this Program; 

e. Planned In Next Four Years Program: 

f. Remaining Deficiency: 

g. Grand Total: 







7,200 

0 

7,200 

8. PROJECTS REQUESTED IN THIS PROGRAM: 
CATEGORY 

CODE PROJECT TITLE 


(FY 2011) 

COST 

SCOPE $.000 

DESIGN 

START 

STATUS 

CMPL 

211-111 

TFl-UPGRADE UAV MAINTENANCE 
HANGAR 

5,807 

Total 

SM 

7,200 

7,200 



9a. Future Projects: 

Typical Planned Next Four Years: 






|9c. Real Property Maintenance Backlog 

This Installation: 






10. Mission or Major Functions: Intelligence, Surveillance and Reconnaissance mission for the United 

States’ southern border. Ellington will retain its capability to support the Homeland Defense mission and will 
continue to preserve the Air Sovereignty Alert site capability by using F-16/D aircraft assigned elsewhere 
and operating from Ellington on a rotational basis. 

1 1 . Outstanding Pollution and Safety (OSHA Deficiencies): 
a. Air pollution 



0 



b. Water Pollution 







0 



c. Occupational Safety and Health 






0 



d. Other Environmental 







0 
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1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
ELLINGTON FIELD, TEXAS 


4 . PROJECT TITLE 

TFI-UP6RADB UAV MAINTENANCE HANGAR 


5. PROGRAM ELEMENT 

6 . CATEGORY CODE j ^ . 

PROJECT NUMBER 

3. PROJECT COST ($000) 

25219 

211-111 j 

WACC113340 

7,000 


9 . COST ESTIMATES 


ITEM 


U/M QUANTITY 


UNIT 

COST 


COST 

($000) 


PRIMARY FACILITY 
UPGRADE UAV MAINTENANCE HANGAR 
ANTITERRORISM/FORCB PROTECTION 
SDD & EPACT 05 
SUPPORTING FACILITIES 
UTILITIES SUPPORT 
COMMUNICATION SUPPORT 
SITE IMPROVEMENTS 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD 

TOTAL REQUEST 

TOTAL REQUEST (ROUNDED) 


(S.7%) 


6,060 
{ 5,877 ) 

{ 61 ) 
{ 122 ) 
240 
( 85) 

( 30) 

{ 125) 

6,300 
315 
6,615 
377 


6,992 

7,000 


10. Description of Proposed Construction: Interior renovation to include 
rearrangement and upgrade of interior shop walls and utility systems. Work will 
include electrical, plvunbing, fire detection and suppression systems, heating, 
ventilation, and air conditioning systems. This project will comply with DoD 
antiterrorism/force protection requirements per the Unified Facilities Criteria. 

Air Conditioning: 100 Tons 


11. Requirement: 5807 SM Adequate; 0 SM Substandard: 5807 SM 
PROJECT: upgrade UAV Maintenance Hangar (New Mission) 

REQUIREMENT: The base requires a properly configured space in which to perform 

training, maintenance and storage on a family of Unmanned Aerial Vehicle (UAV) 
weapon systems starting with the MQl. Functional areas include: hangar space for 
parking, storage, maintenance shops, parte, equipment, mobility storage, weapon 
systems maintenance management, and administrative support space. Additional 
control must be included to prevent false fire suppression system discharged and 
damage the predator aircraft. The UAV will use Fort Polk, LA as the launch and 
recover (LRE) base; the UAV will be transported by vehicle to Ellington where they 
will be assembled, maintained, repaired, and stored and then transported back to 
Fort Polk for the LRE. 

CURRENT SITUATION: Under Base Realignment and Closure, P-15 aircraft are no longer 
permanently based at Ellington Field; however, the installation will continue to 
support an ASA Alert Detachment using aircraft from other installations. This 
reduced flying posture makes many flight line facilities available since aircraft 
maintenance activities on the F-IS will be performed by the home stations of units 
providing the Alert assets. One such space that has become available is the 
maintenance hangar. Since the hangar was originally configured for manned jets, it 
will require upgrades in order to meet UAV maintenance requirements. Shop space 
will need to be rearranged; the fire suppression needs to be upgraded to prevent 
possible false discharge and consequent airframe damage. , 

IMPACT IF NOT PROVIDED: Unmanned Aerial Vehicle maintenance and training will not 
be able to take place safely. Full Operational Capability will not be obtained. 
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1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
ELLINGTON FIELD, TEXAS 


4. PROJECT TITLE 

TPI -UPGRADE UAV MAINTENANCE HANGAR 


6. CATEGORY CODE 

7. 

PROJECT NUMBER 

211-111 


WACC113340 


ADDITIONAL: This project meets the criteria/scope specified in the Air National 

Guard Handbook 32-1084, Facility Requirements and is in compliance with the base 
master plan. All known alternative options were considered during the development 
of this project. No other option could meet the mission requirements; therefore no 
economic analysis was needed or performed. A certificate of exception has been 
prepared. Sustainadsle principles, to include Life Cycle cost-effective practices, 
will be integrated into the design, development and construction of the project in 
accordance with Executive Order 13423, 10 USC 2802 (c) and other applicable laws 
and Executive Orders. Base Civil Engineer: Maj Gary Kerr, 281-929-2638. (Upgrade 
Hangar Area: 5,807 SM ■ 62,508 SP) 

JOINT USE CERTIFICATION: This facility can be used by other components on an "as 
available" basis; however, the scope of the project is based on Air Force 
requirements . 
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1 . COMPONENT 
AIR FORCE 


FV 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
ELLINGTON FIELD, TEXAS 


4. PROJECT TITLE 

TFI-UPGRADE UAV MAINTENANCE HANGAR 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

25219 

211-111 


WACC113340 

7,000 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1} Status: 

(a) Date Design Started 

(b) Parametric Cost Estimates used to develop costs 

* (c) Percent Complete as of 01 JAN 2010 

* (d) Date 35% Designed 

(e) Date Design Complete 

(f) Energy Study/Life-Cycle analysis waa/will be performed 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Moat Recently Used - 

(3) Total Cost (c) = (a) +■ (b) or (d) + (e) : 

(a) Production of Plana and Specif ications 

(b) All Other Design Costs 

(c) Total 

(d) Contract 

(e) In-house 

(4) Construction Contract Award 

(5) Construction Start 

{€) Construction Completion 


lO-JAN-10 

YES 

15% 

15-MAR-lO 

15-SEP-lO 

YES 


($ 000 ) 

420 

210 

630 

525 

105 

11 JAN 

11 MAR 

12 JUN 


* Indicates completion of Project Definition with Parametric Cost Estimate 
which is comparable to traditional 35% design to ensure valid scope, 
cost and executability. 


b. Equipment associated with this project provided from other appropriations: 
N/A 
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1. COMPONENT 
AIR FORCE 


FY2011 MILITARY CONSTRUCTION PROGRAM 


2. DATE 


!3. INSTALLATION AND LOCATION 
LACKLAND AFB 
TEXAS 


4. COMMAND: 

AIR EDUCATION AND 
TRAINING COMMAND 


5. AREA CONST 
COST INDEX 
0.92 


PERMANENT 

STUDENTS 

SI 

JPPORTED 


iKS9 

■UOlH 


ES3 

■dgIM 

CIV 


■m 

■da 

TOTAL 

2431 

2416 

9542 

9199 



6843 

6843 

0 

0 

2365 

9866 

2,649 

1992 

37,892 

38,328 


6. Personnel 

Strength 

AS OF 30 SEP 09 
ENDFY 2015 


7. INVENTORY DATA ($000) 

|a. Total Acreage: 7,454 

b. Inventory Total as of : (30 Sep 09) 

c. Authorization Not Yet in Inventory: 

d. Authorization Requested in this Program: 

e. Planned in Next Four Years Program: 

f. Remaining Deficiency: 

g. Grand Total: 


3,987,839 

314,525 

127,280 

406,825 

793,577 


5,630,046 


8. PROJECTS REQUESTED IN THIS PROGRAM: 


(FY2011) 

CATEGORY 




COST DESIGN STATUS 

CODE 

PROJECT TITLE 

SCOPE 


$.000 START CMPL 

171-621 

BMT Satellite Classroom/Dining Fac #2, P 

9,898 

SM 

32,000 May 09 Sep 10 

171-627 

Recruit/Family Inprocessing and Info Cent 

6,531 

SM 

21,800 Design Build 

730-142 

One Company Fire Station JBSA 

995 

SM 

5,500 Design Build 

721-311 

Recruit Dormitory, Phase 3 

24,407 

SM 

67,980 Design Build 




Total 

127,280 

9a. Future Projects: 

Typical Planned Four Years: 




730-835 

Security Forces Consolidated Ops Fac 

2,350 

SM 

10,057 

100-001 

Enlisted Dormitory, San Antonio 

1 

LS 

53,000 

100-001 

Replace BMT Facilities 

1 

LS 

92,082 

100-001 

Replace BMT Facilities 

1 

LS 

107,114 

100-001 

Replace BMT Facilities 

24,407 

SM 

74,129 

100-001 

Replace BMT Facilities 

24,407 

SM 

70,443 




Total 

406,825 

|9b. Real Property Maintenance Backlog This Installation ($M’ 



76 


10. Mission or Major Functions: A training wing which includes Basic Military Training School. Security Forces, 
Combat Convoy/Arms/Control, Pararescue, Survival Evasion Resistance Escape, Logistics, Enlisted Aircrew, 
Services, Contracting, Vehicle Maintenance, and Military Training Instructor, Defense Language Institute English 
Language Center, and Inter-American Air Forces Academy, Department of Defense Military Working Dog 
Training. Additional missions include Air Force Security Forces Center, Recruiting, cryptographic maintenance, 
|Air Force Reserve C-5 training, a major Air Force medical center, and Intelligence/Reconnaissance/Surveillance 
Operations. 


1 1 . Outstanding pollution and Safety (OSHA) Deficiencies: 

a. Air pollution 

b. Water Pollution 

c. Occupational Safety and Flealth 

d. Other Environmental 
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1. COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
LACKLAND AIR FORCE BASE, TEXAS 


4 . PROJECT TITLE 

BMT SATELLITE CLASSROOMS/DINING 
FACILITY NO. 2 


5 . PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

84711 

171-621 


MPLS083737S2 

32,000 


9 . COST ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

($000) 

PRIMARY FACILITIES 




26,262 

BMT CLASSROOMS 

SM 

4,646 

2,046 

{ 9,925 ) 

DINING SBRVERY 

SM 

3,228 

2,713 

( 8,758 ) 

KITCHEN, BAKERY, POOD STORAGE 

SM 

1,824 

3,736 

( 6,814 ) 

ANTITBRRORISM/PORCB PROTECTION 

LS 



( 255 ) 

SDD AND BP ACT 2005 

LS 



( 510 ) 

SUPPORTING FACILITIES 




2,585 

SITE IMPROVEMENTS 

LS 



( 600 ) 

SPECIAL DRILLED PIER FOUNDATION 

LS 



( 500 ) 

UTILITIES 

LS 



( 935 ) 

PAVEMENTS 

LS 



( 100) 

COMMUNICATIONS 

LS 



( 200 ) 

DEMOLISH AND ABATE FACILITIES 

SH 

2,417 

103 

( 250 ) 

SUBTOTAL 




28,847 

CONTINGENCY (5.0%) 




1,442 

TOTAL CONTRACT COST 




30,289 

SUPERVI3IOH, IHSPECTIOH AKD OVERHEAD (5.7%) 




1,726 

TOTAL REQUEST 




32,015 

TOTAL REQUEST (ROUNDED) 




32,000 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 




( X,70S.0 ) 


10. Description of Proposed Construction: Construction includes a multi-story 
facility consisting of a drilled pier foundation, concrete floor slabs, structural 
steel frame, masonry walls, standing seam metal roof, and an elevator. Provides 
all necessary support to include 12 ft wide troop walks, utilities, parking, 
communications, and restores all areas disturbed by construction. Demolishes two 
facilities totaling 2,417 SM. Complies with DoD Minimum Antiterrorism/Force 
Protection Standards per Unified Facilities Criteria. 

Air Conditioning; 520 Tons 


11. Requirement: 9898 SM Adequate: 0 SM Sxibstandard: 6996 SM 

PROJECT: Basic Military Training (BMT) Satellite Classroom/Dining Facility. 

(Current Mission) 

REQUIREMENT: A major Air Force objective is to provide recruits with facilities 

conducive to their proper housing, dining, and training. Properly sized, sited, 
designed, euid furnished facilities are essential to successfully train future Air 
Force enlisted personnel. This project provides the second of four satellite 
dining hall/classroom buildings in the Basic Military Training (BMT) recruit 
housing and training facility recapitalization program. Bach Dining/Classroom 
facility will serve two new recruit dormitories (-2500 recruits) . This project 
replaces dining hall and classroom facilities that are currently located in the 
Recruit Housing & Training (RH&T) buildings. The ground floor will consist of a 
serving area, kitchen, and dining area. The second and third floors will consist 
of classrooms. The third phase of the BMT facilities recapitalization program 
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1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
LACKLAND AIR FORCE BASE, TEXAS 


4. PROJECT TITLE 

BMT SATELLITE CLASSROOMS/DINING 
FACILITY NO. 2 


5. PROGRAM ELEMENT 


84711 


6 . CATEGORY CODE j 7 . PROJECT NUMBER 


171-621 


MPLS083737S2 


8. PROJECT COST ($000) 


32,000 


includes this project and one companion project that will construct the third of 
eight total dormitories. Project MPLS083737R3 . 

CURRENT SITUATION: Recruit Housing & Training facilities, the BMT program, and 
Lackland APB form an initial, but lasting impression of the Air Force to all new 
recruits. Existing 215,000 SP RH&T facilities, originally constructed in the 
1960 's and 1970 's, were designed to provide housing, dining, classrooms, and other 
training space in one facility to develop teamwork, discipline, and espirit de 
corps among the recruits. These facilities are outdated and are inadequate to 
support current and planned accessions of Air Force Active Duty, Reserve, and Air 
National Guard personnel considering future force structure and strength. Due to 
deterioration, age, and exceeding their useful life, the RH&Ts require significant 
O&M capital to keep them operational -- estimated annual average of $2.1M per 
RH&T ($16. 8M for the existing 8 RH&T facilities). BMT has difficulty accommodating 
sunaner recruit surges while accomplishing maintenance, repair and renovation 
projects of the aging, inadequate, and substandard RH&Ts. Recruits must repeatedly 
dine in over-crowded conditions as maintenance crews react to the many utility 
system failures. The existing classroom space in the RH&Ts is approximately one- 
half of what is required- The mechanical, electrical, lighting systems, and 
interior finishes are at the end of their useful lives and require replacement. 

The food preparation and serving areas are currently located in each RH&T building 
and need to be centralized to improve efficiency and accommodate new equipment. 
IMPACT IF NOT PROVIDED: Without quality BMT programs and adequate facilities, the 
Air Force will have difficulty recruiting, training, and retaining new recruits. 
Facilities will continue to age and will require increasingly more capital to keep 
them operational. The Dining/Classroom Facility is the key supporting building 
required for the successful operation of two ATC dormitories. Its 2,500 person 
serving capacity and the 16 classrooms are critical to the BMT program in the new 
Airmen Training Complex configuration. Lackland does not have another dining 
facility capable of serving 2,500 people in addition to their current clientele, so 
the recruits could not move out of the aging RH&T buildings to allow for their 
demolition . 

ADDITIONAL: This project meets the criteria/scope specified in Air Force Handbook 

32-1084, Facility Requirements. Extensive utility work is required to accommodate 
this and future BMT facilities, to include increasing the sire of water and sewer 
mains, and upgrading/burying the electrical system. An Economic Analysis was 
performed demonstrating the economic advantage of new construction to meet the 
program requirements. Based on the new present value and benefits of prospective 
alternatives, new construction was found to have the best overall ratio of life 
cycle cost vs. benefit. Sustainable principles, to include Life Cycle cost- 
effective practices, will be integrated into the design, development, and 
construction of the project in accordance with Executive Order 13423, 10 USC 2802 
(c) , and other applicable laws and Executive Orders. BASE CIVIL ENGINEER: Lt Col 
Ardyce Clements, COMM (210) 671-2977. BMT Classrooms: 4,846 SM = 52,143 SF . 

Dining Servery: 3,228 SM » 34,773 SF. Kitchen/Bakery/Food Storage: 1,824 SM = 
19,626 SF. 

JOINT USE CERTIFICATION: This facility can be used by other components on an "as 
available" basis; however, the scope of the project is based on Air Force 
requirements . 
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1 - COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
LACKLAND AIR FORCE BASE, TEXAS 


4 . PROJECT TITLE 

BMT SATELLITE CLASSROOMS /DINING 
FACILITY NO. 2 


5. PROGRAM ELEMENT 6. CATEGORY CODE 7. PROJECT NUMBER 8. PROJECT COST 

84711 171-621 MPLS083737S2 32,000 

12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Status: 

(a) Date Design Started 13-MAY-09 

(b) Parametric Cost Estimates used to develop costs YES 

* (c) Percent Complete as of 01 JAN 2010 15% 

* (d) Date 35% Designed 29-JAN-lO 

(e) Date Design Complete 30-SEP-10 

(f) Energy Study/Life-Cycle analysis was/will be performed YES 

(2) Basis: 

(a) Standard or Definitive Design - NO 

(b) Where Design Was Moat Recently Used - 

(3) Total Coat (c) a (a) + (b) or (d) + (e) : ($000) 

(a) Production of Plans and Specifications 1,920 

(b) All Other Design Costa 960 

(c) Total 2,880 

(d) Contract 2,550 

(e) In-house 330 

(4) Construction Contract Award H PEB 

(5) Construction Start 11 APR 

(6) Construction Completion 13 APR 

* Indicates completion of Project Definition with Parametric Cost Estimate 
which is comparable to traditional 35% design to ensure valid scope, 
cost and executability . 


b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 
FURNISHINGS AND EQUIPMENT 


FISCAL YEAR 
PROCURING APPROPRIATED 

APPROPRIATION OR REQUESTED 
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5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

85976 

730-142 


HPLS116414JB 

5,500 


1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


2. DATE 


3. INSTALLATION AND LOCATION 
LACKLAND AIR FORCE BASE, TEXAS 


4. PROJECT TITLE 

ONE COMPANY FIRE STATION 


9 . COST ESTIMATES 


PRIMARY FACILITIES 
FIRS STATION 

antiterrorism/forcb protection 

SDD & BP ACT 05 
SUPPORTING FACILITIES 
UTILITIES 
PAVEMENTS 
SITE IMPROVEMENTS 
COMMUNI CATIONS 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD (5.7%) 

DESIGN/BUILO - DESIGN COST (4.0% OF SUBTOTAL) 

TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 


U/M QUANTITY 


995 

995 

995 


UNIT 

COST 


3,783 

38 


COST 

($ 000 ) 


3,877 
C 3,754 ) 
( 38 ) 
( 75 ) 

895 

( 355 ) 

( 180) 
( 89) 

( 271) 



5,487 
5,500 ) 
( 750 


10. Description of Proposed Construction: Construct fire station including 
reinforced concrete foundation and floors, masonry walls and roof system. Includes 
three functional areas: apparatus bays, residential area, and administration area. 
Project will comply with DoD force protection requirements per the Unified 
Facilities Criteria. 

Air Conditioning: 25 Tons 


11. Requirement: 935 SM Adequate: 0 SM 
PROJECT: Construct One Company Fire Station 

REQUIREMENT: This project 


Substandard: 0 SM 
(Current Mission) 
req[uired to provide fire fighting and emergency 


response capabilities to 250 military family housing units housing an estimated 
1,250 family members, DoD dependant elementary, middle and high school complexes 
supporting a population of 1,430 students, and 48 additional facilities to include 
a Child Development Center and 2 Youth Centers. In order to meet the requirements 
of DoDI 6055.6, Enclosure 3, for response time/staffing and in order to safeguard 
DoD facilities against fire and to provide adequate response time on emergency 
calls, a one-company satellite fire station is necessary. The Fire Department’s 
current operation does not meet DoDI 6055.6, Table E-3.T. "Minimun Level of Service 
Objectives". The HQ Department of the Army approved implementation of the DoDI 
6055.06 Manpower Model also drives the need for additional firefighter manpower as 
well as additional space to support this projected manpower increase. 

CURRENT SITUATION; Currently fire fighting and emergency response is being 
provided to the Watkins Terrace area by fire unit stations stationed on the main 
base area of Fort Saun Houston. Due to the distance/mileage between the main base 
area and Watkins Terrace sector response times for emergency fire apparatus fail to 
meet DoDI 6055.06, Table E3.T1 Minimum Level of Service Objectives. This 
deficiency has been identified and documented repeatedly by Subject Matter Experts 
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1 . COMPONENT 

AIR FORCE 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 2 

(cc»Dputer generated) 

DATE 

3. INSTALLATION AND 

LOCATION 

4. PROJECT TITLE 



LACKLAND AIR FORCE 

BASE, TEXAS 

ONE COMPANY FIRE 

STATION 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. PROJECT NUMBER 8. 

PROJECT COST 

($000) 

85976 

730-142 

HPLS116414JB 

5,500 



during Operational Readiness Inspections. A review of existing facilities at Fort 
Sam Houston indicates that there are no adequate facilities available to convert 
into a fire station to correct this deficiency. 

IMPACT IF NOT PROVIDED t If this project is not provided, the response times for 
fire fighting and emergency response to the Watkins Terrace area will fail to meet 
DoDI 6055.06 requirements. Soldiers, civilians, and family members will remain at 
an increased risk for fire/life safety while working, living or visiting facilities 
on Ft Sam Houston. 

ADDITIONAL: This project meets the criteria/scope in Air Force Handbook 32-1084, 

"Facility Requirements". A preliminary analysis comparing of reasonable options 
for accomplishing this project (status quo, construction, and renovation) was done. 

It indicates that there is only one option that will meet operational 
requirements, new construction. A certificate of exception is being prepared. The 
Deputy Assistant Secretary of the Army (Installations and Housing) certifies that 
this project has been considered for joint use potential. Sustainable principles, 
to include Life Cycle cost-effective proctices, will be integrated into the design, 
development, and construction of the project in accordance with Executive Order 
13423, 10 use 2802 (c) , and other applicable laws and Executive Orders. Director 
of Public Works: Mr. Michael Grizer, (210) 221-5439; One Company Fire Station: 

995 SM = 10,700 SP. 

JOINT USB CERTIFICATION; This facility can be used by other components on an "as 
available" basis; however, the scope of the project is based on Army & Air Force 
requirements . 
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1. COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(costputer generated) 


3. INSTALLATION AND LOCATION 4. PROJECT TITLE 

LACKLAND AIR FORCE BASE, TEXAS ONE COMPANY FIRE STATION 

5. PROGRAM ELEMENT 6. CATEGORY CODE 7. PROJECT NUMBER 8. PROJECT COST ($ 000 ) 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Project to be accomplished by design-build procedures 

(2) Basis: 

(a) Standard or Definitive Design - NO 

(b) Where Design Was Most Recently Used - 

<3) All Other Design Costs 

(4) Construction Contract Award H 

(5) Construction Start 

(6) Construction Completion 12 OCT 

(7) Energy Study/Life-Cycle analysis was/will be performed YES 

b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 

FIRE STATION SUPPORT EQUIPMENT 


PROCURING 

APPROPRIATION 


FISCAL YEAR 
APPROPRIATED 
OR REQUESTED 
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1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3 . INSTALLATION AND LOCATION 
LACKLAND AIR FORCE BASE, TEXAS 


4. PROJECT TITLE 
RECRUIT DORMITORY PHASE 3 


5 . PROGRAM ELEMENT 

6. CATEGORY CODE 

1 7. 

1 

PROJECT NUMBER 

8. PROJECT COST ($000) 

84711 

721-311 


MPLS083737R3 

67,980 


9 . COST ESTIMATES 


U/M 


UNIT 

COST 


COST 

($ 000 ) 


PRIMARY PACZLITIBS 
RECRUIT DORMITORY {1248 PN) 

INSTRUCTOR ADMINISTRATIVE SPACE 
TRAINING/PORMATION OPEN SPACE 
ANTITERRORISM/PORCB PROTECTION 
SOD & BP ACT 05 
SUPPORTING PACILITIBS 
SITE IMPROVEMENTS 
SPECIAL DRILLED PIER POUNDATION 
UTILITIES 
PAVEMENTS 

COMMUNICATIONS INPRASTRUCTURE 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD (5.7%) 

DSSIGN/BUILO - DESIGN COST (1.0% OP SUBTOTAL) 

TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 

EQUIPMENT PROM OTHER APPROPRIATIONS (NON-ADD) 


19,900 

1,225 

3,282 


2,091 

2,327 

1,920 


52,277 
( 41,601 ) 
( 2,851 ) 
( 6,301 ) 
( 508 ) 
{ 1, 016 ) 
8,430 
( 1,450) 
( 1,450) 
( 3,300) 
( 1,830) 
{ 400 ) 


60,707 

3,035 


63,742 

3,633 

607 


67,983 
67,980 ) 
( 2,695 


10. Description of Proposed Construction: Construction Includes a multi-story 
facility consisting of a drilled pier foundation, concrete floor slab, structural 
steel frame, masonry vails, standing seam metal roof, and an elevator. Areas 
include administrative support, open-bay dormitories, central latrines, drill pad, 
physical training area, auid storage. Coii 5 >lies with, DoD anti -terrorism/ force 
protection requirements as per the unified facilities criteria. 

Air Conditioning; 900 Tons Grade Mix: E1-E4 0 


11. Requirement: 169000 SM Adequate: 0 SM Substandard: 133162 SM 
PROJECT: Construct Basic Military Training Recruit Dormitory. (Current Mission) 

REQUIREMENT ; A major Air Force objective is to provide recruits with facilities 


conducive to proper housing, dining, and training. Properly sized, sited, 
designed, and furnished facilities are essential to successfully train future Air 
Force enlisted personnel. To support current accession rates, a total of 8 Recruit 
Housing & Training (RH&T) facilities are required to accomplish the Basic Military 
Training (BMT) mission at Lac)cland APB. This project provides the third RH&T 
dormitory building in the RH&T Replacement program. This facility will house a 
Basic Military Training Squadron including dormitory and administrative space. 

This project is designed to accommodate 1248 recruits? 48 recruits per flight, 24 
flights per squadron with 4 reserve bed spaces per flight in order to address 
surges, gender separation 8Uid injured recruits. This project will also construct 
new drill pads, running tracks, exercise areas, war skills training areas, and 
pavilions for training weapons cleaning, storage, and latrines. Construction of 
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5. PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

84711 

721-311 


MPLS083737R3 

67,980 


1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
LACKLAND AIR FORCE BASE, TEXAS 


4 . PROJECT TITLE 
RECRUIT DORMITORY PHASE 3 


the second BMT Satellite Classroom/Dining Facility to support these dormitories is 
accomplished by companion project MPLS083737S2 . 

CURRENT SITUATION; RH&T facilities, the BMT program, and Lackland APB form an 
initial, but lasting impression of the Air Force to all new recruits. Existing 
210,000 SF RH&T facilities, originally constructed in the 1960's and 1970*s, were 
designed to provide housing, dining, classrooms, and other training space in one 
facility in order to develop teamwork, discipline, and Espirit de Corps among the 
recruits. These facilities are outdated and are inadequate to support current and 
planned accessions of Air Force Active Duty, Reserve, and Air National Guard 
personnel considering future force structure and strength. Due to deterioration, 
age, and exceeding their useful lives, the RH&Ts require significant O&M capital to 
keep them operational -- an estimated annual average of $2 . IM per RH&T ($16. 8M for 
today's 8 RH&Ts) for the next 28 years according to the facility assessment study 
and detailed Economic Analysis. Available training hours, training quality, 
cohesiveness, and Esprit de Corps are degraded as a direct result of decentralized 
BMT facilities and functions. A centralized, master planned, BMT campus does not 
exist. BMT has difficulty accommodating summer recruit surges while accomplishing 
maintenance, repair and renovation projects of the aging, inadequate, and 
substandard RH&Ts. Recruits do not have the minimum standard square footage during 
surge and overhaul periods forcing as many as 65 recruits per flight in facilities 
designed for 50 recruits per flight. This further stresses infrastructure systems 
and accelerates deterioration. The fire protection system is inadequate and 
obsolete. The mechanical, electrical, and lighting systems and interior finishes 
are at the end of their useful lives and require replacement. The food 
preparation, serving areas, and laundry area layouts are fxmctionally inefficient 
and need to be centralized to improve efficiency and accommodate new equipment. 
IMPACT IP NOT PROVIDED; One of Lackland Air Force Base's primary missions is to 
educate and train every BMT enlisted recruit when entering military service in the 
U.S. Air Force. Without quality BMT programs and state-of-the-art, master-planned 
facilities, the Air Force will have difficulty recruiting, training, and retaining 
new recruits. BMT schedules will continue to be stretched to critical levels that 
risk mission loss. Facilities will continue to age and will require increasingly 
more capital to keep them operational. During surge periods, or when existing 
RH&Ts are being repaired, maintained, or overhauled, flight sizes will increase and 
recruits will continue to live in space with less than the minimum standard square 
footage per recruit. Significant capital must be spent to convert the existing 
RK&T facilities to current anti terrorism/ force protection (AT/PP) criteria. 
ADDITIONAL; This project meets the criteria/scope specified in Air Force Handbook 
32-1084, Facility Requirements. An Economic Analysis was prepared comparing the 
alternatives of new construction; renovation of existing RH&T dormitory buildings, 
including living areas, classrooms areas, administrative areas, and dining/kitchen 
areas; and status quo. Based on the net present value and benefits of prospective 
alternatives, new construction was found to have the best overall ratio of life 
cycle cost vs, benefit. Furthermore, the Economic Analysis indicates that 
constructing new RH&T facilities within the next 10 years will avoid an anticipated 
major investment in maintenance and repair that is projected for years 2011 - 2040. 
Sustainable principles, to include Life Cycle cost-effective practices, will be 
integrated into the design, development, and construction of the project in 
accordance with Executive Order 13423, 10 USC 2802 (c) , and other applicable laws 
and Executive Orders. BASE CIVIL ENGINEER: Lt Col Ardyce Clements, COMM (210) 
671-2977. BMT Recruit Dormitory: 19,900 SM » 214,124 SF; Instructor Administrative 
Space; 1,225 SM = 13,181 SF; Training/ Formation Open Space; 3,282 SM = 35,314 SF. 
JOINT USE CERTIFICATION; This facility can be used by other components on an “as 
available'* basis; however, the scope of the project is based on Air Force 
requirements. 
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1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(cos^uter generated) 


3. INSTALLATION AND LOCATION 
LACKLAND AIR FORCE BASE, TEXAS 


84711 I 

12. SUPPLEMENTAL DATA: 


4. PROJECT TITLE 
RECRUIT DORMITORY PHASE 3 


6. CATEGORY CODE 

7. PROJECT NUMBER 

721-311 

MPLS083737R3 


a. Estimated Design Data: 

(1) Project to be accomplished by deaign-build procedures 

(2) Basis: 

(a) Standard or Definitive Design - NO 

(b) Where Design Was Host Recently Used * 

<3) All Other Design Costs 2,040 

(4) Construction Contract Award 11 FEB 

(5) Construction Start 11 MAR 

(6) Construction Completion 13 SEP 

(7) Energy Study/Life-Cycle analysis was/will be performed YES 

b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 

WALL LOCKERS AND FURNISHINGS 

ADPE 


PROCURING 

FISCAL YEAR 
APPROPRIATED 

COST 

APPROPRIATION 

OR REQUESTED 

($000) 

3400 

2012 

2,507 

3400 

2012 

188 
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1. COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3- INSTALLATION AND LOCATION 
LACKLAND AIR FORCE BASE, TEXAS 


4. PROJECT TITLE 

RECRUIT/PAMILY INPROCESSING & 
INFORMATION CENTER 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

84711 

171-627 


MPLS093737V 

21,800 


9 . COST ESTIMATES 


ITEM 


U/M QUANTITY 


UNIT COST 

COST {$000} 


PRDULRY FACILITIES 
VISTORS RBCBPTION/ADMINISTRATIVB 
AUDITORIUM/RBCRUIT MASS BRIEFING 
ANTITERRORISM/PORCB PROTECTION 
SDD AND EP ACT 2005 
SUPPORTING FACILITIES 
ELEVATOR (FOR ADA COMPLIANCE) 

SITE IMPROVEMENTS (INCLUDES LANDSCAPING) 

SPECIAL DRILLED PIER FOUNDATION 

UTILITIES 

PAVEMENTS 

DEMO L IT I ON/ ABATEMENT 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD (5.7%) 

DBSIGN/BUILD - DESIGN COST (4.0% OF SUBTOTAL) 

TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 


3,051 

3,480 


2,369 

2,510 


3,759 


16,453 
( 7,226 ) 
( 8,735 ) 
( 164 ) 
( 328 ) 
2,495 
( 450 ) 

( 300 ) 

( 225) 

( 300 ) 

( 750 ) 

( 470 ) 


18,948 

947 


19,895 

1,134 

758 


21,787 
21,800 ) 
{ 220 


10. Description of Proposed Construction: Constructs a facility consisting of a 
drilled pier foundation and concrete floor slab, a structural steel frame, masonry 
walls, an elevator, and a standing seam metal roof system. Areas include 
administrative support, training orientation display, lounge, and storage. Project 
also includes outdoor review pad with spectator bleachers and visitor parking. 
Demolishes 3 buildings totalling 3,759 SM. This project will comply with DoD 
antiterrorlsm/force protection requirements per the Unified Facility Criteria. 

Air Conditioning; 150 Tons 


11, Requirement: 6531 SM Adequate; 0 SM Substandard: 6051 SM 

PROJECT ; Construct a Recruit/Family Inprocessing and Information Center. (Current 


Mission) 

REQUIREMENT : A major Air Force objective is to provide recruits with facilities 

conducive to their proper housing, dining, and training. Properly sized, sited, 
designed, and furnished facilities are essential to successfully train future Air 
Force enlisted personnel. Existing recruit housing and training facilities are 
outdated and are inadequate to support current and planned accessions of Air Force 
Active Duty, Air Force Reserve, and Air National Guard personnel considering future 
force structure and strength. To support current accession rates, a total of eight 
dormitories, four satellite classroom/ dining facilities, and a consolidated 
Recruit/Family Inprocessing and Information Center (RFIIC) are required to 
accomplish the Basic Military Training (BMT) mission at Lackland APB. This project 
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1. COMPONENT 

FY 

2011 MILITARY 

CONSTRUCTION PROJECT DATA 2 

DATE 

AIR FORCE 


(computer generated) 


3. INSTALLATION AND 

LOCATION 

4. PROJECT TITLE 


LACKLAND AIR FORCE 

BASE, 

TEXAS 

RECRUIT/FAMILY INPROCESSING & 
INFORMATION CENTER 


5. PROGRAM ELEMENT 

1 

CATEGORY CODE 

7. PROJECT NUMBER 8. PROJECT COST 

($000) 

84711 

J 

171-627 

MPLS093737V 21,800 



provides an RFIIC, which will provide a centralized and prominent facility to 
accommodate over 300,000 visitors annually as a vsitor reception center as well as 
serve as the mass briefing/initiation center for 1,200 arriving raw recruits every 
Monday night. 

CURRENT SITUATION: A temporary recreation center facility constructed in 1969 was 
converted for this purpose in 1991. Its site location adjacent to a major through 
traffic street forces as many as 1,000 visitors and their vehicles to park wherever 
they can and cross the busy thoroughfare during peak traffic hours. The facility 
is undersized for the number of visitors it handles thereby degrading the 
expectations of the visitors and their recruit family members. This facility is 
worn out from use. The fire protection system is inadequately configured to meet 
modem fire protection standards. 

IMPACT IF NOT PROVIDED; One of Lackland Air Force Base's primary missions is to 
educate and train every Basic Military Training (BMT) enlisted recruit when 
entering military service in the U.S. Air Force. Without quality BMT programs and 
state-of-the-art, master-planned facilities, the Air Force will have difficulty 
recruiting, training, and retaining new recruits. BMT schedules will continue to 
be stretched to critical levels that risk mission loss. Facilities will continue 
to age and will require increasingly more capital to keep them operational. 

Without the RPIIC, the new Recruit Housing and Training Facilities Replacement Plan 
can not be completed. Significant capital would be spent to convert the existing, 
inadequate facility to current anti terrorism/force protection criteria and to 
replace the existing fire protection system. 

ADDITIONAL; This project meets the intent of the scope/criteria contained in Air 
Force Handbook 32-1084, "Facility Requirements." A preliminary study was conducted 
comparing alternatives of status quo, renovation, and new construction. It 
indicates that new construction is the only option that will meet operational 
requirements. A certificate of exception was prepared. Sustainable principles, to 
include Life Cycle cost-effective practices, will be integrated into the design, 
development, and construction of the project in accordance with Executive Order 
13423, 10 use 2802(c), and other applicable laws and Executive orders. BASE CIVIL 
ENGINEERS Lt Col Ardyce Clemente, COMM 210-671-2977. Visitor's Reception/ 
Aministratives 3,051 SM = 32,829 SP; Auditorum/Recruit Mass Briefing: 3,480 SM « 
37,445 SF. 

JOINT USE CERTIFICATION: This facility can be used by other components on an "as 
available" basis? however, the scope of the project is based on Air Force 
requirements . 
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1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(con^uter generated) 


3. INSTALLATION AND LOCATION 
LACKLAND AIR FORCE BASE, TEXAS 


4. PROJECT TITLE 

RBCRUIT/FAMILY INPROCESSING & 
INFORMATION CENTER 


6 , CATEGORY CODE 

7. 

PROJECT NUMBER 

171-627 


MPLS093737V 


12. SUPPLEMENTAL DATA; 

a. Estimated Design Data: 

(1) Project to be accomplished by design-build procedures 

(2) Basis: 

(a) Standard or Definitive Design - NO 

(b) Where Design Was Moat Recently Used - 

(3) All Other Design Costa ^54 

(4) Construction Contract Award H 

(5) Construction Start 

(6) Construction Completion 'JNL 

(7) Energy Study/Life-Cycle analysis was/will be performed YES 

b. Equipment associated with this project provided from other appropriations; 


EQUIPMENT NOMENCLATURE 

PROCURING 

APPROPRIATION 

FISCAL YEAR 
APPROPRIATED 

OR REQUESTED 

COST 

($000) 

FURNISHINGS 

3400 

2012 

200 

ADFE 

3400 

2012 

20 
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1. COMPONENT 
AIR FORCE 


3. INSTALLATION AND LOCATION 

HILL AIR FORCE BASE 

UTAH 


PERMANENT 


FY2011 MILITARY CONSTRUCTION PROGRAM 


4. COMMAND: 

AIR FORCE MATERIEL 
COMMAND: 




5. AREA CONST 
COST INDEX 
1,03 


SUPPORTED 



333 

314 


7. INVENTORY DATA ($000) 

Total Acreage: 6,797 

Iriventory Total as of : (30 Sep 09) 
Authorization Not Yet in Inventory: 
Authorization Requested in this Program: 
Planned in Next Four Years Program: 
Remaining Deficiency: 

Grand Total; 


8. PROJECTS REQUESTED IN THIS PROGRAM: 
CATEGORY 



4,322,858 

157,600 

2,800 

47,600 

361,500 

4,892.358 


(FY 2011) 


COST DESIGN STATUS 


CODE 

1 66-665 

PROJECT TITLE 

F-22 T-10 Engine Test Cell 

SCOPE 

4,000 

Total 

SM 

S.OOO START CMPL 

2.800 Design Build 

2.800 

9a. Future Projects: 
216-642 

Typical Planned Next Four Years: 

649 MUNS Munitions STAMP/M&I Facility 

3.716 

SM 

16,500 

211-153 

Robotic NDI Facility. Phase 1 

1 

LS 

16,400 

214^25 

Consolidated Transportation Facility, phase 1 

1,500 

SM 

7.300 

442-264 

Munitions Storage Igloos 

1,158 

SM 

7,400 


Total 


47,600 

|9b. Real Propery Maintenance Backlog This Installation: ($M) 



138.9 


1 0. Mission or Major Functions: Hill Air Force Base is home to many operational and support missions with Ogden Air 
Logisitics Center (OO-ALC) serving as host organization. The center provides world wide engineering and logistics 
management for the F*16 Fighting Falcon, A-10 Thunderbolt II, Minuteman 111 intercontinental ballistic missile. The base 
erforms depot maintenance for F-16, C-130. and F-22 aircraft. 


11. Outstanding pollution and Safety (OSHA) Deficiencies: 

a. Air pollution 

b, Water Pollution 0 

c, Occupational Safety and Health 9 

d. Other Environmental 0 
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5, PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27138 

116-665 


KRSM073002 

2,800 


1. COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
HILL AIR FORCE BASE, UTAH 


4. PROJECT TITLE 

P-22 T-10 ENGINE TEST CELL 


9 . COST ESTIMATES 


ITEM 


U/M QUANTITY 


UNIT 

COST 


COST 

($ 000 ) 


PRIMARY FACILITY 
TEST CELL FOUNDATION 
SDD & EPACT05 

ANTITBRRORISM/PORCE PROTECTION 
SUPPORTING FACILITIES 
UTILITIES 
PAVEMENTS 
SITE IMPROVEMENTS 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD (5.7%) 

DBSIGN/BUILD - DESIGN COST <4.0% OP SUBTOTAL) 

TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 

EQUIPMENT PROM OTHER APPROPRIATIONS (NON-ADD) 


310 


1,276 
( 1,240 ) 
( 24 } 
( 12 ) 
1,160 
( 560 ) 
( 450 ) 

( 150) 


2,436 

122 


2,558 

146 

97 


2.801 
2,800 ) 
( 5,000 


10. Description of Proposed Constructions Construct a concrete foundation and 
slab for a T-10 type Engine Test Cell Hush House. The project will include the 
concrete pad, access pavements, all required utilities, and necessary site work. 
Comply with DoD force protection requirements per Unified Facilities Criteria. 

Air Conditioning: 0 Tons _______ 


11. Requirement: 4000 SM Adequate: 0 SM Substandard: 9830 SM 
PROJECT; F-22, T-10 Engine Test Cell. (New Mission) 

REQUIREMENT ; An P-22, T-10 Engine Test Cell Hush House is required to certify a 


prescribed engine performance standard for each P-22 aircraft sent to Hill AFB for 
scheduled Depot Repair or Modification (DRM) . Hill AFB has been designated as the 
Air Force Center of Industrial Excellence for con^osite aircraft workload and began 
accepting seven F-22 aircraft per year for DRM since 2007. This number is expected 
to increase to 64 per year by 2013. The Test Cell Hush House will house a full 
size P-22 aircraft. In order to maximize process efficiencies and to prevent 
interruption of flight line operations, this facility must be collocated with other 
F-22 facilities proposed to be located on the East side of the runway. 

CURRENT SITUATION: Currently, legacy aircraft engine testing for the F-16 and A-10 
is accomplished in existing test cells or in various T-10 type Hush House test 
cells scattered across Hill AFB. Of the existing T-10 engine test cells at Hill 
AFB, only one has been retrofitted to be able to perform dual P-22 engine testing 
and legacy aircraft testing. This test cell is 95% utilized by an active F-16 
Fighter Wing, which severly limits F-22 access to the facility. Sharing the test 
cell with F-22 aircraft also causes delays in legacy aircraft workloads. 

IMPACT IF NOT PROVIDED: Without this facility Hill AFB will be severely limited in 
its ability to certify F-22 engine performance. This will result in delays in 
workload schedules and could result in late deliveries of F-22 aircraft back to 
their home units. This, in turn, could affect mission readiness among the F-22 
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1. COMPONENT : 
AIR FORCE 1 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

(computer generated) 

2. DATE 

3 . INSTALLATION AND LOCATION 

HILL AIR FORCE BASE, UTAH 

4. PROJECT TITLE 

F-22 T-10 ENGINE TEST CELL 

5. PROGRAM ELEMENT 

6. CATEGORY CODE i 

7. PROJECT NUMBER 

8. PROJECT COST ($000) 

27133 


116-665 

KRSM073002 

2,800 



home units. Towing aircraft back and forth from the proposed P-22 depot 


maintenance complex on the East aide of the runway to the existing retrofitted test 
cell on the West side of the runway will interrupt flight line operations. Legacy 
aircraft engine test workloads will continue to suffer delays due to sharing the 
retrofitted engine test cell with the P-22 workload. 

ADDITIONAL; This project meets the criteria/scope specified in Air Force Handbook 
32-1084, "Facility Requirements." An economic analysis has been prepared comparing 
the alteratives of status quo, new construction, and renovation. New construction 
was found to be the most coat efficient over the life of the project. Sustainable 
principles, to include Life Cycle Cost-Effective practices will be integrated into 
the design, development, and construction of the project in accordance with 
Executive Order 13423, 10 USC 2802 (c) , and other applicable Iws and Executive 
Orders. Base Civil Engineer: Col. Harry Briesmaster III, (801) 777-7505. Test 
Cell Foundation; 4,000 SM = 43,056 SF. 

JOINT USB CERTIFICATION: This facility can be used by other components on an "as 
avail^Lble'' basis; however, the scope of the project is based on Air Force 
requirements . 
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1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(con^uter generated) 


3. INSTALLATION AND LOCATION 
HILL AIR FORCE BASE, UTAH 


4. PROJECT TITLE 

F-22 T-10 ENGINE TEST CELL 


6. CATEGORY CODE 

7. 

PROJECT NUMBER 

116-665 


KRSM073002 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Project to be accomplished by design-build procedures 

(2) Basis: 

(a) Standard or Definitive Design - NO 

{b) Where Design Was Most Recently Used - 

(3) All Other Design Costs 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion H 

(7) . Energy Study /Life-Cycle analysis was/will be performed YES 

b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 
HUSK HOUSE 


FISCAL YEAR 
PROCURING APPROPRIATED 

APPROPRIATION OR REQUESTED 
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1. COMPONENT 

AIR FORCE 

FY 2011 MILITARY CONSTRUCTION PROGRAM 

2. DATE 

3. INSTALLATION AND LOCATION 


4. COMMAND: 


5. AREA CONST 


LANGLEY AIR FORCE BASE, 


AIR COMBAT COMMAND 

COST INDEX 


VIRGINIA 








0.97 




PERMANENT 

STUDENTS 

SUPPORTED 



■BBSa 

ENL 



EM 

on 

MiHa 

■iai 

■BEI 

TOTAL 



7361 

3589 

0 

2 

0 

0 

0 

306 

^■^11 



7111 

3469 

0 

2 

0 

0 

0 

306 


17. INVENTORY DATA ($000) 










a. Total Acreage: 


3,168 









b. Inventory Total as of : (30 Sep 09) 








3,735,796 

c. Authorization Not Yet in Inventory: 








57,700 

d. Authorization Requested in this Program: 







8,800 

e. Planned in Next Four Years Program 








74,600 

f. Remaining Deficiency: 









101,000 

g. Grand Total: 










3,977,896 

|8. PROJECTS REQUESTED IN THIS PROGRAM: 



(FY 2011) 



CATEGORY 








COST 

DESIGN 

STATUS 

CODE 

PROJECT TITLE 




SCOPE 


$.000 

START 

CMPL 

211-111 

F-22 Add/Alter Hangar Bay LO/CR Facilih 

1,205 

SM 

8,800 

DESIGN BUILD 







Total 


8,800 



9a, Future Projects: 

Typical Planned Next Four Years: 







100-001 

Joint Base Langiey-Eustis 



TBD 


50,000 



211-179 

Fuel Systems Maintenance Dock 


4,503 

SM 

24,600 









Total 


74,600 



|9b, Real Property Maintenance Backlog This Installation: ($M) 

■HH 

HHI 


84 

10. Mission or Major Functions: Headquarters Air Combat Command; a fighter wing with F-22A and F-15 

fighters; an airlift flight; an intelligence group; Aerospace Command and Control Intelligence, Surveillance 

and Reconnaissance Center (AC2tSRC), Detachment of the USAF Doctrine Center; and the Air Force 

Rescue Coordination Center. 










|1 1 . Outstanding Pollution and Safety (OSHA Deficiencies): 






a. Air pollution 








0 



b. Water Poiiution 







0 



c. Occupationai Safety and Health 






0 



d. Other Environmental 







0 
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5. PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27138 

211-111 


MUHJ063017 

8,800 


1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
LANGLEY AIR FORCE BASE, VIRGINIA 


4. PROJECT TITLE 

P-22 ADD/ALTER HANGAR BAY LO/CR 
FACILITY - TPI 


COST ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

($000) 

PRIMARY FACILITIES 




4,232 

LO/CR BAY ADDITION 

SM 

1,205 

3,230 

( 3,892 ) 

LO/CR FACILITY ALTERATION 

LS 



( 225 ) 

SDD & EPACT 05 

SM 

1,205 

63 

{ 76 ) 

ANTITBRRORISM/PORCB PROTECTION 

SM 

1,205 

32 

( 39 ) 

SXJPPORTIHO FACILITIES 




3,423 

UTILITIES 

LS 



( 75) 

PAVEMENTS 

LS 



{ 273 ) 

SITE IMPROVEMENT 

LS 



( 230 ) 

PAINT BOOTH 

LS 



( 2,600) 

SOIL REMEDIATION 

LS 



( 200 ) 

COMMUNICATION SUPPORT 

LS 



( 45) 

SUBTOTAL 




7,655 

OONTIHSBHCY (5.0%) 




383 

TOTAL CONTRACT COST 




8,037 

SUPERVISION, INSPECTION AND OVERHEAD (5.7%) 




458 

DESIGN/BUILD - DESIGN COST (4.0% OF SUBTOTAL) 




306 

TOTAL REQUEST 




8, 802 

TOTAL REQUEST (ROUNDED) 




8,800 ) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 




{ 100 


maintenance bay and shop space with concrete floor slab, special pile foundations 
steel structure, standing seam metal roof, steel sheet and masonry siding, 
utilities, site improvements, minimal alterations to existing facility, install 
paint booth, remediate fuel contaminated soil and all other necessary support. 
This project will comply with antiterrorism/ force protection requirements 
identified in DoD Unified Facilities Criteria. 

11, Requirement: SlSS SM Adequate: 3950 SM Substandard: 0 SM 
PROJECT: F-22A Add/Alter Hangar Bay LO/CR Facility. (New Mission) 

REQUIREMENT ; A third maintenance bay is needed to meet increased Low Observable 


restoration requirements when Packaged Maintenance Plan (PMP) inspections become 
more extensive after 900 Flight Hoxirs and beyond. Space requirements are 
determined by Lockheed Martin/Boeing Facilities Requirement Plan dated Nov 2007. 
The facility will provide hangar bay space for the paint booth, and shop space for 
inspection and restoration of aircraft surfaces, and daily workflow. 

CURRENT SITUATION; The existing Low Observable (LO) repair facility has two bays 
that operate at a 97% usage rate and cemnot handle an increased LO repair load as 
the aircraft matures and PMP inspections become more extensive. After PMP 
inspections, spray application of LO coatings is necessary to maintain Radar 
Countermeasures System (RCS) margin. All spray application LO repair processes 
must be completed in etn environmentally controlled facility. There are no excess 
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1 . COMPONEKT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
LANGLEY AIR FORCE BASE, VIRGINIA 


4. PROJECT TITLE 

F-22 ADD/ALTER HANGAR BAY LO/CR 
FACILITY - TFI 


5. PROGRAM ELEMENT 
27138 


6. CATEGORY CODE 
211-111 


7. PROJECT NUMBER 
MUHJ063017 


8. PROJECT COST ($000) 
8,800 


hangars that can be converted to meet this requirement. Existing hangars 
throughout the flightline area are essential aircraft maintenance hangars utilized 
at their full capacity. 

IMPACT IF NOT PROVIDED; PMP driven increase of on-plane LO spray repairs will not 
be possible for the P-22 without this facility. More brush-roll repairs will be 
accomplished, limiting the extent and conditions for making repairs and reducing 
the RCS maintenance margin. Sortie generation and training utilization rates will 
be greatly reduced, therefore impairing mission capability. 

ADDITIONAL; This project meets the scope/crlteria specified in Air Force Handbook 
32-1084, "Facility Requirements" and the Nov 2007 F-22A Facilities Requirements 
Plan. An analysis of reasonable options for accomplishing this project (status 
quo, new construction, renovation) was done. Add/alter was found to be the most 
cost efficient over the life of the project. Sustainable principles, to include 
Life Cycle cost-effective practices, will be integrated into the design, 
development and construction of the project in accordance with Executive Order 
13423, 10 use 2808 (c) and other applicable laws and Executive orders. Base Civil 
Engineer: Lt Col Jeffrey R. Ullman, 757-764-2025. (Addition to LO/CRF Facility: 
1,205 SM = 12,955 SF) 

JOINT USB CERTIFICATION: Mission requirements, operational considerations, and 
location are incompatible with use by other components. This project supports 
Total Force Integration initiatives. 
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1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
{computer generated) 


3 . INSTALLATION AND LOCATION 
LANGLEY AIR FORCE BASE, VIRGINIA 


4. PROJECT TITLE 

P-22 ADD/ALTER HANGAR BAY LO/CR 
FACILITY - TPI 


5. PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27138 

211-111 


MUHJ063017 

8,800 


12. SUPPLEMENTAL DATA; 

a. Estimated Design Data: 

(!) Project to be accomplished by design-build procedures 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Moat Recently Used - 

(3) All Other Design Costs 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 

(7) Energy Study/Life-Cycle analysis was/will be performed 


NO 

264 
11 FEB 

11 MAR 

12 MAR 
YES 


b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 

PROCURING 

APPROPRIATION 

FISCAL YEAR 
APPROPRIATED 

OR REQUESTED 

COST 

($000) 

COMMUNICATIONS EQUIPMENT 

3060 

2011 

70 

FURNISHINGS 

3400 

2011 

30 
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1. COMPONENT 
AIR FORCE 


INSTALLATION AND LOCATION 
CAMP GUERNSEY 
WYOMING 


FY2011 MILITARY CONSTRUCTION PROGRAM 


COMMAND: 

AIR FORCE SPACE 
COMMAND 


5. AREA CONST 
COST INDEX 
1.01 





7. INVENTORY DATA ($000) 

Total Acreage: 63,775 

Inventory Total as of : (30 Sep 09) 

Authorization Not Yet in Inventory: 

Authorization Requested in this Program: 

Planned in Next Four Years Program; 

Remaining Deficiency; 

Grand Total: 


8. PROJECTS REQUESTED IN THIS PROGRAM 
CATEGORY 

CODE PROJECT TITLE 

171-476 Nuclr Space Security Tactics Trng Ctr 


9a. Future Projects: Typical Planned Next Four Years: 
None 


(FY 2011) 


COST DESIGN STATUS 
$.000 START CMPL 
4,650 DESIGN-BUILD 
4,650 


9b. Real Property Maintenance Backlog This Installation: ($M) 0 

10. Mission or Major Functions: The 90th Ground Combat Training Squadron at Camp Guernsey WY 
ensures Air Force Space Command's forces are prepared to aggressively defend U. S. Air Force personnel 
and resources at home and abroad. 90 GCTS ensures Air Force Space Command's security forces are 
prepared by conducting pre-depioyment training for the command's security forces and by developing and 
training new tactics, techniques and procedures for nuclear and space systems security. Annual student 
throughput is 1725. 


11. Outstanding pollution and Safety (OSHA) Deficiencies: 

a. Air pollution 0 

b. Water Pollution 0 

c. Occupational Safety and Health 0 

d. Other Environmental 0 
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1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
CAMP GUERNSEY, WYOMING 


4. PROJECT TITLE 

NUCLEAR/SPACE SECURITY TACTICS 
TRAINING CENTER (NSSTTC) 


5. PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

31476 

171-476 


APSPC053012 

4,650 


COST ESTIMATES 


U/M QUANTITY 


UNIT 

COST 


COST 

($ 000 ) 


PRIMARY FACILITIES 

NUCLEAR SPACE SECURITY TACTICS TRAINING CTR 
ANTITBRRORISH/PORCE PROTECTION 
INTERIOR COMMUNICATIONS SUPPORT 
SOO & EPACT05 
SUPPORTING FACILITIES 
SITE IMPROVEMENTS 
PAVEMENTS 
UTILITIES 
COMMUNI CATIONS 

EMERGENCY GENERATOR POWER <1) 15RW 
PASSIVE FORCE PROTECTION 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD (5.7%) 

DBSIGN/BUILD - DESIGN COST (4.0% OP SUBTOTAL) 

TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 


1,334 


2,204 


3,077 
( 2,940 ) 
( 29 ) 
( 58 ) 
( 50 ) 
964 

( 175) 
( 150) 
{ 275) 

{ 160) 

( 41) 

( 163) 


4,041 

202 


4,243 

242 

162 


4,647 
4,650 } 
{ 100 


10. Description of Proposed Construction: A pre-engineered metal structure 
consisting of a reinforced concrete foundation systein, metal studs, sloped steel 
roof, heating and air conditioning, fire suppression system, paved parking, and 
communications support. Provides program and unit administrative space, weapons 
maintenance space, an Alarmed Weapons aind Ammunition Storage Room (armory), latrine 
facilities, and miscellaneous range equipment storage. Includes removal of 
existing storage, parking, perimeter fence to accomodate new NSTTC, and clear, 
gravel, and install new chain link perimeter fencing for 1.9 acres of additional 
storage parking adjacent to an existing storage facility southeast on the new NSTTC 
site. Complies with DoD force protection requirements per Unified Facilities 
Criteria. 

Air Conditioning: 26 Tons 


11. Requirement: 1334 SM Adequate: 0 SM Substandard; 0 SM 
PROJECT; Nuclear Space Security Tactical Training Center (NSSTTC) . 


(Current 


Mission) 

REQUIREMENT; A facility of proper size and configuration that provides sufficient 


administrative, classroom, armory, briefing, equipment/munitions storage, and other 
workspaces to effectively carry out NSSTTC operations. A new facility that allows 
for comprehensive and periodic training of security and augmentee forces that guard 
nuclear weaponry during convoy deployment. A facility that will enhance the 
following aspects of live-fire training: ICBM convoy operations, nuclear weapons 
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1. COMPONENT 

FY 2011 MILITARY 

CONSTRUCTION PROJECT DATA 2. DATE 

AIR FORCE 

(computer generated) | 

3. INSTALLATION AND 

LOCATION 

4. PROJECT TITLE 

CAMP GUERNSEY, WYOMING 

NDCLEAR/SPACE SECURITY TACTICS 

TRAINING CENTER (NSSTTC) 

5. PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. PROJECT NUMBER 8. PROJECT COST ($0 00) 

31476 

171-476 

AFSPC053012 4,650 


security and recapture tactics, and xaarksmanship utilizing various small arms and 
vehicle-mounted weaponry. A NSSTTC in a proper location that allows many and 
varied training scenarios be possible for effective training. A NSSTTC at a 
location that has accessible lodging, dining, and transportation facilities 
available for use by security personnel from all 20th Air Force ICBM bases as well 
as local Army and Air Guard Units, as necessary. In this case, that location is 
the Army National Guard Base, Guernsey, Wyoming. 

CURRENT SITUATION; At this time, no facility exists in this geographic area to 
accommodate the type of training that has become mandated by the Executive 
memorandum regarding nuclear command and control systems. This Executive direction 
includes the enhancement of training for those charged with guard duties when 
escorting nuclear weapon shipments to and from remote launch sites. Although Air 
Force security personnel receive periodic training on the use of small and larger 
caliber weapons, little training can be conducted on the employment of ICBM convoy 
security and recapture tactics. This type of training requires a wide expanse of 
varying land contours, topography, and roadway configurations. This type of 
training also requires that support facilities be available for administrative and 
indoor equipment/vehicle storage. These facilities and the expansive ranges do not 
currently exist on P. E. Warren APB. These facilities can be accommodated at Camp 
Guernsey--an Army National Guard Base located in Guernsey, Wyoming. 

IMPACT IF NOT PROVIDED t If not provided, valuable and necessary tactical and 
weapons employment training cannot be offered to nuclear weapons security force 
personnel. The mandates of the Exective Memorandum will not be instituted and the 
majority of the Nation's ICBM weapons and delivery vehicle convoys will remain at 
higher risk of compromise by terorists or other entities. 

ADDITIONAL; This project meets the criteria/ scope specified in Air Force Handbook, 
32-1084, "Facility Requirements." This project is in compliance with the Inter- 
service Support Agreement (ISSA) between Wycaning Army National Guard, Air Force 
Space Command, and 90th Space Wing, P, E. Warren AFB, WY. An analysis of 
reasonable options for accomplishing this project (status quo, renovation, 
upgrade/removal, new construction, leasing) was done. It indicates there is only 
one option that will meet the operational requirements. Because of this, a full 
economic analysis was not performed. A certificate of exception has been prepared. 

Sustainable principles to include Life Cycle Cost-Effective practices will be 
integrated into the design, development, and construction of the project in 
accordance with Executive Order 13423, 10 USC 2802 (2), and other applicable laws 
and Executive Orders. Base Civil Engineer: Lt Col Michael Geer, (307) 773-3600. 
(Nuclear/Space Security Tactics Training Center (NSTTC) 1,334 SM » 14,359 SF. 

JOINT USE CERTIFICATION; This facility can be used by other components on an "as 
available" basis; however, the scope of the project is based on Air Force 
requirements . 
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1 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

(computer generated) 




1. COMPONENT PY 2011 

AIR FORCE 

3. INSTALLATION AND LOCATION 
CAMP GUERNSEY, VTYOMING 


3147S I 

12. SUPPLEMENTAL DATA: 


4. PROJECT TITLE 

NUCLEAR/SPACE SECURITY TACTICS 
TRAINING CENTER (NSSTTC) 


6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

171-476 


APSPC053012 


a. Estiznated Design Data: 

(1) Project to be accomplished by design-build procedures 

(2) Basis: 

(a) Standard or Definitive Design - NO 

{b) Where Design Was Moat Recently Used - 

(3) All Other Design Costs 

(4) Construction Contract Award ^1 

(5) Construction Start NAR 

(S) Construction Completion ^2 APR 

(7) Energy Study/Life-Cycle analysis was/will be performed YES 

b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 
FURNISHINGS AND EQUIPMENT 


PROCURING 

APPROPRIATION 


FISCAL YEAR 
APPROPRIATED 
OR REQUESTED 
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1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
UNSPECIFIED LOCATION, UNKNOWN 


4. PROJECT TITLE 

P-35 ACADEMIC TRAINING CENTER 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27142 

171-212 


NUEX093000 

54,150 


9 . COST ESTIMATES 


ITEM 


U/M QUANTITY 


UNIT 

COST 


COST 

($ 000 ) 


PRIMARY FACILITIES 
FLIGHT SIMULATOR TRAINING 
PILOT ACADEMIC TNG CLASSROOMS 
ANTITBRRORISM/PORCB PROTECTION 
SDD BPACT 05 
SUPPORTING FACILITIES 
UTILITIES 
PAVEMENTS 
SITE IMPROVEMENTS 
COMMUNICATION REQUIREMENTS 
DEMOLITION AND RELOCATION 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD 

TOTAL REQUEST 

TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 


7,814 

5,675 


3,090 

2,218 


37,829 
( 24,141 ) 

( 12,586 ) 

{ 367 ) 

( 734 ) 

10, 959 
( 3,070) 

( 2,368) 

{ 1,859) 

{ 1,327) 

( 2,335) 

48,788 
2,439 


(5.7%) 


51,227 

2,920 


54,147 

54,150 

( 244,899.0 ) 


10. Description of Proposed Construction: Construct a multi-story Bprin)cler- 
equipped facility consisting of a concrete foxmdation, tilt-up construction (split- 
faced concrete block over steel frame ) , and sloped standing seam metal roof along 
with site improvements. Demolishes and relocates functions in two buildings (4,565 
SM) . Functional areas include training classrooms, simulator rooms, administrative 
support space, general storage, mechanical, electric equipment and communications, 
fire protection, utilities, and parking. Comply with the Special Access Program 
Facility (SAPP) security specifications and DoD force protection requirements per 
iinified facilities criteria. 

Air Conditionings 50 Tons 


11- Requirements 24741 SM Adequate; 11252 SM Substandard: 0 SM 
PROJECT; F-35 Academic Training Center. (New Mission) 

REQUIREMENT; An Academic Training Center (ATC) is required to beddown the Joint 
Strike Fighter (JSF) P-35 aircraft scheduled for arrival beginning in April 2013. 
This facility will provide academic training for 5 flying squadrons. It contains 
pilot academic training classrooms and virtual trainers (all non-deployable 
training components), as well as administrative/operations, instructor, and 
engineering personnel needed to conduct initial and replenishment training of pilot 
personnel. Training in. the ATC will be accomplished using instructor- led classroom 
activities, independent study via Interactive Courseware Workstations (ICW) , and 
training in virtual simulators. Training devices and courseware associated with 
the ATC *8 training system will be maintained and upgraded by a Training System 
Support Center (TSSC) organization resident in the ATC, 

CURRENT SITUATION: The installations being considered do not have facilities with 
required security and apace available to support the Academic Training Center for 
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1 . COMPONENT 

AIR FORCE 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

(computer generated) 

2. DATE 

3. INSTALLATION AND LOCATION 

UNSPECIFIED LOCATION, UNKNOWN 

4. PROJECT TITLE 

F-3S ACADEMIC TRAINING CENTER 

5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7 . PROJECT NUMBER 

8. PROJECT COST ($000) 

27142 


171-212 

NUSX093000 

54,150 

the Joint Strike Fighter. 


IMPACT IF NOT PROVIDED! Without this project in PY2011, the P-35 beddown will be 
disjointed. Current plans and schedule has the F-35 aircraft arriving at the second 
training location in April 2013. Without this facility, training will not be able 
to begin, and the Air Force will not be able to train sufficient pilots to man the 
F-35 aircraft. 

ADDITIONAL: The criteria/scope for this project is contained in the Joint Strike 

Fighter Facility Requirements Document (PRD) developed by the Lockheed Martin 
Aeronautics Company, and was determined in consultations with Lockheed Martin. A 
preliminary analysis of reasonable options was accomplished comparing alternatives 
of status quo, renovation, addition/alteration, and new construction. It indicates 
the only option that will meet operational requirementa is the new construction. A 
Certificate of Exception for Economic Analysis is being processed. Sustainable 
principles, to include Life Cycle cost-effective practices, will be integrated into 
the design, development, and construction of the project in accordance with 
Executive Order 13423, 10 USC 2802 (c) , and other applicable laws and Executive 
Orders. MAJCOM POC: Ms Barbara Gunter, 210-652-8229. F-35 Plight Simulator 

Training: 7,814 SM = 84,079 SP; P-35 Pilot Academic Training Classrooms: 5,675 SM » 
61,063 SP. 

JOINT USB CERTIFICATION: This facility can be used by other components on an “as 
available" basis; however, the scope of the project is based on Air Force 
requirements . 
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1 . COMPONENT 

PY 2011 MILITARY CONSTRUCTION PROJECT DATA 

2. DATE 

AIR FORCE 

(computer generated) 



5. PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27142 

171-212 


NUEX093000 

54,150 


3. INSTALLATION AND LOCATION 
UNSPECIFIED LOCATION, UNKNOWN 


4 . PROJECT TITLE 

F-35 ACADEMIC TRAINING CENTER 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Status: 

{a} Date Design Started 

(b) Parametric Cost Estimates used to develop costs 

* (c) Percent Complete as of 01 JAN 2010 

* (d) Date 35% Designed 
{e) Date Design Complete 

(f) Energy Study/Life-Cycle analysis was/will be performed 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Most Recently Used - 

(3) Total Cost {c) » (a) + (b) or (d) + (e) : 

(a) Production of Plans and Specifications 

(b) All Other Design Costs 

(c) Total 

(d) Contract 

(e) In-house 

(4) Construction Contract Award 

(5) Construction Start 

{6} Construction Completion 


27-JUL-09 

YES 

15% 

29- JAN-lO 

30- SBP-10 

YES 


($ 000 ) 
3,249 
1.625 
4, 874 
4,062 
812 

11 FEB 

11 APR 

13 APR 


* Indicates completion of Project Definition with Parametric Cost Estimate 
which is comparable to traditional 35% design to ensure valid scope, 
cost and executability. 


b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 

PROCURING 

APPROPRIATION 

FISCAL YEAR 
APPROPRIATED 

OR REQUESTED 

COST 

($000) 

BQUIPMBNT/FURNITURE 

3400 

2013 

4,899 

4 SIMULATORS 

3080 

2011 

80,000 

2 SIMULATORS 

3080 

2012 

40,000 

2 SIMULATORS 

3080 

2013 

40,000 

4 SIMULATORS 

3080 

2014 

80,000 
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1. COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
UNSPECIFIED LOCATION, UNKNOWN 


4. PROJECT TITLE 

P~35 SQUADRON OPERATIONS FACILITY 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27142 

141-753 


NUEX093001 

10,260 


9 . COST ESTIMATES 


ITEM 


U/M QUANTITY 


UNIT 

COST 


COST 

($000) 


PRIMARY FACILITIES 
SQUADRON OPERATIONS 
ANTITBRRORISM/PORCB PROTECTION 
SDD BPACT OS 
SUPPORTING FACILITIES 
UTILITIES 
PAVEMENTS 
SITE IMPROVEMENTS 
COMMUNICATION REQUIREMENTS 
DEMOLITION 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD 

TOTAL REQUEST 

TOTAL REQUEST (ROUNDED) 

EQUIPMENT PROM OTHER APPROPRIATIONS (NON-ADD) 


7,206 
( 7,017 ) 

( 63 ) 

( 126 ) 
2,031 
( 920 ) 

( 480 } 

( 380) 

( 200 ) 

( 50) 
9,237 


(5.7%) 


9,699 

553 


10,252 
10,260 
{ 735.0 ) 


10. Description of Proposed Construction: Sprin)cler equipped facility consisting 
of a concrete foundation, masonry block, and sloped, standing seam metal roof. 
Squadron operations area will include flight planning, air crew 
briefing/debriefing, and training in a secure environment; administration, and 
storage and issue of flight crew life support system equipment. Also includes 
general storage, mechanical, electric equipment and communications, fire 
protection, utilities, and parking. Demolish two buildings (383 SM) . Comply with 
SAPF security specifications and DoD force protection requirements per applicable 
regulations . 

Air Conditioning; 5 0 Tons 


11. Requirement: 2070 SM Adequate: 0 SM Substandard: 1116 SM 
PROJECT: F-35 Squadron Operations facility. (New Mission) 

REQUIREMENT: A Squadron Operations facility is required to support the beddown for 

the Joint Strike Fighter (JSF) F-35 aircraft scheduled for arrival beginning in 
April 2013. The facility is required to support the operations, debriefing, 
training and administration of the squadron. Space must be provided for the 
storage and issue of flight crew life support system equipment and personal space 
is required for changing into and out of flight clothing. This facility will 
provide adequate area for equipment and administrative spaces required to support 
the mission of the particular squadron or activity occupying them. 

CURRENT SITUATION: The installations being considered lack adequate facilities to 
conduct squadron level operation for the F-35 mission. Existing operational 
squadrons are required to work, train, deploy, and fight as independent squadrons. 
Existing facilities are undersized and are not configured properly to support the 
JSF training and security needs. 

IMPACT IF NOT PROVIDED: Without this project being executed in 2011, the F-35 
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1 . COMPONENT 

AIR FORCE 


FY 2011 MILITARY CONSTROCTION PROJECT DATA 

(computer generated) 

2. DATE 

3. INSTALLATION AND LOCATION 

UNSPECIFIED LOCATION, UNKNOWN 


4. PROJECT TITLE 

F-35 SQUADRON OPERATIONS FACILITY 

5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7 . PROJECT NUMBER 

8. PROJECT COST ($000) 

27142 


141-753 

NUSX093001 

10,260 

program beddown cemnot be effectively and efficiently implemented. Work arounds 


would have a significantly negative impact on the training mission, and could not 
meet the security requirements to support the P-35 progr^un. 

ADDITIONAL: The criteria/scope for this project is contained in the JSP Facility 

Requir^nents Document (PRD) developed by the Lockheed Martin Aeronautics Company. 

As a new weapon system, APH 32-1084 does not adequately address the operational, 
training, and security requirements of the P-35 training mission. However, the size 
is similar to an P-22 squadron operations facility as identified in HQ AETC 
Squadron Operations/Aircraf t Maintenance Unit Standards. A preliminary analysis of 
reasonable options was accomplished comparing alternatives of status quo, 
renovation, addition/alteration, and new construction. It indicates the most cost 
effective action for immediate beddown that will meet operational requirements is 
an addition/alteration of an existing facility. Sustainable principles, to include 
Life Cycle cost-effective practices, will be integrated into the design, 
development, and construction of the project in accordance with Executive Order 
13423, 10 use 2802 (c) , and other applicable laws and Executive Orders. MAJCOM 
POC: Ms Barbara Gimter, (210) 652-8229. F-35 Squadron Operations Facility 

Addition: 950 SM » 10,222 SP; P-35 Squadron Operations Facility Renovation: 1120 

SM » 12,051 SP. 

JOINT USE CERTIFICATION: This facility can be used by other components of an "as 
available" basis; however, the scope of the project is based on Air Force 
requirements . 
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1 . COMPONENT 
AIR FORCE 


Py 2011 MILITARY CONSTRUCTION PROJECT DATA 
{computer generated) 


3. INSTALLATION AND LOCATION 
WSPECIPIED LOCATION, UNKNOWN 


4. PROJECT TITLE 

P-35 SQUADRON OPERATIONS FACILITY 


5. PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27142 

141-753 

1 


NUBX093001 

10,260 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Status: 

(a) Date Design Started 

(b) Parametric Cost Estimates used to develop costs 

* (c) Percent Complete as of 01 JAN 2010 

* (d) Date 35% Designed 

(e) Date Design Complete 

(f) Energy Study/Lif e-Cycle analysis was/will be performed 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Moat Recently Used - 

(3) Total Coat (c) = (a) ♦ (b) or (d) + (e) : 

(a) Production of Plans and Specifications 

(b) All Other Design Costa 

(c) Total 

(d) Contract 

(e) In-house 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 


27-JUL-09 

YES 

15% 

29~JAN-10 

30-SBP-10 

YES 


($000) 

616 

308 

924 

770 

154 

11 PEB 

11 APR 

12 OCT 


* Indicates completion of Project Definition with Parametric Cost Estimate 
which is comparable to traditional 35% design to ensure valid scope, 
cost and executability. 


b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 
EQUIPMENT/ FURNITURE 


PROCURING 

APPROPRIATION 


FISCAL YEAR 
APPROPRIATED 
OR REQUESTED 

2011 


COST 

($ 000 ) 
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1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3 . INSTALLATION AND LOCATION 
UNSPECIFIED LOCATION, UNKNOWN 


4. PROJECT TITLE 

F-35 PLIGHT SIMULATOR FACILITY 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

B. PROJECT COST ($000) 

27142 

171-212 


KRSM113017 

12,190 


9. COST ESTIMATES 


ITEM 


PRIMARY FACILITIES 
F-35A PLIGHT SIMULATOR FACILITY 
SDD & BPACT 05 

ANTITERRORISM/PORCB PROTECTION 
SUPPORTING FACILITIES 
UTILITIES 
PAVEMENTS 
SITE IMPROVEMENTS 
COMMUNICATION SUPPORT 
SPECIAL HVAC REQUIREMENTS 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD (5.7%) 

DESIGN/BUILD - DESIGN COST (4.0% OF SUBTOTAL) 

TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 

EQUIPMENT PROM OTHER APPROPRIATIONS (NON-ADO) 


U/M 1 QUANTITY 


tJNIT 

COST 


COST 

($ 000 ) 


9, 024 
8,760 ) 
{ 176 ) 
{ 88 ) 
1, 575 
( 490 ) 

( 290 ) 
( 260 ) 
( 2B5) 
( 250 ) 


10,599 

530 


11,129 

634 

424 


12,188 
12,190 ) 
( 120,650 


10. Description of Proposed Construction: Reinforced concrete foundation and 
floor slab, structural steel frame, masonry walls, standing seam metal roof, fire 
detection/protection, special security enhancements, utilities, pavements, site 
improvements, landscaping, communication support and all other necessary work as 
required. This project will comply with antiterrorism/ force protection 
requirements identified in DoD Unified Facilities Criteria. 

Air Conditioning; 135 Tons 


11. Requirement; 3794 SM Adequate: 1040 SM Sxibstandard; 0 SM 
PROJECT; F-35 Plight Simulator Facility. (New Mission) 

REQUIREMENT; The Air Force has not designated a base to receive the first 


operational squadron of F-35A fighter aircraft. The first aircraft is scheduled 
for delivery in FY13/1Q with a full squadron on station by the end of the fiscal 
year. The final two squadrons will arrive before the end of PY15. An adequately 
sized and configured flight simulator facility is required to support F-35A 
operational test and evaluation, and tactics development for all pilots assigned to 
the three squadrons of 24 aircraft. This facility will provide space for simulator 
bays, conference room with tiered seating, brief /debrief rooms, a classified server 
room, locker and restroom space, offices and storage space for F-35A pilot flight 
simulator training. Simulator rooms require a raised computer floor and all 
mechancial and electrical services as per AF guidelines. Simulator training 
facility must comply with security requirements unique to the P-35A. Provide an 
HVAC system that is able to maintain a constant temperature environment for 
sensitive computational equipment. Provide intrusion detection and fire 
detection/suppression systems as per F-35A simulator training facility 
requirements. Design requirements shall include AFOSH Standard 127-118, ETL 93-5, 
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1. COMPONENT 

AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 

(computer generated) 

2. DATE 

3. INSTALLATION AND LOCATION 

UNSPECIFIED LOCATION, UNKNOWN 


4. PROJECT TITLE 

P-35 FLIGHT SIMULATOR FACILITY 

5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. PROJECT NUMBER 

B. PROJECT COST ($000) 

27142 


171-212 

KRSM113017 

12,190 

and JAPAN 6/9 

as a minimum. 






CURRENT SITUATION; There are insufficient facilities at the installations xinder 
consideration to support this mission beddown. All facilities that currently 
accomodate flight simulators are at capacity supporting existing aircraft. 

IMPACT IF NOT PROVIDED; The installations under consideration will not be able to 
provide P-35A simulation training to assigned aircrews. Aircrews will need to 
travel to other sites that have a training facility in the interim. However, 
without aircrew certification, the crews could be grounded and not able to deploy 
if necessary. 

AD DITIONAL; This project meets the criteria/scope specified in Air Force Handbook 


An 


32-1084 "Facility Requirements" and the F-35A Facility Requirements Plan, 
analysis of reasonable alternatives to meet this requirement (status quo, 
renovation, new construction) was done. It indicates that new construction is the 
only option that meets operational requirements. A certificate of exception has 
been prepared. Sustainadjle principles, to include Life Cycle cost-effective 
practices, will be integrated into the design, development and construction of this 
project in accordance with Executive Order 13423, 10 DSC 2802 (c) and other 
applicable laws and Executive orders. MAJCOM POC: Bruce MacDonald, 757-764-3276. 
{P-3SA Flight Simulator Facility: 2,754 SM » 29,642 SP) . 

JOINT USB CERTIFICATION; Mission requirements, operational considerations, and 


location are incompatible with use by other components. 
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1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
UNSPECIFIED LOCATION, tJNKNOWN 


4. PROJECT TITLE 

F-35 PLIGHT SIMULATOR FACILITY 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27142 

171-212 


KRSM113017 

12,190 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Project to be accoii5)lished by design-build procedures 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Host Recently Used - 

(3) All Other Design Costs 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 

(7) Energy Study/Life-Cycle analysis was/will be performed 

b. Equipment associated with this project provided from other appropriations: 



NO 


366 

11 

FEB 

11 

MAR 

13 

MAR 


YES 


EQUIPMENT NOMENCLATURE 

PROCURING 

APPROPRIATION 

FISCAL YEAR 
APPROPRIATED 

OR REQUESTED 

COST 

($000) 

COMMUNICATIONS EQUIPMENT 

3080 

2011 

500 

FURNISHINGS 

3400 

2011 

150 

FLIGHT SIMULATOR (4) 

3080 

2011 

80,000 

FLIGHT SIMULATOR (2) 

3080 

2011 

40,000 
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1. COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROGRAM 


2. DATE 


3. INSTALLATION AND LOCATION 
BAGRAM AB. AFGHANISTAN 


4. COMMAND; 

AIR COMBAT COMMAND 
(AFCENT) 


5. AREA CONST 
COST INDEX 
1.41 


6. Personnel 

Strength 
iAS OF 
END FY 2010 


PERMANENT 


STUDENTS 


OFF ENL 


CIV 


OFF EN CIV 


CLASSIFIED DATA 


CLASSIFIED DATA 


SUPPORTED 


OFF 


ENL 


CIV 


TOTAL 


Note 1 


7. INVENTORY DATA ($000) 


a. Total Acreage: 

b. Inventory Total as of : (30 Sep 09) 

c. Authorization Not Yet In Inventory: 


n/a 

n/a 

n/a 


d. Authorization Requested in this Program: 
f. Planned in Next Four Years Program: 


42,960 

0 


g. Remaining Deficiency: 

h. Grand Total: 42,960 


8. PROJECTS REQUESTED IN THIS PROGRAM: 

(FY 2011) 


CATEGORY 



COST DESIGN 

STATUS 

CODE 

PROJECT TITLE 

SCOPE 

$.000 START 

CMPL 

141-232 

Consolidated Rigging Facility 

3,140 SM 

9,900 Jun-09 

Sep-10 

211-152 

Fighter Hahgar 

3,400 SM 

16,480 Jun-09 

Sep-10 

113-321 

MEDEVAC Ramp Expan/Fire Station 

10,505 SM 

16,580 Jun-09 

Sep- 10 




42,960 


9a. Future Projects: 

Typical Planned Next Four Years: 




CATEGORY 



COST 


CODE 

PROJECT TITLE 

SCOPE 

$.000 



Unknown at this time 


9b. Real Property Maintenance Backlog This Installation: n/a 

1 0. Mission or Major Functions: 455 Air Expeditionary Wing - a multi-purpose wing that supports a range of 
missions to include: fighter, airlift, refueling, intelligence, surveillance and reconnaissance. 


NOTE 1 : Personnel numbers at a contingency location are classified, therefore not provided. 


1 1 . Outstanding Pollution and Safety (OSHA Deficiencies): 

a. Air pollution 

b. Water Pollution 

c. Occupational Safety and Health 

d. Other Environmental 
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1. COMPONENT 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

2 . DATE 

AIR FORCE 

(computer generated) 



3. INSTALLATION AND LOCATION 
BAGRAM A£, AFGHANISTAN 


4- PROJECT TITLE 
CONSOLIDATED RIGGING FACILITY 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7, 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

100-232 


ATUHllOlOl 

9,900 


9 . COST ESTIMATES 


ITBH 


U/M 


UNIT 

COST 


COST 

($ 000 ) 


PRIMARY FACILITY 
RIGGING FACILITY 
SDD/BPACT 05 

ANTI-TBRRORISM/FORCB PROGECTION 
SUPPORTING FACILITIES 
UTILITIES 
SITS IMPROVEMENTS 
DEMO PAVEMENTS 
DEMOLISH EXISTING FACILITIES 
COMMUNICATION SITPPORT 
COVERED STORAGE 
PAVEMENTS 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD 

TOTAL REQUEST 

TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 


3,140 


7,454 
( 7,236 ) 

( 144 ) 

{ 72 ) 

1,302 
{ 350 ) 

( ISO) 
{ 130) 

( 50) 

( 152 ) 
( 200 ) 
< 250 ) 

8,755 
438 


(7.7%) 


9,193 

708 


9,901 
9,900 
( 40.0 ) 


10. Description of Proposed Construction: Construct Consolidated Rigging 
Facility. Construction will include concrete foundation and floor slab, structural 
steel frame, masonry walls and sloping metal roof. Project includes heating, 
ventilation, air conditioning, electrical, water, communication, fire suppression, 
removal of existing concrete and earth as required, relocation of rigging equipment 
and all necessary support to provide a complete and usable facility. Demolish 
existing facilities for a total of 1,904 SM. This project will comply with DoD 
antiterrorism/f orce protection requirements per Unified Facilities Criteria. 

Air Conditionings 40 Tons 


11. Requirement: 3140 SM Adequate: 0 SM Substandard: 1904 SM 
PROJECT: Construct a consolidated rigging facility. (Current Mission) 

REQUIREMENT: Provide an adequate facility that combines all rigging operations to 

support airdrop operations originating from Bagram Air Base. The bundles prepared 
by the riggers are secured to allow the Coalition forces to sustain heavy groxind 
operations . 

CURRENT SITUATION: The rigging operations originating from Bagram are conducted in 
four facilities totaling 1,904 SM, The existing facilities provide only one half 
of the space required to adequately and efficiently conduct rigging operations. 
Vehicles tasked to deliver cargo to the aircraft often report to the wrong facilty 
to pick up bundles. This causes excessive mission delays, as the different rigging 
facilities are spread throughout the length of the airfield. The current rigging 
facilities do not allow the operation of parachutes and the operation of rigging 
bundles to happen simultaneously. Only one operation can happen at a time. 


DD FORM 1391, DEC 99 


Previous editions are obsolete. 


Page No . 


February 2010 


206 


55040A 




202 


1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
BAGRAM AB, AFGHANISTAN 


4. PROJECT TITLE 
CONSOLIDATED RIGGING FACILITY 


5. PROGRAM ELEMENT 
27576 


6. CATEGORY CODE 
100-232 


7 , PROJECT NUMBER 
ATUMllOlOl 


8. PROJECT COST ($000) 
9,900 


reducing the productivity of overall rigging operations. Often rigging facilities 
ask each other for help during peak times. Currently, parachute maintenance can not 
be carried out inside the facilities. There are wooden towers built to perform 
this operation. There is a significant lack of storage space for each operation. 
There are currently about 20,000 cardboard airdrop containers stored in open 
storage exposed to the elements. About 30% of these materials are lost before they 
can be used. Nearly 25% of each facility is used to store contingency bundles, 
taking up valuable space inside each rigging facility. The consolidation of all 
rigging operations into one facility will increase the operational flexibility, the 
ability to handle surges, and will drastically reduce delays. The bundles 
originating from this facility support 21 Forward Operating Bases throughout 
Afghanistan. Several bundles have failed to deploy their parachutes because of 
damaged or incorrectly prepared rigging. Equipment and supplies are stored in 
CONEX boxes out in front of the facilities. Larger bundles are constantly being 
damaged by objects in the over crowded yard. Equipment and supplies are also 
stored outside and are exposed to the extreme climates at Bagram. There is not 
adequate apace to efficiently stretch out, inspect and repair parachutes. 

IMPACT IP NOT PROVIDED: Equipment and supplies will continue to be stored in CONEX 
boxes in front of the facility, effectively reducing outside workspace by 60 
percent. Rigging professionals will continue to operate in a very tight, 
overcrowded space. This inefficiency will negatively affect the quality of bundles 
prepared. Critical materials and equipment will continue to deteriorate 
prematurely from outside storage. Rigging operations will continue to happen 
outside of the facility, thus reducing the productivity of the riggers during 
temperature extremes experienced at Bagram. The quality of parachute Inspection 
and repair will continue to be substandard. The vital airdrops will be adversely 
impacted, which in turn will degrade the quality of operations conducted in 
Overseas Contingency Operations. 

ADDITIONAL: This project meets the criteria/scope specified in the Air Force 

Handbook 32-1084, "Facility Requirements." An analysis of reasonable options for 
accomplishing this project (status quo, new construction) was completed. It 
indicates there is only one option that will meet operational requirements; new 
construction. Sustainable principles, to include Life Cycle cost-effective 
practices, will be integrated into design, development, and construction of the 
projects in accordance with Executive Order 13423, 10 USC 2802 (c) and other 
applicable laws and Executive orders. Civil Engineer: Maj Brian Stahl; DSN 318- 
431-4410: (Consolidated Rigging Facility: 3,140 SH * 33,000 SF) 

A NATO pre- financing statement (PFS) will be siibmitted for this project prior to 
award. 

JOINT USE CERTIFICATION: These facilities can be used by other components on an "as 
available” basis; however, the scope of the project is based on Air Force 
requirements . 
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1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
BAGRAM AB, AFGHANISTAN 


4. PROJECT TITLE 
CONSOLIDATED RIGGING FACILITY 


5. PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

S. PROJECT COST ($000) 

27576 

100-232 


ATUHllOlOl 

9,900 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Status: 

(a) Date Design Started 

(b) Parametric Cost Estimates used to develop costs 

* (c) Percent Complete as of 01 JAN 2010 

* (d) Date 35% Designed 

(e) Date Design Complete 

(f) Energy Study/Life-Cycle analysis was /will be performed 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Most Recently Used * 

(3) Total Cost (c) = (a) + (b) or (d) + (e) : 

(a) Production of Plans and Specifications 

(b) All Other Design Costa 

(c) Total 

(d) Contract 

(e) In-house 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 


Ol-JUN-09 

YES 

15% 

15-JAN-lO 

30-SEP-10 

YES 


($000) 

594 

297 

891 

644 

247 

11 FEB 

11 MAR 

12 SEP 


* Indicates completion o£ Project Definition with Parametric Cost Estimate 
which is comparable to traditional 35% design to ensure valid scope, 
cost and executability . 


b. Equipment associated with thia project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 
COMMUNICATIONS EQUIPMENT 
FURNISHINGS 


PROCURING 

APPROPRIATION 


3080 

3400 


FISCAL YEAR 
APPROPRIATED 
OR REQUESTED 

2011 

2011 


COST 

($ 000 ) 

25 

15 
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5 . PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

211-152 


ATUH110104 

16,480 


1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
BAORAM AB, AFGHANISTAN 


4 . PROJECT TITLE 
FIGHTER HANGAR 


3 . COST ESTIMATES 


ITEM 


PRIMARY FACILITIES 
HIGH BAY AIRCRAFT HANGAR 
SDD EPACT 05 

ANTI -TERRORISM/FORCE PROTECTION 
SUPPORTING FACILITIES 
PAVEMENTS 
SITE IMPROVEMENTS 
COMMUNICATION SYSTEM 
TEMPORARY BUILDING 
DEMO PAVEMENTS 

DEMOLISH EXISTING FACILITIES 
COMMUNICATION SUPPORT 
UTILITIES 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD 

TOTAL REQUEST 

TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 


(7.7%) 


U/M 


3,400 


UNIT 

COST 


COST 

($000) 


11, 014 
( 10,693 ) 

( 214 ) 

{ 107 ) 

3,558 
( 910) 

( 350 ) 

( 60) 
( 500 ) 

( 200 ) 

( 50) 

{ 120) 
{ 1,368 ) 
14,572 
729 


15,300 

1,178 


16.479 

16.480 

( 40.0 ) 


10. Description of Proposed Construction: Construct High Bay Aircraft Maintenance 
Hangar. Construction will include concrete foundation and floor slab, structural 
steel frame, masonry walls and sloping metal roof. Project includes heating, 
ventilation, and air conditioning, fire suppression, removal of existing concrete 
and earth, relocation of aircraft repair equipment and all necessary support to 
produce a con^lete and usable facility. Demolish existing facilities for a total 
of 232 SM. Provide common utilities. This project will comply with DoD 
antiterrorism/f orce protection requirements per Unified Facilities Criteria. 

Air Conditioning: 70 Tons 


11. Requirement; 3400 SM Adequate: 0 SM Substandard: 0 SM 
PROJECT; Fighter Hangar. (Current Mission) 

REQUIREMENT: Provide an adequate facility to inspect, repair, maintain and store 

aircraft and parts for both A-10 and F-15 aircraft maintenance operations. This 
facility is required to house various flights of the 455th Expeditionary 
Maintenance Group which perform disassembly, inspection, repair and storage of 
aircraft and their components used to support Combat Air Support operations 
throughout Afghanistan. Provide temporary shop space for functions displaced by 
the construction of this hangar. 

CURRENT SITUATION: Maintenance operations for fighter aircraft are being conducted 
in four Large Aircraft Maintenance Shelters (LAMS) spread across Bagram Air Base. 
The current facilities are beginning to deteriorate and need to be replaced with 
adequate facilities. There are two LAMS on the east side and two LAMS on the west 
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1. COMPONENT FY 2011 MILITARY CONSTRUCTION PROJECT DATA 2. DATE 

AIR FORCE (computer generated) 

3. INSTALLATION AND LOCATION 4. PROJECT TITLE 

BAGRAM AB, AFGHANISTAN FIGHTER HANGAR 


5. PROGRAM ELEMENT 

6 . CATEGORY CODE 

\r. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

211-152 


ATUH110104 

16,480 


side of Bagram Air Base (BAB) . The average time that an aircraft is down for 
maintenance is elevated because maintalners have to tow aircraft to various 
locations on BAB. Increased fighter aircraft down time degrades the quality and 
quantity of Combat Air Support based at BAB. Fighter aircraft parts and equipment 
are stored out in the open at various locations on BAB decreasing the lifespan of 
the parts and degrading the quality. 

IMPACT IP NOT PROVIDED; Mission critical aircraft will continue to experience 
extended maintenance down time. Aircraft parts and equipment will continue to 
deteriorate from being exposed to extreme temperatures. The existing facilities 
will deteriorate and become unusable as maintenance hangars. The overall Combat 
Air Support mission will be degraded and will hinder the effectiveness of Coalition 
forces to conduct the Overseas Contingency Operations. 

ADDITIONAL: This project meets the criteria/scope specified in the Air Force 

Handbook 32-1084, "Facility Requirements." An analysis of reasonable options for 
accomplishing this project (status quo, new construction) was completed. It 
indicates there is only one option that will meet operational requirements; new 
construction. Sustainable principles, to include Life Cycle cost-effective 
practices, will be integrated into design, development, and construction of the 
projects in accordance with Executive Order 13423, 10 USC 2802 <c) and other 
applicable laws and Executive orders. Civil Engineer: Maj Brian Stahl; DSN 318- 
431-4410: (Fighter Hangar: 3,400 SM = 36,597 SF) 

A NATO pre-financing statement (PFS) will be submitted for this project prior to 
award . 

JOINT USE CERTIFICATION: These facilities can be used by other components on an as- 
available basis; however, the scope of the project is based on Air Force 
requirements. 
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1 . COMPONENT 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

2. DATE 


AIR FORCE 

{ccm^uter generated) 




3. INSTAI*LATION AND LOCATION 
BAGRAM AB, AFGHANISTAN 


4. PROJECT TITLE 
FIGHTER HANGAR 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

B. PROJECT COST ($000) 

27576 

211-152 


ATUH110104 

16,480 


12. SUPPLEMENTAL DATA: 

a. Estimated Design. Data: 

(1) Status: 

(a) Date Design Started 

(b) Parametric Cost Estimates used to develop coats 

* (c) Percent Complete as of 01 JAN 2010 

* (d) Date 35% Designed 

(e) Date Design Complete 

(f) Energy Study/Lif e-Cycle analysis was/will be performed 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Most Recently Used - 

(3) Total Cost (c) « (a) + (b) or (d) + (e) : 

(a) Production of Plans and Specifications 

(b) All Other Design Costa 

(c) Total 

(d) Contract 

(e) In-house 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 


Ol-JUN-09 

YES 

15% 

15-JAN-lO 

30-SEP-10 

YES 


($ 000 ) 

989 

494 

1>483 

1,089 

394 

11 FEB 

11 MAR 

12 SEP 


* Indicates completion of Project Definition with Parametric Cost Estimate 
which is comparable to traditional 35% design to ensure valid scope, 
cost and executability . 


b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 

PROCURING 

APPROPRIATION 

FISCAL YEAR 
APPROPRIATED 

OR REQUESTED 

COST 

( 5000 ) 

COMMUNICATIONS EQUIPMENT 

3080 

2011 

25 

FURNISHINGS 

3400 

2011 

15 


Previous editions are obsolete. 
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1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
BAGRAM AB, AFGHANISTAN 


4. PROJECT TITLE 

MEDBVAC RAMP EXPANSION/ FIRE STATION 


5 . PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

113-321 


ATUH110103 

16,580 


9 . COST ESTIMATES 


ITEM 


U/M QUANTITY 


UNIT 

COST 


COST 

($ 000 ) 


FRIHAEY FACILITIES 
CONCRETE APRON 
FIRE STATION 
SDD & EPACT 05 

ANTITBRRORISM/PORCE PROTECTION 
SUPPORTING FACILITIES 
UTILITIES 
ASPHALT ROAD 

DEMOLISH TEMPORARY FIRE STATION 
COMMUNICATION SUPPORT 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD 

TOTAL REQUEST 

TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 


6,905 

3,600 


350 

2,970 


13,502 
( 2,417 ) 

( 10,692 ) 

{ 262 ) 
{ 131 ) 

1,160 
( 500 ) 

( 150) 

( 190 ) 

( 320 ) 

14,662 
733 


(7.7%) 


15,395 

1,185 


16,580 
16,580 
( 290.0 ) 


10. Description of Proposed Construction: Construct a medium load Portland cement 
concrete addition to the Medical Evacuation (KEDEVAC) Ramp and a new Fire Station. 
The project will include site imprvemente (including new road), concrete reunp, 
concrete foxmdation and floor slab, structural steel frame, masonry walls, sloping 
metal roo£ and all utilities including, but not limited to, heating, ventilation, 
air conditioning, lighting, electrical service and back-up power generation, water, 
sewer and fire suppression to produce a coB^lete and usable facility. This project 
will comply with DoD antiterroriam/force protection requirements per Unified 
Facilities Criteria. 

Air Conditioning: 60 Tons 


11. Requirement: 6905 SM Adequate: 0 SM Substandard: 1032 SM 
PROJECT; MEDEVAC ramp expansion/fire station. (Current Mission). 

REQUIREMENT: Provide adequate space to conduct MEDEVAC operations safely at Bagram 

Air Base. Provide an adequately sized fire station, sized for 63 personnel, for 
fire fighting and rescue operations for structures and aircraft at Bagreun Air Base. 
CURRENT SITUATION: The existing MEDEVAC ramp provides critical life saving service 
to all Coalition Forces in Afghanistan. The current location of the MEDLOG 
warehouse and the Fire Station severely restrict access to the connecting taxiway 
of the MEDEVAC ramp. The ramp throat is being choked with vehicles and pedestrians 
departing their facilities directly on to the taxiway, rendering Medical Evacuation 
operations unsafe. There are constant operations with heavy equipment operating on 
the taxiway. The shortage of ramp space at Bagram forces Blackhawk helicopters to 
overflow onto this ramp. Emergency aircraft have a difficult time maneuvering 
around the crowded reunp to access the emergency facilities treating wounded 
Coalition forces. This delay in accessing the facilities greatly increases the 
risk to the wounded forces receiving treatment. On several occasions, life saving 
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5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

113-321 


ATUH110103 

16,580 


1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
BAGRAM AB, AFGHANISTAN 


4. PROJECT TITLE 

MEDBVAC RAMP EXPANSION/ FIRE STATION 


[missions have been delayed because of obstructions in the taxi lanes of the Medical 
Evacuation aircraft. The current parking spaces are exhausted and the ramp can not 
accommodate additional aircraft. The aircraft accessing the ramp require a 75 foot 
clearance while taxiing according to guidance in UPC 3-260-1. The Blackhawks do 
not achieve this clearance in the current configuration of facilities and are 
operating under a waiver. On the south side of the taxiway, the Fire Station has 
vehicles and CONEXs parked encroaching ramp space. Demolishing the current Fire 
Station and constructing a new adequately sized Station on the footprint of the 
MEDLOG warehouse will allow unimpeded access for the Blackhawks to the ramp while 
providing the parking space needed with the required clearance. Additionally, the 
main fire station has deteriorated. The wooden structure was built in 2002 and is 
severely undersized for the number of aircraft based at Bagram Airfield. The lack 
of storage space forces bunker gear to be stored in an additional B-Hut which 
further delays the response time of the firefighters. 

IMPACT IP NOT PROVIDED: Life saving time critical to Medical Evacuation 

operations will continue to deteriorate due to obstructions in the taxiing lanes of 
the aircraft. Coalition forces will suffer tmdue casualties due to the degradation 
of the Medical Evacuation mission. Parking spots for aircraft will continue to be 
an issue during robust operations. The fire station will continue to be severely 
undersized. The inadequacy of the fire station will endanger the high quality of 
emergency services required in a combat zone. If these facilities are not 
provided, safe and efficient life saving Medical Evacuation and Pire/Bmergency 
Services will continue to degrade, endangering the lives of Coalition forces. 
ADDITIONAL: This project meets the criteria/scope specified in the Air Force 

Handbook 32-1084, "Facility Requirements." An analysis of reasonable options for 
accomplishing this project (status quo, new construction) was completed. It 
indicates there is only one option that will meet operational requirements? new 
construction. Sustainable principles, to include Life Cycle cost-effective 
practices, will be integrated into design, development, and construction of the 
projects in accordance with Executive Order 13423, 10 USC 2802 (c) and other 
applicable laws and Executive orders. Civil Engineer: Maj Brian Stahl; DSN 318- 
431-4410: (MEDEVAC Ramp: 6,905 SM « 74,325 SF? Fire Station; 3600 SM » 38,750 SF) 

A NATO pre-financing statement (PFS) will be submitted for this project prior to 
award. 

JOINT USE CERTIFICATION; These facilities can be used by other components on an as 
available basis; however, the scope of the project is based on Air Force 
requirements . 
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1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3 . INSTALLATION AND LOCATION 
BAGRAH AB, AFGHANISTAN 


4 . PROJECT TITLE 

MEDEVAC RAMP EXPANSION/ FIRE STATION 


5 . PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

113-321 


ATUH110103 

16,580 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Status: 

(a) Date Design Started 

(b) Parametric Coat Estimates used to develop costs 

* (c) Percent Complete as of 01 JAN 2010 

* (d) Date 35% Designed 

(e) Date Design Complete 

(f) Energy Study/Life-Cycle analysis was/will be performed 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Most Recently Used - 

(3) Total Coat (c) “ (a) + (b) or (d) ♦ (e) : 

(a) Production of Plana and Specif icationa 

(b) All Other Design Costs 

(c) Total 

(d) Contract 

(e) In-house 

(4) Construction Contract Award 

(5) Construction Start 

(6} Construction Completion 


Ol-JUN-09 
YES 
15% 
15- JAN-10 
30-SEP-10 
YES 


($ 000 ) 

995 

497 

1,492 

1,095 

397 

11 FEB 

11 MAR 

12 SEP 


* Indicates completion of Project Definition with Parametric Cost Estimate 
which is comparable to traditional 35% design to ensure valid scope, 
cost and executability . 


b. Equipment associated with this project provided from other appropriations; 



PROCURING 

FISCAL YEAR 
APPROPRIATED 

COST 

EQUIPMENT NOMENCLATURE 

APPROPRIATION 

OR REQUESTED 

($000) 

COMMUNICATIONS EQUIPMENT 

3080 

2011 

150 

FURNISHINGS 

3400 

2011 

140 
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1. COMPONENT 
AIR FORCE 


3. INSTALLATION AND LOCATION 
SHAIKH ISAAB, BAHRAIN 


PERMANENT 


ENL 


CLASSIFIED DATA 


CLASSIFIED DATA 


FY 201 1 MILITARY CONSTRUCTION PROGRAM 12. DATE 


4. COMMAND; 5. AREA CONST 

AIR COMBAT COMMAND COST INDEX 
(AFCENT) 1;25 


STUDENTS SUPPORTED 





TOTAL 


Note 1 


7. INVENTORY DATA (5000) 




a. Total Acreage: 



n/a 

b. Inventory Total as of : (30 Sep 09) 



n/a 

c. Authorization Not Yet in Inventory: 



n/a 

d. Authorization Requested in this Program: 



45,000 

e. Planned in Next Four Years Program: 



0 

f. Remaining Deficiency: 



0 

g. Grand Total: 



45,000 

8. PROJECTS REQUESTED IN THIS PROGRAM: 

(FY 2011) 


CATEGORY 


COST 

DESIGN STATUS 

CODE PROJECT TITLE 

SCOPE 

5.000 

START CMPL 

1 1 3-321 North Apron Expansion 

107,800 SM 

45.000 SeD-09 Seo-IO 

9b, Future Projects: Typical Planned Next Four Years: 




CATEGORY 


COST 


CODF PROJECT TITLE 

SCOPE 

5.000 


None 


9c. Real Property Ma intenai^ Backlog This Installation: n/a_ 

10. Mission or Major Functions: A contingency site that supports a range of missions to include: fighter, 
airlift, refueling, intelligence, surveillance and reconnaissance. 

NOTE 1 : Personnel numbers at a contingency location are classified, therefore not provided. 


1 1 . Outstanding Pollution and Safety (OSHA Deficiencies): 

a. Air pollution 

b. Water Pollution 

c. Occupational Safety and Health 

d. Other Environmental 
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1. COMPONENT 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

2. DATE 

AIR FORCE 

(computer generated) 



3. INSTALLATION AND LOCATION 4. PROJECT TITLE 


SHAIKH ISA AB , BAHRAIN NORTH APRON EXPANSION 


5. PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

113-321 


VKWD113100 

45,000 


9 . COST ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

($000) 

PRIMARY FACILITIES 




37,416 

APRON 

SM 

94,500 

365 

( 34,493 ) 

SHOULDERS 

SM 

9,800 

168 

( 1,646 ) 

TAXIWAYS 

SM 

3,500 

365 

( 1,278 ) 

SUPPORTING FACILITIES 




2,621 

AIRFIELD PAVEMENT MARKINGS 

LS 



( 392 ) 

COMPASS ROSE 

LS 



( 1,300) 

SITE IMPROVEMENTS 

LS 



( 929 ) 

SUBTOTAL 




40,037 

CONTINGENCY (S.0%) 




2,002 

TOTAL CONTRACT COST 




42,039 

SUPERVISION, INSPECTION AND OVERHEAD (6.5%) 




2,733 

TOTAL REQUEST 




44,772 

TOTAL REQUEST (ROUNDED) 




45,000 


10. Description of Proposed Construction; Construct a 94,500SM medium- load, 
Portland cement concrete aircraft apron with shoulders and connecting taxiways. 

Work will also include relocation of existing Compass Rose, pavement markings and 
other necessary site improvements. This facility will comply with DoD 
antiterrorism/force protection requirements per Unified Facilities Criteria. 

11. Requirement; 209670 SM Adequate; 101870 SM Substandard: 0 SM 
PROJECT; North Apron Expansion (Current Mission) 

REQUIREMENT: Construct a 94,S00SM, oiedixim load extension to the North Apron to 

support the consolidation of Air Force tankers and Navy ISR aircraft for OEP. The 
CPACC requires beddown of tanker and ISR aircraft in Bahrain in response to pending 
host nation construction plans at other locations, and force posture planning 
efforts . 

CURRENT SITUATION; Isa AB has been identified as a strategic location to support 
increased USCENTCOM capabilities throughout the theater and the responsible 
drawdown from Iraq. There is no current capability within the theater airfield 
system to absorb stress from construction, host nation restrictions, or force 
posture changes. To support these operational requirements recent base access 
situations have highlighted the need for additional strategic beddown options in 
theater to alleviate Maxim\im On Ground situations and maximize capabilities in the 
joint force posture. 

IMPACT IF NOT PROVIDED; If additional ramp is not constructed at Isa, the CFACC 
will not be able to adequately support air refueling and ISR requirements in Iraq. 
Additionally, any loss of access to current theater beddown locations affecting 
tanker assets will significantly impact the CFACC 's ability to provide air 
refueling support to CAS and ISR assets theater-wide. Maximum on ground 
limitations throughout the theater severely inhibit alternate tanker basing, to the 
extent that any significant loss of access will force the CPACC to re-deploy tanker 
assets. Any such force reduction drastically degrades air refueling capacities in 
Afghanistan and throughout the theater. This will force the ground force commander 
to either delay operations until adequate support cem be provided or place forces 
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1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
SHAIKH ISA AB , BAHRAIN 


4 . PROJECT TITLE 
NORTH APRON EXPANSION 


6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

113-321 


VKWD113100 


at Increased risk due to the lack o£ adequate air support. 

ADDITIONAL: This project complies with Air Force Handbook 32-1084. An analysis 

for accomplishing this project (status quo, renovation, new construction) was done. 

It indicated there is only one option that will meet operational requirements; new 
construction. Sustainable principles, to include Life Cycle cost-effective 
practices, will be integrated into the design, development and construction of the 
project in accordance with Executive Order 13423, 10 USC 2802 (c) and other 
applicable laws and Executive Orders. Joint use potential will be incorporated 
where feasible. This project has been coordinated with the installation physical 
security plan, and all physical security measures are included. USAF Engineer: Mr 
Nick Kazunas; DSN 965-8846 (Apron 94,500 SM = 1,017,190 SF, Shoulders 9,800 SM = 
105,486 SF, Taxiways 3,500 3M = 37,674 SF) 

JOINT USE CERTIFICATION: This facility will be designed and built for Joint Use 
Operations in support of OEF . 
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1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(contputer generated) 


3. INSTALLATION AND LOCATION 
SHAIKH ISA AB , BAHRAIN 


4. PROJECT TITLE 
NORTH APRON EXPANSION 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

113-321 


VKWD113100 

45,000 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Status: 

(a) Date Design Started 

(b) Parametric Cost Estimates used to develop costs 

* (c) Percent Complete as o£ 01 JAN 2010 

* (d) Date 35% Designed 

(e) Date Design Complete 

(f) Energy Study/Life-Cycle analysis was/will be performed 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Most Recently Used - 

(3) Total Coat (c) = U) + (b) or (d) + (e) : 

(a) Production of Plans and Specifications 
{b) All Other Design Costs 

(c) Total 

(d) Contract 

(e) In-house 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 


Ol-SEP-09 
YES 
15% 
15 -JAN- 10 
30-SBP-10 
YES 


($ 000 ) 

2.700 
1,350 
4,050 

3.700 
350 

11 PBB 

11 MAR 

12 SEP 


* Indicates completion of Project Definition with Parametric Cost Estimate 
which is comparable to traditional 35% design to ensure valid scope, 
cost and executability . 


b. Equipment associated with this project provided from other appropriations: 
N/A 


DD FORM 1391, DEC 99 


Previous editions are obsolete. 


Page No. 


February 2010 


218 


55040A 


1. COMPONENT 
AIR FORCE 


3. INSTALLATION AND LOCATION 
KAPAUN ADMINISTRATION ANNEX 
GERMANY 


PERMANENT 


FY 2011 MILITARY CONSTRUCTION PROGRAM 



4. COMMAND: 

UNITED STATES AIR FORCES 
IN EUROPE 


STUDENTS 


5. AREA CONST 
COST INDEX 
1,1 


SUPPORTED 


■sHaagjMaME 



7. INVENTORY DATA ($000) 

a. Total Acreage: 155 

b. Inventory Total as of : (30 Sep 09) 

c. Authorization Not Yet in Inventory: 

d. Authorization Requested in this Program: 

e. Planned in Next Four Years Program: 

f. Remaining Deficiency: 

g. Grand Totai: 


8. PROJECTS REQUESTED IN THIS PROGRAM: 
CATEGORY 

CODE PROJECT TITLE 

721-312 Dormitory (128 Rm) 


9a. Future Projects: Typical Planned Next Four Years: 


(FY 2011) 

COST DESIGN STATUS 
SCOPE $.000 START CMPL 

128 RM 19,600 Jun-09 Sep-10 
Total 19,600 


9b. Real Proper/ Maintenance Backlog This Installation: ($M) 

10. Mission or Major Functions: Home of the USAFE Airman Leadership School, Headquarters DECA Europe, 
21st Operational Weather Squadron, as well as a Space Command unit. 


1 1 . Outstanding pollution and Safety (OSHA Deficiencies): 

a. Air pollution: 


b. Water Pollution: 


c. Occupational Safety and Health 


d. Other Environmental: 
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1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated} 


3. INSTALLATION AND LOCATION 
KAPAUN ADMINISTRATION ANX, GERMANY 


4. PROJECT TITLE 
DORMITORY (128 RM) 


5. PROGRAM ELEMENT 

6, CATEGORY CODE 

7. PROJECT NUMBER 

0. PROJECT COST ($000) 

27576 

721-312 

TYPU083507R2 

19,600 


9 . COST ESTIMATES 


ITEM 


PRIMARY FACILITIES 
DORMITORY (128 RM) 

INTERIOR COMMUNICATION SUPPORT 
SSD 6 BPACT05 

ANTITBRRORISM FORCE PROTECTION 
SUPPORTING FACILITIES 
UTILITIES 6 STORMWATER DRAINAGE 
SITE DEVELOPMENT 6 IMPROVEMENTS 
ELEVATORS 

RELOCATION OP SPORTSFIELD 
EXTERIOR COMMUNICATION SUPPORT 
ENVIRONMENTAL SUPPORT 
PASSIVE FORCE PROTECTION MEASURES 
PAVEMENTS 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD 

TOTAL RBOUSST 

TOTAL REQUEST (ROUNDED) 

EQUIPMENT PROM OTHER APPROPRIATIONS (NON-ADD) 


U/M QUANTITY 


4,480 


UNIT 

COST 


2,860 


COST 

($ 000 ) 


13,679 
{ 12,813 ) 

( 482 ) 

( 256 ) 

( 128 ) 
3,849 
( 930 ) 

( 900 ) 

{ 164) 

( 775) 

{ 160) 
( 175) 
( 285 ) 

( 460 ) 

17,528 
876 


18,404 

1,196 


19,600 
19,600 
( 215.0 ) 


10. Description of Proposed Construction: Multi-story structure with reinforced 
concrete foundations and floor slabs, masonry walls, fire suppression and sloped 
roof systems. Construction will be in accordance with the current Air Force 
Enlisted Dormitory Design Guide and consist of four-bedroom modules. Scope 
includes upgrade of the electrical substation, and all other utilities, elevators, 
laundries, storage and lounge areas, as well as a paricing area with site 
development and landscaping. The work also Includes the relocation of a sports 
field and shall include all other necessary support and be in compliance with 
current US Air Force and German regulations. Includes antiterrorism/f orce 
protection requirements identified in DoD unified facilities criteria. 

Grade Mix; B1-E4 128 


11. Requirement; 1555 RM Adequate; 1320 RM Substamdard; 595 RM 
PROJECT: Dormitory (128 Rm) . (Current Mission), 

REQUIREMENT: A major Air Force objective provides unaccompanied enlisted personnel 

with housing conducive to their rest, relaxation and personal well-being. Properly 
designed and furnished quarters providing some degree of individual privacy are 
essential to the successful accomplishment of the increasingly complicated jobs 
these people must perform. The retention of these highly trained airmen is 
essential to our readiness posture and continuing world-wide presence. As an 
overseas location with a sensitive mission, the dormitory must be constructed to 
deter terrorist activity and protect occupants from terrorist attack. 
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1. COMPONENT PY 2011 MILITARY CONSTRUCTION PROJECT DATA 

AIR FORCE (computer generated} 


2 

DATE 

3. INSTALLATION AND LOCATION 

KAPAUN ADMINISTRATION ANX, GERMANY 

4. PROJECT TITLE 

DORMITORY (128 RM) 




5. PROGRAM ELEMENT 6. CATEGORY CODE 

7. PROJECT NUMBER 8. PROJECT 

COST 

(SOOO) 

27576 721-312 

TYPU083507R2 

19 

,600 



CURRENT SITUATION; The base has insufficient on-base housing to adequately 
accoi&iRodate unaccompanied enlisted personnel in close proximity to their work 
center. The existing dormitories are scattered throughout the local area, with 
Sembach Air Station being approximately 18 kilometers away. Most are configured to 
the former 2+2 standard. This situation has created numerous unacceptable 
problems and hardships for unaccompanied enlisted personnel. Some airmen with 
their active duty workplace at Ramstein AB and dorm room at Sembach or Vogelweh 
must spend extensive man-hours to commute back and forth to work on their own 
expense due to the lack of an adequate, flexible bus shuttle service; especially 
difficult for shift workers. 

IMPACT IP NOT PROVIDED: Adequate living quarters which provide a level of privacy 
required for today's airmen will not be available, resulting in degradation of 
morale, productivity and career satisfaction for tmaccompanied enlisted personnel. 
Therefore a major Air Force objective to provide unaccompanied enlisted personnel 
with ''Dorme-4-Airmen" in accordance with the governing Air Force Enlisted Dormitory 
Design Guide cannot be satisfied. 

ADDITIONAL: This project is not currently eligible for NATO funding, and we do not 

anticipate it becoming eligible in the future. This project meets the criteria and 
scope specified in the new Air Force Enlisted Dormitory Design Guide established by 
OSD and AFH 32-1084, “Facility Requirements". All known alternatives were 
considered during the development of this project. No other option could meet 
mission requirements. An economic analysis was not performed, A certificate of 
exception has been prepared. This project is in accordance with the 2007 Air Force 
Dormitory Master Plan (APDMP) , which analyzed dormitories plus campus 
infrastructure and rated buildings 2765 through 2773 at Rapaun Annex as "Tier 1" 
dorms. These facilities will be converted to admin space upon completion of this 
project. Sustainable principles, to include Life Cycle cost-effective practices, 
will be integrated into the design, development, and construction of the project in 
accordance with Executive Order 13423, 10 USC 2802 (c) and other applicable laws 
and Executive orders. PY 2009 Unaccompetnied Housing RPM Conducted: $6,587K; PY 
2010 Unaccompanied Housing RPM Conducted: S4,21lK; Future Unacompanied Houding RPM 
requirements (estimated) : PYll: $3,169K; PY12 : $4,350K; PY13 : $2,802K; PY14 : 

S3,484K. BASE CIVIL ENGINEER: Col . Gary Chesley, 011-49-6371-6228. Dormitory, 128 
RM: 4,480 SM » 48,205 SF. 

FOREIGN CURRENCY: PCP Budget Rate Used: BURO-DOLLAR .7212 

JOINT USB CERTIFICATION: This facility can be used by other components on an "as 
available*' basis; however, the scope of the project is based on Air Force 
requirements . 
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1 . COMPONENT 
AIR FORCE 


FY 2 011 MIlilTARY CONSTRUCTION PROJECT DATA 
(computer generated) 


6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

721-312 


TYFU083507R2 


15-JUN-09 

YES 

15% 

30-SEP-09 

30-SEP-10 

YES 


3. INSTALLATION AND LOCATION 4. PROJECT TITLE 

KAPAUN ADMINISTRATION ANX, GERMANY DORMITORY (128 RM) 

5, PROGRAM ELEMENT 6. CATEGORY CODE 7. PROJECT NUMBER 8. PROJECT COST ($0C 

27576 721-312 TYFU083507R2 19,600 

12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Status: 

(a) Date Design Started 15-JUN-09 

(b) Parametric Cost Estimates used to develop costs YES 

* (c) Percent Complete as of 01 JAN 2010 15% 

* (d) Date 35% Designed 30-SEP-09 

(e) Date Design Complete 30-SEP-10 

(f) Energy Study/Life-Cycle analysis was/will be performed YES 

(2) Basis: 

(a) Standard or Definitive Design - NO 

(b) Where Design Was Most Recently Used - 

(3) Total Cost (c) = (a) + (b) or (d) + (e) : ($000) 

(a) Production of Plane and Specifications 1,176 

(b) All Other Design Costs S88 

(c) Total 1.764 

(d) Contract 1,276 

<e) In-house 488 

(4) Construction Contract Award 11 FEB 

(5) Construction Start 11 MAR 

(6) Construction Completion 13 MAR 

* Indicates completion of Project Definition with Parametric Cost Estimate 
which is comparedale to traditional 35% design to ensure valid scope, 
cost and executcd^ility . 


b. Equipment associated with this project provided from other appropriations; 


EQUIPMENT NOMENCLATURE 
FURNISHINGS 

COMMUNICATIONS EQUIIPMENT 


PROCURING 

FISCAL YEAR 
APPROPRIATED 

COST 

APPROPRIATION 

OR REQUESTED 

($000) 

3400 

2011 

150 

3080 

2011 

65 
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1. COMPONENT 
AIR FORCE 


3. INSTALLATION AND LOCATION 
RAMSTEIN AIR BASE 
GERMANY 


PERMANENT 


FY2011 MILITARY CONSTRUCTION PROGRAM 


4. COMMAND: 

UNITED STATES AIR FORCES 
IN EUROPE 


STUDENTS 



7. INVENTORY DATA ($000) 

a. Total Acreage: 5,061 

b. Inventory Total as of : (30 Sep 09) 

c. Authorization Not Yet in Inventory: 

d. Authorization Requested in this Program: 

e. Planned in Next Four Years Program: 

f. Remaining Deficiency: 

g. Grand Total; 


8. PROJECTS REQUESTED IN THIS PROGRAM: 
CATEGORY 

CODE PROJECT TITLE 

171-212 C-130J Flight Simulator Facility 

41 1-128 Deicing Fluid Storage & Dispensing Fac. 

141-753 UAS SATCOM Relay Pads and Facility 


9a. Future Projects: Typical Planned Next Four Years: 
721-312 Dormitory (192 Rm) 


9b. Real Propery Maintenance Backlog This Installation: ($M) 


5. AREA CONST 
COST INDEX 

1,1 


SUPPORTED I 

TOTAL 


200 11,015 

200 11,449 


8,394,658 

135.400 
22,354 
34,100 

770.400 
9,356,912 


(FY2011) 


COST DESIGN STATUS 


SCOPE 


$.000 START 

CMPL 

1,285 

SM 

8,800 Aug-09 

Aug-10 

1 

LS 

2,754 Jun-09 

Sep-10 

1,200 

SM 

10,800 Aug-09 

Aug-10 

Total 


22,354 


6,720 

SM 

34,100 


Total 


34,100 



10. Mission or Major Functions: Home of the 86th Airlift Wing, Headquarters US Air Forces in Europe, 3rd AF, 1 71h 
AF, as well as the NATO Headquarters Air North. Ramstein AB is the central airlift hub for strategic and tactical 
airlift within the European theater. The wing's mission is the operation and maintenance of airlift assets composed 
of C-1 30s for tactical airlift, a C-40, C-20s & C-21s for DV airlift throughout Europe. Africa, and the Middle East. 


11. Outstanding pollution and Safety (OSHA Deficiencies); 

a. Air pollution: 0 

b. Water Pollution: 

c. Occupational Safety and Health 0 

d. Other Environmental: 0 
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FACILITY 

5 . PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. PROJECT NUMBER 

8. PROJECT COST ($000) 

41132 

171-212 

TYPR123063 

8,800 


1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
RAMSTEIN AIR BASE, GERMANY 


4. PROJECT TITLE 

CONSTRUCT C-130J PLIGHT SIMULATOR 


9 . COST ESTIMATES 


ITEM 


PRIMARY FACILITY 
SIMULATOR FACILITY 
ANTITBRRORISM FORCE PROTECTION 
SDD & BPACT05 

INTERIOR COMMUNICATION SUPPORT 
SUPPORTING FACILITIES 
UTILITIES 
PAVEMENTS 

PASSIVE FORCE PROTECTION MEASURES 
SITE DEVELOPMENT A IMPROVEMENTS 
RELOCATION OF JP-0 PIPELINE 
EXTERIOR COMMUNICATION SUPPORT 
ENVIRONMENTAL SUPPORT 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD 

TOTAL REQUEST 

TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 


(6.5%) 


U/M I QUANTITY 


1,285 


UNIT 

COST 


COST 

($ 000 ) 


657 
012 ) 
51 ) 
101 ) 
493 ) 
213 
690 ) 
310 ) 
73 ) 


( 300 ) 

( 390 ) 

( 330 ) 

{ 120 ) 

7,870 

393 


8,263 

537 


8,800 
8,800 
26,000.0 ) 


10. Description of Proposed Construction; Steel frame high bay structure with 
reinforced concrete foundation and floor slab, masonry walls/finish system, sloped 
metal roof, electrical, mech€Uiical, communications, fire protection and detection 
systems, site improvements, vehicle parking and all other necessary support. The 
facility shall provide space for a Weapon System Trainer (WST) bay, WST computer 
room. Load Master Part Task Trainer (LMPTT) , Visual Threat Recognition and 
Avoidance Trainer (VTRAT) , secure and non-secure classroams, instructors area, 
brief /debrief rooms, maintenance area, of f ice/administrative space, restrooms, 
janitors cloeet, communications room, electrical room, mechanical room and all 
other necessary support. Also included is air conditioning, baclc-up power & 
relocation of a JP-8 pipeline being in the way of construction. This project will 
comply with DoD antiterrorism/ force protection requirements per Unified Facilities 
Criteria. 

Air Conditioning; 75 Tons 


11. Requirement: 1285 SM Adequate: 0 SM Substandard: 0 SM 
PROJECT; Construct C-130J Plight Simulator Facility. (New Mission) 

REQUIREMENT; An adequately sized and properly configured C-130J flight simulator 
facility is required to meet the mission qualification, training and proficiency 
requirements of assigned aircrew personnel. The flight simulator facility is needed 
to support the ongoing bed-down of the new C-130J A/C fleet at Ramstein AB, with a 
Primary Aircraft Authorization (PAA) of 14 aircraft scheduled to be reached in 
summer of 2010. The facility must provide realistic training and accurately 
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1 . COMPONENT 

AIR FORCE 

PY 2011 MILITARY CONSTRUCTION PROJECT DATA 

(computer generated) 

2. DATE 

3. INSTALLATK 

)N AND LOCATION 


4. PROJECT TITLE 


RAMSTEIN AIR BASE, GERMANY 


CONSTRUCT C-130J FLIGHT SIMULATOR 





FACILITY 



5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7 . PROJECT NUMBER 

8. PROJECT COST ($000) 

41132 


171-212 

TYPR123063 

8,800 


portray the Mission Design Series (MDS) needed to properly train flying personnel. 
Therefore it is essential to provide hazardous emergency training procedures that 
otherwise could not be conducted. A C-130J WST for Ramstein is included in the 
PYll submission with a FY13 delivery (about 30 months lead time for WST delivery). 
This project will provide for the facility to house the equipment. 

CURRENT SITUATION; Currently there is no flight simulator existing on base, nor 
there any facilities on the installation that can accept the new simulator 
training requirement. All C-130J simulator training for assigned flying personnel 
requires temporary duty to other installations or contractor locations that have 
both the additional capacity and simulator time. 

IMPACT IF NOT PROVIDED; The bed-down and safe operation of the C-130J aircraft 
cannot be accomplished without providing the required flight simulator training 
facilities. Emergency procedures training that can only be taught in the simulator 
would need to be accomplished elsewhere, negatively in^actlng the availability of 
aircrews for other duties. 

ADDITIONAL: The project is not within an established NATO Infrastructure category 

for common funding, nor it is expected to become eligible for reasons stated. 
Currant NATO policy indicates that this item will continue to be a user 
responsibility. This project meets the criteria/scope specified in Air Force 
Handbook 32-1084, "Facility Requirements", and the AMC FLT TRNG Design Guide for 
such facilities. An analysis of reasonable options for accomplishing this project 
(status quo, renovation, upgrade/raraoval, and new construction) was done. It 
indicates there is only one option that will meet operational requirements; new 
construction. A certificate of exception has been prepared. Sustainable principles, 
to include Life Cycle cost-effective practices, will be integrated into the design, 
development and construction of the project in accordance with Executive Order 
13423, 10 use 2802 (c) and other applicable laws and Executive orders. Base Civil 
Engineer: Col Gary D, Chesley, 0049-6371-47-6228. C-130J Simulator Facility: 1,285 
SH X 13,832 SF. 

FOREIGN CURRENCY; PCP Budget Rate Used: EURO-DOLLAR .7212 

JOINT USE CERTIFICATION: This facility can be used by other components on an "as 
available" basis; however, the scope of the project is based on Air Force 
requirements . 


DD FORM 1391, DEC 99 

February 2010 


Previous editions are obsolete. 


Page No. 


55040A 




221 


1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(cconputer generated) 


3 . INSTALLATION AND LOCATION 
RAMSTEIN AIR BASE, GERMANY 


4. PROJECT TITLE 

CONSTRUCT C-130J FLIGHT SIMULATOR 
FACILITY 


5. PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

41132 

171-212 


TYFR123063 

8,800 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Status: 

(a) Date Design Started 

(b) Parametric Cost Estimates used to develop costs 

* (c) Percent Complete as of 01 JAN 2010 

* (d) Date 35% Designed 
(e) Date Design Complete 

(£) Energy Study/Life-Cycle analysis was/will be performed 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Most Recently Used - 

(3) Total Cost (c) = (a) + (b) or (d) + (e) : 

(a) Production of Plans and Specifications 
<b) All Other Design Costa 

(c) Total 

(d) Contract 

(e) In-house 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 


31-AUG-09 

YES 

15% 

lS-MAR-10 

15-AUG-lO 

YES 


($ 000 ) 

528 

254 

792 

528 

264 

11 FEB 

11 APR 

12 DEC 


* Indicates completion of Project Definition with Parametric Cost Estimate 
which is comparable to traditional 35% design to ensure valid scope, 

cost and executability . 


b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 

PROCURING 

APPROPRIATION 

FISCAL YEAR 
APPROPRIATED 

OR REQUESTED 

COST 

($000 

SIMULATOR EQUIPMENT 

3080 

2012 

25,000 

PCCIE 

3080 

2012 

800 

COMM EQUIPMENT 

3400 

2012 

180 

TELEPHONES 

3400 

2012 

20 
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5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

411-128 


TYFR083001 

2,754 


1. COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
RAMSTEIN AIR BASE, GERMANY 


4. PROJECT TITLE 

DEICING FLUID STORAGE & DISPENSING 
FACILITY 


9 . COST ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

($000) 

PRIMARY FACILITIES 




1,720 

PUMPHOUSE 

SM 

125 

3,112 

( 389 ) 

75 CM STORAGE TANKS WITH ACCESSORIES 

CM 

300 

2,400 

( 720 ) 

CONCRETE PAD WITH CATCH BASINS 

SM 

3,260 

158 

{ 518 ) 

INTERIOR COMMUNICATION SUPPORT 

LS 



( 42 ) 

SDD & BPACT05 

LS 



( 34 ) 

ANTITERRORISM/PORCE PROTECTION 

LS 



( 17 ) 

SUPPORTING FACILITIES 




743 

UTILITIES 

LS 



{ ISO) 

ROADS & PAVEMENTS 

LS 



( 91) 

STORMWATER DRAINAGE 

LS 



( 3S) 

SITE DEVELOPMENT & IMPROVEMENTS 

LS 



{ 140) 

PASSIVE FORCE PROTECTION MEASURES 

LS 



( 53) 

EXTERIOR COMMUNICATION SUPPORT 

LS 



{ 161) 

ENVIRONMENTAL SUPPORT 

LS 



( 29) 

LIGHTNING PROTECTION & AREA LIGHTING 

LS 



( 43) 

DISPOSAL OF OLD TANKS 

LS 



( 30) 

SUBTOTAL 




2,463 

COMTIHSEHCY (5.0%) 




123 

TOTAL CONTRACT COST 




2,586 

SUPERVISION, INSPECTION AND OVERHEAD (6.5%) 




168 

TOTAL REQUEST * 




2,755 

TOTAL REQUEST (ROUNDED) 




2,754 

equipment FROM OTHER APPROPRIATIONS (NON-ADD) 




( 32.0 ) 


10. Description of Proposed Construction: All civil, structural, electrical, 
utility and communication work necessary for the construction of a centralized 
deicing fluid dispensing facility, consisting of a pump-house with controls, above 
ground metal storage tanks with accessories and dispensing area on an associated 
concrete pad lAW applicable Host Nation environmental laws as well as the Final 
Governing Standards (FGS) . Scope also includes environmental support, disposal of 
the old tanks, pavements, roads, a roof and all other necessary support. Facility 
will be equipped with fire suppression and security alarms, lightning protection, 
back-up power, as well as heating elements and catch basin. In addition it has to 
be interconnected via computer system to the surface water r\jn-off management 
system. Includes antiterrorism/ force protection requirements identified in DoD 
xmified facilities criteria. 

Air Conditioning: 2 Tons 


11. Requirement: 300 CM Adequate: 0 CM Substandard: 150 CM 
PROJECT: Deicing Fluid Storage & Dispensing Facility. (Current-Mission) 

REQUIREMENT: An adequately sized and configured centralized deicing dispensing 
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1. COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
RAMSTEIN AIR BASE, GERMANY 


4. PROJECT TITLE 

DEICING FLUID STORAGE & DISPENSING 
FACILITY 


PROGRAM ELEMENT 


27576 


6 . CATEGORY CODE I 7 . PROJECT NUMBER 


411-128 


TYFR083001 


B. PROJECT COST ($000) 


2,754 


facility is required for the efficient storage and dispensing of deicing fluids in 
order to expedite deicing operations in support of aircraft flying missions during 
wintertime. It is also needed to provide a good measurement tool to control fluid 
usage by various units on base and predict Total Organic Carbon (TOC) loads in 
(different surface water run-off basins based on mathematical models The facility 
jwill minimize the probability for tmcontrolled releases of contaminated stormwater 
during the deicing season. Deicing is a critical function of aircraft flying 
operations in winter. Ice formation on aircraft surfaces has been shown to 
substantially in^air an aircraft's ability to tabe off and fly, especially when 
fully loaded. The supporting facilities costs exceed 25% of the primary facilities 
costs due to the facility being built in a sensitive area within the mid-airfield, 
requiring large utility runs as well as special markings and signage. 

CURRENT SITUATION: Aircraft deicing usually is performed shortly before the 
aircraft is ready to taxi out for takeoff. The operation is traditionally 
accomplished by spraying aircraft with concentrated deicing fluid or a mixture of 
deicing fluid and heated water. Same procedures apply to airfield pavements with a 
different type of fluid in order to prevent black- ice on apron, taxiways and 
rxinwaya. On Ramstein AB, every flying unit, as well a the snow removal shop 
operate with individual unit-owned tanks, directly bought from contractors, 
partially in compliance with Host Nation environmental laws, but operating as 
uncontrolled, independent unite. Therefore during the de-icing season the expected 
r\An-off concentration is estimated with an Excel^-based tool, integrating the 
weather forecast, current water levels. Total Organic Carbon (TOC) concentration 
(or Chemical Oxygen Demand (COD) if wet-chemical amalysia is required) and flow 
rates based on information (e.g, number of daily flight operations) which does not 
exactly reflect the de-icing fluid usage amounts, leaving room for uncontrollable 
discharge of contaminated waters into nearby creeks. 

IMPACT IF NOT PROVIDED: Failure to replace these organizationally owned, 
uncontrolled storage tanks with a centralized dispensing facility could result in 
fines or penalties if the maximum allowable local treatment plant capacity is 
exceeded. During a hard winter with severe weather conditions, the Landstuhl Waste 
Water Treatment Plant may not be able to accept any further rxm-off water for 
treatment from the base and shut off its inlet. This may internally cause the 
retention capacity on the base to be exceeded, which could consequently result in 
uncontrollable discharges to the receiving creeks. These uncontrollable discharges 
of contaminated waters would lead to legal compliance violations, and penalties 
could in worst case cease necessary deicing operations during winter time until the 
problem is corrected. According to Air Transportation Association data, as little 
as 1/64 of an inch of ice on the leading edge of an aircraft's wing can reduce 
takeoff lift by as much as 24%. Aside from this serious safety hazard, this 
reduction in lift also can cause increased fuel usage and greater engine wear. 
Another hazard to related non-conducted deicing is the potential for damage to 
and/or malfunction of an aircraft's systems, which can occur when pieces of ice fly 
off during taxiing or when ice jams flying control systems (e.g., flaps, rudders). 
Therefore, without this project, the support of contingencies and wartime 
operations within European and Middle East theaters could be severely hampered. 
ADDITIONAL: This project is not within an established NATO Infrastructure category 

for common funding, nor is it expected to become eligible. Current NATO policy 
indicates that this item will continue to be a user responsibility. This project 
meets the criteria/scope specified in AFH 32-1084, "Facility Requirements". An 
analysis of reasonable options was done and indicates that only one option meets 
operational requirements; new construction. An economic analysis was not 
performed. A certificate of exception has been prepared. Sustainable principles, 
to include Life Cycle cost-effective practices, will be integrated into the design, 
development and construction of the project in accordance with Executive Order 
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1. COMPONENT 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 


2 . DATE 


AIR FORCE I 

3. INSTALLATION AND LOCATION 


(computer generated} 

— 1 — — 

i 4 . PROJECT TITLE 


RAMSTEIN AIR BASE, GERMANY 


DEICING FLUID STORAGE & DISPENSING 
FACILITY 


5 . PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

411-128 


TYFR083001 

2,754 


13423, 10 use 2802 (c) and other applicable laws and Executive orders. BASE CIVIL 
ENGINEER; Col. Gary Chesley, 011-49-6371-47-6228. Pump-house; 125SM » 1,346SF, 
Concrete Pad with Catch Basins 3,280SM - 35,293SF, Storage tan)c8 with Accessories 


300CM » 79,252 GA, 


FOREIGN CURRENCY: FCF Budget Rate Used; EURO-DOLLAR .7212 

JOINT USE CERTIFICATION: This facility can be used by other components on an “as 
available” basis? however, the scope of the project is based on Air Force 
requirements . 
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1 . COMPOtTENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(ccm^uter generated) 


3. INSTALLATION AND LOCATION 
RAHSTEIN AIR BASE, GERMANY 


4 . PROJECT TITLE 

DEICING FLUID STORAGE & DISPENSING 
FACILITY 


5. PROGRAM ELEMENT 6. CATEGORY CODE 7. PROJECT NUMBER 8. PRO J EOT OUbi ibuui 

27576 411-128 TYFR083001 2,754 

12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Status: 

(a) Date Design Started 15-JUN-09 

(b) Parametric Cost Estimates used to develop costs YES 

* (c) Percent Complete as of 01 JAN 2010 15% 

* (d) Date 35% Designed 15-JAN-lO 

(e) Date Design Complete 30-SEP-10 

(£) Energy Study/Life-Cycle analysis was/will be performed YES 

(2} Basis: 

(a) Standard or Definitive Design - NO 

(b) Where Design Was Moat Recently Used - 

(3) Total Coat (c) » (a) + (b) or (d) + (e) : ($000) 

(a) Production of Plans and Specifications 165 

(b) All Other Design Coats 53 

(c) Total 248 

(d) Contract 395 

(a) In-house 53 

(4) Construction Contract Award 11 PEB 

(5) Construction Start 31 MAR 

(6) Construction Completion 32 MAR 

* Indicates completion of Project Definition with Parametric Cost Estimate 
which is comparable to traditional 35% design to ensure valid scope, 
cost and executability . 


Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 
COMMUNICATION EQUIPMENT 
METERING EQUIPMENT 
SPILL RESPONSE KIT 


PROCURING 

APPROPRIATION 


FISCAL YEAR 
APPROPRIATED 
OR REQUESTED 
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1. COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(cos^uter generated) 


3. INSTALLATION AND LOCATION 
RAMSTEIN AIR BASE, GERMANY 


4. PROJECT TITLE 

UAS SATCOM RELAY PADS AND FACILITY 


5 . PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

35219 

141-753 


TYFR073143 

10,800 


COST ESTIMATES 


ITEM 


UAS SATCOK REIJ^Y PADS AMD FACILITY 
SATCOM COMMUNICATIONS SUPPORT FACILITY 
SATELLITE ANTENNA PADS WITH CONNECTOR PANELS 
SDD & EPACT05 

ANTITBRRORISM FORCE PROTECTION 
INTERIOR COMMUNICATION SUPPORT 
SUPPORTING FACILITIES 
UTILITIES 

BACK-UP POWER GENERATORS WITH AUTO-TRANSFER 

STORMWATER DRAINAGE 

SITE DEVELOPMENT & IMPROVEMENTS 

ROADS & PAVEMENTS 

EXTERIOR COMMUNICATION SUPPORT 

ENVIRONMENTAL SUPPORT 

DEMOLITION OF BUILDINGS 2038,2144,2011 & 2012 
PASSIVE FORCE PROTECTION MEASURES <PL-2) 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD (< 

TOTAL REQUEST 

TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 


U/M QUANTITY 


1,200 

12 


UNIT 

COST 


3,588 

100,000 


120,000 


COST 

($ 000 ) 


5,771 
{ 4,306 ) 

( 1,200 ) 
( 100 ) 
( 50 ) 

( 115 ) 

3,902 
( 730 ) 
( 240 ) 

( 191) 

( 330 ) 

( 294 ) 

( 345) 

( 90) 

( 711) 

( 971) 

9,672 


10,156 

660 


10,816 
10,800 
( 911.0 ) 


10- Desciriptlon of Proposed Constructions All civil, structural, mechanical, 
electrical, fir© prevention/alarm, site, and COTOffunication supporting work 
necessary for the construction of UAS SATCOM Relay Facility. The project consists 
of masonry constructed facilities with sloped roofing systems on concrete 
foundations and floor slabs. Provides space for squadron operations, admin, and 
maintenance functions, as well as enclose space for the Mission Control Vans. 
Includes site work to include 12 each UAS SATCOM Relay structural pads and/or 
foundations with hardscape utilities and undergroiind conduit connectivity to the 
main facility and suitable breakout panels and connections. Scope includes 
demolition of facilities in the way of construction, as well as pavements to 
provide space for vehicle parking, access roads. In addition it also includes all 
security features required by AFI 31-101 for the adequate protection of this PL-2 
level resource. The work shall include all other necessary support and must be in 
compliance with current US Air Force and German regulations. Antiterrorism / Force 
Protection measures have to be implemented lAW DoD Construction Standards; in 
addition LEED design principles have to be applied. 

Air Conditioning; 18 Tons 


11. Requirement: 1200 SM Adequate: 0 SM Substandard: 0 SM 

Construct Satcom Relay Co mpound at Ramstein AB, Germany. (New-Mission) 

Page No, 
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1 . COMPONENT 

AIR FORCE 

PY 2011 MILITARY CONSTRUCTION PROJECT DATA 

(computer generated) 

2 

DATE 

3 . INSTALLATION AND 

RAMSTEIN AIR BASE, 

LOCATION 

GERMANY 

4. PROJECT 

UAS SATCOM 

TITLE 

RELAY 

PADS 

AND FACILITY 

5. PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. PROJECT NUMBER 

8. 

PROJECT COST 

($000) 

35219 

141-753 

TYPR073143 



10,800 



RBQMEEMENT; Unmanned Aerial Systems {UAS) require an adequate-sized and 
configured facility to ensure maximum mission effectiveness during weapons 
engagement and reconnaissance missions in support of the war-fighters. The 
construction of a Satellite Antenna Relay facility and compound is required in 
order to support remote controlled aircraft command links, connecting CONUS-based 
ground control stations / mission control elements with UAS aircraft in the AOR. 
Therefore completion of this project will satisfy the long-term SATCOM Relay 
requirements for Predator, Reaper and Global Hawk, eliminating current temporary 
set-ups. The site will also support Navy Broad Area Surveillance Delta (BAMS-D) 
and Big Safari/special operations missions. The supporting facilities costs exceed 
25% of the primary facilities costs due to the facility being built in an 
tmdeveloped environmentally sensitive area, requiring extensive utility and 
communications runs as well as demolition of old hardened aircraft shelters and 
heavy concrete aircraft parking aprons. Ptirther, the high costs are driven by the 
required special PL-2 security features. 

CURRENT SITUATION: Predator (MQ-1), Reaper (MQ-9) and Global Hawk (RQ-4> aircraft 
will use this site to conduct operations within EUCOM, AFRICOM and CENTCOM Areas of 
Responsibility (AOR) in support of Overseas Contingency Operations. Because of 
multi-theater-wide operations, the respective SATCOM Relay Station must be located 
at Ramstein Air Base to provide most current information to the war- fighting 
commander at any time demanded. Currently, Ramstein lacks adequate facilities to 
conduct squadron level operations for the vital UAS mission. Additionally, the 
nature of the operation requires a site location near an existing intelligence 
facility on Ramstein Air Base in order to prepare and provide adequate data to the 
demanding battle-staff agencies. 

IMPACT IP NOT PROVIDED; Adequate facilities will not be available to perform these 
vital operations associated with the UAS aircraft. Without these facilities, the 
aircraft will not be able to perform their essential UAS missions within the EUCOM, 
AFRICOM adn CENTCOM AOR, UAS weapon strikes cannot be supported and necessary 
intelligence information cannot be obtained. Therefore lack of this UAS Relay Site 
could result in significant degradation of operational capability and have a 
serious impact on ongoing and future missions. 

ADDITIONAL; This project is not eligible for NATO funding, since NATO will acquire 
its own system and therefore this project exceeds current NATO Standard Criteria. 
This project meets the criteria/scope specified in APH 32-1084, "Facility 
Requirements”. A preliminary analysis of reasonable options was done and indicated 
that only one option meets operational requirements . Therefore an economic 
analysis was not performed. A certificate of exception has been prepared. 
Sustainable principles, to include Life Cycle cost-effective practices, will be 
integrated into the design, development and construction of the project in 
accordance with Executive Order 13423, 10 USC 2802 (c> and other applicable laws 
and Executive Orders, Base Civil Engineer: Col. Gary D. Chesley, 011-49-6371-47- 
6228. SATCOM Communication Support Facility 1,200 SM * 12,912. 

FOREIGN CURRENCY; FCF Budget Rate Used: EURO-DOLLAR .7212 

JOINT USE CERTIFICATION; This facility can be used by other components on an "as 
available" basis; however, the scope of the project is based on Air Force 
requirements . 
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1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
RAMSTEIN AIR BASE, GERldANY 


4. PROJECT TITLE 

DAS SATCOM RELAY PADS AND FACILITY 


5 . PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

35219 

141-753 


TYFR073143 

10,800 


12. SUPPLEMENTAL DATA; 

a. Estimated Design Data: 

(1) Statue: 

(a) Date Design Started 

(b) Parametric Cost Estimates used to develop costs 

* (c) Percent Con^lete as of 01 JAN 2010 

* (d) Date 35% Designed 

(e) Date Design Complete 

(f) Energy Study/Life-Cycle analysis was/will be performed 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Moat Recently Used - 

(3) Total Cost (c) = (a) -t- (b) or (d) + (e) : 

(a) Production of Plans and Specifications 

(b) All Other Design Costa 

(c) Total 

(d) Contract 

(e) In'-house 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 


31 -AUG- 09 
YES 
15% 
15-MAR-lO 
15-AUG-lO 
YES 


($ 000 ) 

648 

324 

972 

748 

224 

11 FEB 

11 APR 

12 DEC 


* Indicates completion of Project Definition with Parametric Cost Estimate 
which is Comparable to traditional 35% design to ensure valid scope, 
cost and executability. 


b. Equipment associated with this project provided from other appropriations; 


EQUIPMENT NOMENCLATURE 

PROCURING 

APPROPRIATION 

FISCAL YEAR 
APPROPRIATED 

OR REQUESTED 

COST 

($000) 

COMMUNICATION EQUIPMENT 

3080 

2012 

300 

UPS 

3080 

2012 

611 
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1. COMPONENT 
AIR FORCE 


3. INSTALLATION AND LOCATION 
VILSECK, GERMANY 


FY 2011 MILITARY CONSTRUCTION PROGRAM 


4. COMMAND: 

UNITED STATES AIR FORCES 
IN EUROPE 


STUDENTS 




5. AREA CONST 
COST INDEX 
1.15 


SUPPORTED 



TOTAL 


58 

58 


7. INVENTORY DATA ($000) 

a. Total Acreage: 

b. Inventory Total as of : (30 Sep 09) 

0 . Authorization Not Yet in Inventory: 

d. Authorization Requested in this Program: 

e. Planned in Next Three Years Program: 

f. Remaining Deficiency: 

g. Grand Total: 


8- PROJECTS REQUESTED IN THIS PROGRAM: 
CATEGORY 

CODE PROJECT TITLE 

141-753 Construct ASOS Facility 


9a. Future Projects: Typical Planned Next Four Years: 


(FY 2011) 

COST DESIGN STATUS 
SCOPE $.000 START CMPL 

4,274 SM 12,900 Jun-09 Sep-10 
Total 12,900 


9b. Real Propery Maintenance Backlog This Installation: (SM) 


10. Mission or Major Functions: Plan, coordinate, integrate and control Close Air Support missions and 
coordinate Air Interdiction, Theater Airlift, Intelligence, Surveillance and Reconnaissance missions for the 
precision application of air and space power on the battlefield. 


11. Outstanding pollution and Safety (OSHA Deficiencies: 

a. Air pollution: 0 

b. Water Pollution: 0 

c. Occupational Safety and Health 0 

d. Other Environmental: 0 
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5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

B. PROJECT COST ($000) 

27418 

141-753 


VILS093001 

12,900 


1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
VILSECK, GERMANY 


4. PROJECT TITLE 

AIR SUPPORT OPERATIONS SQUADRON 
(ASOS) COMPLEX 


9 . COST ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

($000) 

PRIMARY FACILITIES 




10,014 

UNIT OPERATIONS FACILITY 

SM 

2,842 

3,137 

( 8,915 ) 

VEHICLE STORAGE 

SM 

1,115 

452 

( 504 ) 

FIELD EQUIPMENT STORAGE 

SM 

244 

965 

( 235 ) 

HAZARDOUS MATERIAL STORAGE 

SM 

12 

1,664 

( 20 ) 

EXTERIOR HASKRACR 

SM 

61 

784 

( 48 ) 

SDD & BPACT05 

LS 



{ 194 ) 

ANTITERRORISM/PORCB PROTECTION 

LS 



{ 97 ) 

SUPPORTING FACILITIES 




1,522 

UTILITIES 

LS 



( 307 ) 

PAVING, WALKS, CURBS AND GUTTERS 

LS 



{ 350 ) 

STORM DRAINAGE 

LS 



( 33) 

SITE IMPROVEMENTS 

I,S 



( 390 ) 

COMMUNICATIONS 

LS 



( 442 ) 

SUBTOTAL 




11,536 

CONTINGENCY (5.0%) 




577 

TOTAL CONTRACT COST 




12, 112 

SUPERVISION, INSPECTION AND OVERHEAD (6.5%) 




787 

TOTAL REQUEST 




12,900 

TOTAL REQUEST (ROUNDED) 




12,900 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 




( 440.0 ) 


10. Description of Proposed Construction: Construct a support complex for a US 
Air Force small-sized air support operations squadron. Main facility will provide 
both operations/administrative for six flights supporting two BCTs and vehicle 
maintenance support space, washrack, hazardous material storage for maintenance of 
18 HMMWVs and 2 MRAPs. Anti-terrorism/ force protection measures include standoff 
distances, redundant structural systems for mitigating progressive collapse, blast 
resistant exterior doors and windows, security lighting systems, protective 
landscaping and barrier protection. Provide a fenced and paved open hardstand 
area, which will include an open aided shelter for covered equipment storage and 
operational vehicle parking. Provide 50 parking spaces for private owned vehicles 
(POV) . Heating will be provided by connection to district heating system. This 
project will comply with DoD antiterrorism/ force protection requirements per 
Unified Facilities Criteria. 

Air Conditioning: 15 Tons 


11. Requirement; 4274 SM Adequate: 0 SM Substandard; 0 SM 
PROJECT: Air Support Operations Squadron (ASOS) Complex (New Mission) 

REQUIREMENT: A facility is required to adequately support the administrative, 

operational and training, vehicle and equipment maintenance, and storage 
requirements for the 2nd Air Support Operations Squadron (2 ASOS) . This unit is 
assigned to Vilseck Army Installation, Germany, and supports the 2nd Cavalry 
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1 . COMPONENT 

AIR FORCE 

PY 2011 MILITARY CONSTRUCTION PROJECT DATA 

{computer generated) 

2. DATE 

3. INSTALLATION AND 

VILSECK, GERMANY 

LOCATION 

4 . PROJECT TITLE 

AIR SUPPORT OPERATIONS 
(ASOS) COMPLEX 

SQUADRON 

5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. PROJECT NUMBER 8. PROJECT COST ($000) 

27418 

141-753 

VILS093001 

12,900 


Regiment {2CR) and USAREUR. This project supports Chief of Staff of the Air Force 
direction to support the collocation of the ASOS with its air support for aligned 
Army units. It also maintains mission-ready ASOS personnel, radios, vehicles, and 
mobility equipment. The 2nd ASOS requires constant interaction with the aligned 
Army unit staff. 

CURRENT SITUATION? The current facility barely meets the minim\im operational 
requirements of the 22 person detachment. The Air Force presence is doubling from 
22 personnel to 44 personnel to support two Stryker BCTs at Vilseck plus additional 
vehicle and equipment storage requirements. 2 ASOS personnel are currently 
operating out of the west end of building 721 in the RSS motor pool. Current 
facility is not designed for execution of maintenance. There is no excess facility 
space available on South Camp Vilseck that can be reconfigured to support the 
operational and maintenance requirements associated with the ASOS mission. 

IMPACT IP NOT PROVIDED: Failure to provide facilities will significantly impact 
the ASOS operational capabilities. Facilities will not be available to perform 
operations and maintenemce functions critical to providing close air support. 

Also, without adequate facility space, valuable assets will remain exposed to harsh 
environments resulting in premature deterioration and increased maintenance costs. 
ADDITIONAL: This project meets the criteria/ scope specified in Air Force Hauidbook 

32-1084, "Facility Requirements" and the Air Force ASOS Design Guide. The ASOS 
design guide provide net square footage requirements that were increased by 30 
percent for office areas and 25 percent for non-office areas. This project is 
not eligible for MATO funding. An Economic Analysis was not completed because 
there is only one option that will meet requirements; new construction. A 
certificate of exception has been prepared. Sustainable principles, to include 
Life Cycle cost-effective practices, will be integrated into the design, 
development and construction of the project in accordance with Executive Order 
13423, 10 use 2802 (c) and other applicable laws and Executive orders. Design and 
siting of this project will be done in coi^pliance with United States Air Force and 
USAREUR Protection Guidelines. Point of Contact: Lt Col Steven Neuser, 0&-662- 
83-2306. ASOS: 2,842 SM = 30,591 SF; Vehicle Storage: 1,115 SM » 11,997 SP. 

FOREIGN CURRENCY: FCF Budget Rate Used: EURO-DOLLAR .7212 

JOINT USE CERTIFICATION: This facility can be used by other components on an "as 
available" basis; however, the scope of the project is based on Air Force 
requirements . 

1 
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1 . COMPONENT 

PY 2011 MILITARY CONSTEnCTIOM PROJECT DATA 

2. DATE 

AIR FORCE 

(computer generated) 



3 . INSTALLATION AND LOCATION 
VILSECK, GERMANY 


4 , PROJECT TITLE 

AIR SUPPORT OPERATIONS SQUADRON 
(ASOS) COMPLEX 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27418 

141-753 


VILS093001 

12,900 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Status: 

(a) Date Design Started 

(b) Parametric Cost Estimates used to develop costs 

* (c) Percent Con^lete as of 01 JAN 2010 

* (d) Date 35% Designed 

(e) Date Design Complete 

(f) Energy Study/Life-Cycle analysis was/will be performed 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Moat Recently Used - 

(3) Total Cost (c) » (a) + (b) or (d) + (e) : 

(a) Production of Plans and Specifications 

(b) All Other Design Coats 

(c) Total 

(d) Contract 

(e) In-house 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 


15-JUN-09 

YES 

15% 

15-JAN-lO 

30-SEP-lO 

YES 


($ 000 ) 

774 

387 

1,161 

874 

287 

11 FEB 

11 MAR 

12 MAR 


* Indicates completion of Project Definition with Parametric Cost Estimate 
which is comparable to traditional 35% design to ensure valid scope, 
cost and executability . 


b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 

PROCURING 

APPROPRIATION 

FISCAL YEAR 
APPROPRIATED 

OR REQUESTED 

COST 

($000) 

FURNISHINGS 

3400 

2011 

310 

COMMUNICATIONS EQUIPMENT 

3080 

2011 

130 
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1. COMPONENT 
AIR FORCE 


NSTALLATION AND LOCATION 
ANDERSEN AIR BASE 
GUAM 


PERMANENT 


FY 2011 MILITARY CONSTRUCTION PROGRAM 


COMMAND: 

PACIFIC AIR FORCES 


STUDENTS 



5. AREA CONST 
COST INDEX 
2.64 


SUPPORTED 


ENL 


0 0 
0 0 



7. INVENTORY DATA ($000) 

a. T otal Acreage: 1 1 ,096 

b. Inventory Total as of ; (30 Sep 09) 

c. Authorization Not Yet in Inventory: 

d. Authorization Requested in this Program: 

e. Planned in Next Four Years Program: 

f. Remaining Deficiency: 

g. Grand Total: 


8. PROJECTS REQUESTED IN THIS PROGRAM: (FY 

CATEGORY 

CODE PROJECT TITLE SCOPE 

141-753 Guam Strike Ops Groups Tanker Task Fo 4,094 SM 

841-427 Guam Strike S. Ramp Utilities, Ph 1 1 LS 

610-127 PRTC - Combat Communications Ops Faci 1,847 SM 

721-311 PRTC- Commando Warrior Open Bay Stud 1,254 SM 

610-127 PRTC - Red Horse HQ/Engineering Facility 830 SM 


(FY2011) 


6,145,097 

97,100 

50,300 

738,365 

775,459 

7,806,321 


DESIGN STATUS 


$.000 START Ck 
$9,100 Design-Build 
$12,200 Design-Build 
$9,200 Design-Build 
$11,800 Design-Build 
$8,000 Design-Build 




Total 

$50,300 

|9a. FUTURE PROJECTS: Typical Planned Next Four Years: 



141-782 

Air Freight Terminal Complex 

3,062 SM 

$37,000 

422-264 

AEF FOL Munitions Storage Igloos, Ph 2 

784 SM 

$4,943 

100-001 

GUAM STRIKE - Facilities 

1 LS 

$119,640 

100-001 

Guam Resiliency, Ph 1 

1 LS 

$30,000 

422-264 

AEF FOL Munitions Storage Igloos, Ph 3 

784 SM 

$4,943 

100-001 

Guam Resiliency, Ph 2 

1 LS 

$30,000 

740-675 

Library/Education Complex 

1,180 SM 

$9,800 

100-001 

Guam Resiliency, Ph 3 

1 LS 

$50,000 

171-621 

Commando Warrior MOUT Training Facility 

1 LS 

$2,047 

721-312 

Dormitory (240 RM) 

7,920 SM 

$58,000 

740-883 

Consolidate Youth Programs 

1,410 SM 

$7,000 

100-001 

Guam Resiliency, Ph 4 

1 LS 

$165,000 

100-001 

GUAM STRIKE - Facilities 

1 LS 

$103,395 

100-001 

GUAM STRIKE - Facilities 

1 LS 

$116,597 

$738,365 


9b, Real Propery Maintenance Backlog This Installation ($M) 12* 


10. Mission or Major Functions: Andersen AFB is home to the 36th Wing (36 WG) with the primary mission to 
employ, deploy, integrate, and enable air and space forces from the most forward US sovereign air force 
base in the Pacific, Provides continuous bomber presence 365 days per year to support US Pacific Command. 
Provides a Contingency Response Group with a "91 1 force" capability to quickly deploy to any hot spot In the 
region to quickly open and operate an air base for both combat and humanitarian assistance missions. Hosts 
AMC air mobility squadron and Navy helicopter sea combat squadron. 


1 1 . Outstanding pollution and Safety (OSHA Deficiencies): 

a. Air pollution ° 

b. Water Pollution 9 

c. Occupational Safety and Health 0 


d. Other Environmental 



55040A 



















234 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJE(Tr NUMBER 

8. PROJECT COST ($000) 

27576 

141-753 


AJJY113007 

9,100 


1. COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
ANDERSEN AIR FORCE BASE, GUAM 


1 4. PROJECT TITLE 

i GUAM STRIKE OPS GROUP & TANKER TASK 
I FORCE RENOVATION (TFI) 


9 . COST ESTIMATES 


PRIMARY FACILITIES 
ALTER TANKER TASK FORCE 
ALTER CONTINGENCY RESPONSE GROUP 
ALTER SUPPORT COMPLEX 
SDD & EPA ACT 05 
ANTITBRRORISM/PORCE PROTECTION 
SUPPORTING FACILITIES 
UTILITIES (WATER/FIRB SUPPLY/SANITARY) 
ELECTRICAL 
COMMUNICATIONS 

DEMOLITION BUILDING 21000 (PARTIAL) 

SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD 
DBSIGN/BUILD - DESIGN COST 
TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (KON-ADD) 


( 6 . 2 %) 

(4.0% OP SUBTOTAL) 


QUANTITY 


3,029 


UNIT 

COST 


COST 

($ 000 ) 


7,146 
{ 50 ) 
( 50 ) 
( 6,839 ) 
( 138 ) 
( 69 ) 
759 
( 52) 
( 63) 
{ 57) 
( 587) 


7,905 

395 


8,300 

515 

316 


9,131 
9,100 ) 
( 200 


10. Description of Proposed Construction: Work includes, but is not limited to 
the renovation of building 25002 to accommodate squadron operations for the 
permanently based 36th Operations Group (00) and Operations Support Squadron (OSS) 
along with the persistently rotational Tanker Task Force (TTF) . The facility will 
Include fire suppression/detection, intrusion detection system, lightning 
protection system, all appropriate environmental controls, and all necessary 
supporting facilities for a complete and usable facility. In order to make space 
in B25002, the 36th Contingency Response Group (CRG) will be moved to B23008. 
Renovation of B23008 includes addition of non- load-bearing walls to establish new 
offices, storage space, and conference rooms to allow 36 CRG to inhabit the entire 
facility. The occupants of B23008 will be moved to B22026. B22026 will be renovated 
into general office area for several offices, conference rooms, vaults, and 
bathrooms. Renovating B22026 allows for partial demolition of B21000. This project 
will comply with DoD antiterrorism force protection requirements per unified 
facilities criteria. 


Air Conditioning: 0 Tons 


11. Requirement: 7206 SM Adequate; 0 SM Substandard: 7206 SM 

PROJECT; Guam Strike Ops Group & Tanker Task Force Renovation. (New Mission) 

REQUIREMENT ; This project is required to meet SECDEF direction to posture Andersen 


as a power projection hub for intelligence, surveillance, reconnaissance, strike 
and aerial refueling assets. This project will directly support the capability to 
strike rapidly and effectively emywhere throughout the Pacific. An adequately 
sized and configured facility designe d to accommodate the activities required to 

Page No. 
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1. COMPONENT 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

2 . DATE 

AIR FORCE 

(computer generated) 



3. INSTALLATION AND LOCATION 
ANDERSEN AIR FORCE BASE, GUAM 


4. PROJECT TITLE 

GUAM STRIKE OPS GROUP & TANKER TASK 
FORCE RENOVATION (TFI) 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

141-753 


AJJY113007 

9,100 


properly maintain squadron operations for persistent rotational tanker and bomber 
squadrons and the permanently assigned 36 OG. The enclosed space in the renovated 
building will provide for flight planning, air crew briefing and debriefing, 
training, and administration of the squadrons and group. The project will provide 
for the storage, care and issue of flight crew life support system equipment. 
CURRENT SITUATION; Currently squadron operations for persistently rotational 
tanker and bomber squadrons are located in B21000, where minimum space is available 
for squadron operations. Life support equipment is stored in B18008. Several 
units offices are separated geographically where they should be collocated or have 
inadequate apace to execute their mission while others have more space than they 
require. Solving this problem most efficiently involves renovation of several 
facilities, 36 OG, OSS, and Contracting are currently located in the Maintenance 
Group Headquarters in B17000 and Base Operations facility, B17002. Moving 36 OG 
and OSS to B25002 bumps 36 CRG out of that facility. 36 CRG can occupy B23008, 
which is no longer sufficient for the Force Support Squadron (FSS) and Finance. 
B23008 is relatively new and requires minimal work to accommodate 36 CRG. FSS, 
Finance, Contracting, and several occupants of B21000 Airman 2 Uid Family Readiness 
Center, Airman's Attic, Non-appropriated Funds Accounting, Tax Center, Records 
Management, and Red Cross can be accommodated in B22026 , allowing B21000 to be 
partially demolished. B21000 is a 1940a-era facility requiring frequent 
renovations simply to maintain basic hygienic and safety standards. Demolishing it 
puts Andersen AFB closer to meeting the DOD's initiative to eliminate older and 
excess square footage, decreasing the overall sustainment requirement. 

IMPACT IF NOT PROVIDED: Andersen APB will not be able to provide a dedicated fully 
functional centralized squadron operation facility to support permanently assigned 
36 OG and OSS along with persistently rotational Tanker Task Force (TTF) . Failure 
to provide this facility would significantly ia^jact readiness and result in 
significant degradation of operational capability, and may increase the potential 
for a serious mishap. The TTP's ability to support bomber and fighter strike 
missions would be greatly limited, causing the aircraft to fly from other, farther 
locations, and greatly reducing the utility of the Guam Strike mission. 

ADDITIONAL: This project meets the criteria/scope specified in Air Force Handbook 

32-1084, "Facility Requirements". A preliminary analysis of reasonable options 
for accomplishing this project (status quo, renovation, upgrade/removal, and new 
construction) was done. It indicates that renovation of these facilities is the 
only reasonable option that will meet operational requirements. A certificate of 
exception has been prepared. Sustainable principles, to include Life Cycle cost- 
effective practices, will be integrated into the design, development, and 
construction of the project in accordance with Executive Order 13423, 10 USC 2802 
(c) , and other applicable laws and Executive Orders. Base Civil Engineer: Lt Col 
Richard Mathews 671-366-7104. Tanker Task Force: 1,605 SM = 17,300 SF; Contingency 
Response Group: 1507 SM » 16,220 SF; Support Complex: 4,094 SM = 44,062 SF; 
Demolition part of Bldg 21000: 3,029 SM = 32,600 SF 

JOINT USB CERTIFICATION; This facility can be used by other components on an "as 
availad)le" basis; however, the scope of the project is based on Air Force 
requirements. 
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1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
ANDERSEN AIR FORCE BASE, GUAM 


4. PROJECT TITLE 

GUAM STRIKE SOUTH RAMP UTILITIES 



1 PHASE 1 (TFI) 1 

5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

841-427 

AJJY336509 

12,200 


COST ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

($000) 

PRIMARY FACILITIES 




9,257 

POTABLE WATER DISTRIBUTION SYSTEM 

LH 

3,365 

374 

( 1,259 ) 

ELEVATED WATER TANK 

KG 

1,500 

2,170 

( 3,255 ) 

SCADA SYSTEM INSTALLLATION 

LS 



( 700 ) 

STORM WATER DRAIN UPGRADE 

LS 



( 275 ) 

SANITARY SEWER COLLECTION SYSTEM, GRAVITY 

LH 

1, 650 

762 

( 1,258 ) 

UPGRADE SANITARY SEWER PUMP STATIONS 

BA 

2 

600,000 

( 1,200 ) 

COMMUNICATION SYSTEM 

LH 

2,300 

452 

( 1,040 ) 

SDD & EP ACT 05 

LS 



( 160 ) 

ANTITERRORISM/PORCE PROTECTION 

LS 



( 90 ) 

SUPPORTING FACILITIES 




1,320 

PAVEMENTS AND SIDEWALKS 

LS 



{ 300 ) 

SITE RESTORATION 

LS 



{ 470 ) 

ARCHEOLOGICAL MONITORING 

LS 



( 150 ) 

ENVIRONMENTAL REMEDIATION 

LS 



( 400 ) 

SUBTOTAL 




10,577 

CONTINGENCY (5.0%) 




529 

TOTAL CONTRACT COST 




11, 106 

SUPERVISION, INSPECTION AND OVERHEAD (6.2%) 




689 

DBSIGN/BUILD - DESIGN COST (4.0% OF SUBTOTAL) 




423 

TOTAL REQUEST 




12,217 

TOTAL REQUEST (ROUNDED) 




12,200 ) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 




{ 31 


10. Description of Proposed Construction: Install a new water line loop and 1.5 
million gallon elevated water tank. The tank installation shall include valves and 
other appurtenances to ensure proper operating pressure. Increase the diameter 
size of the sanitary sewer trunk line starting near the site of the new Global Hawk 
Hangar through to MH 114 in Flemming Heights. Upgrade pumps, motors and 
controllers at wastewater lift stations 1881 and 1098. Install communication lines 
to serve new facilities to be installed in the Main Base and South Ramp area. 
Upgrade Supervisory Control and Data Acguisition (SCADA) system to include the 
monitoring and operation via the Base telephone system of PS 1881, PS 1098 and the 
potable water system, particularly Base water storage tanks, booster pump and 
wells. Upgrade includes installing SCADA dedicated communication lines along with 
electrical distribution system. Install a new storm sewer system near the main 
terminal to ensure emergency responses for new missions are within Air Force 
requirements. Above ground structures must be able to withstand 190 mile-per-hour 
typhoon winds for doors, windows, roofs (170 mile-per-hour for other structural 
elements) and Seismic Zone 4 earthquake criteria. This project will comply with 
DoD antiterrorism/force protection requirements per Unified Facilities Criteria. 

Air Conditioning; 0 Tons 
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1. COMPONENT 

AIR FORCE 


py 2011 MILITARY CONSTRUCTION PROJECT DATA 

(computer generated) 

2. DATE 

3 . INSTALLATION AND LOCATION 

ANDERSEN AIR FORCE BASE, GUAM 


4. PROJECT TITLE 

GUAM STRIKE SOUTH RAMP UTILITIES 

PHASE 1 (TFI) 

5 , PROGRAM ELEMENT 

27576 

6 . CATEGORY CODE 

841-427 

7. PROJECT NUMBER 

AJJY336509 

8. PROJECT COST ($000) 

12,200 

11. Requirement: 8515 

LM Adequate: 0 

LM 

Substandard: 

3 LM 



PROJECT : Guam Strike South Ramp Utilities Phase 1 (TFI) - {New Mission) 

REQUIREMENT : These utility upgrades are required to meet SEOJEF direction to 


posture Andersen as a power hub for a force of intelligence, surveillance, 
reconnaissance, strike and aerial refueling assets. These upgrades will directly 
support the capability to strike rapidly and effectively anywhere throughout the 
Pacific. Upgrades, replacement and/or repair to existing water, wastewater, fire 
protection system, power, SCADA and communications systeans are required to ensure 
the adequacy and reliability of facilities within Main Base and along South Ramp. 
C URRENT SITUATION; Asbestos-cement water lines within main base are constricted 
and deteriorated. As a result, these water mains are well below the required 
minimal fire flow pressure of 20 psi and jeopardize the quality of life for 
personnel living and working at Andersen AFB. Back Gate Lift Station collects and 
piamps all of the base-wide sewage through a SOO-mm (20-inch) force main to Guam 
Water Authority. Back Gate and Golf Course lift station pumps will not have the 
capacity to provide adequate pumping due to the additional wastewater volumes 
associated with the beddown of new Missions. Communications lines to support new 
mission facilities do not exist. A SCADA system for monitoring and controlling 
operations for the wastewater lift stations, potable drinking water wells, tanks, 
reservoirs and potable water booster pumps and other utilities does not exist on 
base. A new SCADA system will be installed to monitor and/or operate these 
facilities. The South Ramp area west of the AMC Terminal and Crash Fire Rescue 
Station is in a low area and experiences substantial flooding due to poor flow 
control to injection wells. The storm water drainage improvements are required to 
ensure that standing storm water does not impair the operational capability of 
emergency response vehicles to the New Mission areas. 

IMPACT IF NOT PROVIDED; Insufficient pressures and repeated water line breaks will 
occur more frequently due to the age of the system. Sufficient fire flows will be 
unavailable to suppress fires in critical facilities throughout the main base and 
south ramp. Andersen AFB will continue to exhibit concentrations of asbestos 
fibers higher than regulatory limit and will be subject to fines from the Guam 
Environmental Protection Agency. Without improved communications infrastructure, 
the transfer of information between new mission facilities cannot occur and will 
severely impact operational capabilitxes . Continued flooding at the main fire 
station will impair emergency vehicle response time during wet weather events. 
ADDITIONAL ; This project meets the criteria/scope specified in Air Force Handbook 
32-1084, "Facility Requirements". A preliminary analysis of reasoneUsle options for 
accomplishing this project (statue quo, renovation, upgrade/removal, new 
construction, leasing) was done. It indicates there is only one option that will 
meet operational requirements. Because of this, a full economic analysis was not 
performed. A certificate of exception has been prepared. SustaineUsle principles, 
to include Life Cycle cost-effective practices, will be integrated into the design, 
development, and construction of the project in accordance with Executive Order 
13423, 10 use 2802 (c) , and other applicable laws and Executive Orders. Base Civil 
Engineer: LtCol Richard S. Matthews, (671) 366-7101. Water Lines; 3,365 LM » 

11,040 LF. Elevated Water Tank; 5.670 CM = 1.5 MGal « 1,500 KGal. Sanitary 
Sewers; 1,650 LM = 5,413 LF Communications Lines: 2,300 LM » 7,546 LF . 

JOINT USE CERTIFICATION; This is an installation utility/ inf restructure project, 
and does not qualify for joint use at this location. However, all tenants on this 
installation will benefit by this project. This project supports Total Force 
Integration initiatives . 
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1. COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(contputer generated} 


3. INSTALLATION AND LOCATION 
ANDERSEN AIR FORCE BASE, GUAM 


4. PROJECT TITLE 

GUAM STRIKE SOUTH RAMP UTILITIES PHASE 


1 (TFI) 


5. PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

841-427 


AJJY336509 

12,200 


12. SUPPLEMENTAL DATA; 


a. Estimated Design Data: 

(1) Project to be aGCOir5)lished by design-build procedures 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Most Recently Used - 


(3) All Other Design Costs 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 

(7) Energy Study /Life-Cycle analysis was/will be performed 


366 
11 FEB 

11 APR 

12 OCT 
YES 


b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 

PROCURING 

APPROPRIATION 

FISCAL YEAR 
APPROPRIATED 

OR REQUESTED 

COST 

($000) 

FURNISHINGS 

3400 

2011 

31 
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1 . COMPONENT 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

AIR FORCE 

(computer generated) 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

0. PROJECT COST ($000) 

27576 

610-127 


SAKW123002 

9,200 


3. INSTALLATION AND LOCATION 
ANDERSEN AIR FORCE BASE, GUAM 


4. PROJECT TITLE 

PRTC - COMBAT COMMUNICATIONS 
OPERATIONS FACILITY 


9 . COST ESTIMATES 


PRIMARY FACILITY 

COMBAT COMMUNICATIONS OPERATIONS FACILITY 
SDD & BP ACT 05 

ANTITBRRORISM / FORCE PROTECTION 
SUPPORTING FACILITIES 
UTILITIES 
SITE IMPROVEMENTS 
PAVEMENTS 
COMHUNIGAT IONS 
ENVIRONMENTAL REMEDIATION 
ARCHEOLOGICAL MONITORING 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD 
DBSIGN/BUILD • DESIGN COST 
TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 


( 6 . 2 %) 

(4.0% OF SUBTOTAL) 


UNIT 

COST 


COST 

($000) 


7,298 
( 7,085 ) 
( 142 ) 
( 71 ) 
700 

( 281) 

( 38) 
{ 57) 
( 99 ) 

{ 150 ) 

( 75) 


7,998 

400 


8,396 

521 

320 


9,236 
9,200 ) 
( 1,255 


10. Description of Proposed Construction: Construct a reinforced concrete 
facility. The facility will include a ccanmand section, offices, brief ing/ training 
rooms, administration area, mechanical and electrical spaces, communications, fire 
suppreesion/detection, intrusion detection system, environmental controls, 
utilities, pavements, parking, associated site improvements, hazardous material 
abatement, antiterroriem/force protection measures and archeological monitoring and 
all necessary supporting facilities for a complete and usable facility. 
Antiterrorism/Force Protection measures will be incorporated into the design, 
including maximum feasible standoff distances from roads, parking areas, and 
vehicle unloading areas. The facility must be able to withstand 190 mile-per-hour 
typhoon winds for doors, windows, roofs (170 mile-per-hour for other structural 
elements) and Seismic Zone 4 earthquake criteria. This project will comply with 
DoD antiterrorism force protection requirements per Unified Facilities Criteria. 

Air Conditioning: 73 Tons 


11. Requirement: 1047 SM Adequate: 0 SM Sxibstandard: 0 SM 

PROJECT; PRTC - Combat Communications Operations Facility. (Current Mission) 
REQUIREMENT ; Project is required to support beddown of a Combat Communications 


unit at the new PACAF Regional Training Center (PRTC) at Guam Northwest Field. The 
project will support the re-stationing initiative within the PACAF Theater to meet 
U.S. and Government of Korea goals outlined in the United States Forces Korea 
(USFK) Security Policy Initiative (SPI) directives to reduce U.S. forces on the 
Korean Peninsula. This is a beddown of a mission to a location where no unit of 
this type exists. 137 unit personnel are located in three temporary facilities 
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1 . COMPONENT 

AIR FORCE 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

(computer generated) 

2. DATE 

3 . INSTALLATION AND LOCATION 


4 . PROJECT TITLE 


ANDERSEN AIR FORCE BASE, GUAM 


PRTC - COMBAT COMMUNICATIONS 





OPERATIONS FACILITY 


5. PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 


610-127 

SAKW123002 

9,200 


located in the main base proper of Andersen APB. Full Operational Capability (FOC) 
was scheduled for Jan 2010 but cannot occur without this facility. The mission of 
the 664th Combat Communications Squadron operations (644 CBCS) is to provide 
communication capabilities for combatant commanders in their Pacific AoR. The 644 
CBCS is a self-sufficient organization that provides its own power and shelters, 
and can deploy to a bare-base location and set up within 24 hours. Some of the 
capabilities provided by the 644 CBCS include secure and xinsecure ultra high 
frec[uency communications, land mobile radio communications, SIPR and NIPR email 
access, defense secure network, secure and unsecure phone lines and satellite 
communication links that transfer the data to its destination. This facility 
directly supports the mission by providing space for maintaining xinit command, 
control and training in support of PACOM OPLNS for approximately 141 Airmen 
assigned to the 644 CBCS. 

CURRENT SITUATION; There are no facilities at Northwest Field that can meet this 
mission requirement. 

IMPACT IF NOT PROVIDED; This project is critical to maintaining on-time phasing 
plans for the 644 CBCS relocating to Northwest Field of Andersen AFB. This 
facility will provide the only available on-site command, control and training work 
center required to support the forward deployed combat communications squadron 
being beddown at Northwest Field. The 644 CBCS has a requirement for an 
approximately 1850 SM Operations Facility. 644 CBCS requires a Technical Training 
Facility to setup a complete suite of deployable communications equipment. Current 
temp facilities have approximately 230 SM of operations space. Most personnel are 
"hot" desking and are forced to squeeze into small offices. 644 CBCS requires a 
COMSEC vault and current temp facilities does not meet COMSBC requirements 
documented in the API 33 series. There are no other facilities available on 
Andersen Air Force Base to meet the CBCS requirement. 644 CBCS cannot meet current 
UTC tasking timelines (get out of town) due to the non-availability of required 
operations space. Pull Operational Capability (FOC) cannot occur without this 
facility. Without this facility, the combat communication's mission to rapidly 
establish and sustain tactical communications command and control systems providing 
high quality, mission-tailored, communications support to the Air Force and other 
forces operating within the Pacific theater will be severely limited. 

ADDITIONAL; This project meets the criteria/scope specified in Air Force Handbook 
32-1084, "Facility Requirements". A preliminary analysis of reasoneUsle options for 
accomplishing this project (status quo, lease/rent, relocate, and upgrade) was 
done. There is only one option that will meet the operational and current mission 
requirement. Therefore, a complete econcwnic analysis was not performed and a 
certificate of exception has been prepared. The anticipated site remediation and 
archaeological monitoring costs are expected to be significant, due to the 
extensive use of the entire NW Field site during and after WWII. Sustainable 
principles, to include Life Cycle cost-effective practices, will be integrated into 
the design, development, and construction of the project in accordance with 
Executive Order 13423, 10 USC 2802 (c) , and other applicable laws and Executive 
Orders. Base Civil Engineer; LtCol Richard S. Mathews (671) 366-7101. PTRC - 
Combat Communications Operations Facility: 1,847 SM » 19,880 SP. 

JOINT USE CERTIFICATION; This facility can be used by other components on an "as 
available" basis; however, the scope of the project is based on Air Force 
requirements . 
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1 . COMPONENT 

— — 1 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

2. DATE 


AIR FORCE 

(cos^uter generated) 





3 . INSTALLATION AND LOCATION 
ANDERSEN AIR FORCE BASE, GUAM 


4. PROJECT TITLE 

PRTC - COMBAT COMMUNICATIONS 

OPERATIONS FACILITY 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

610-127 


SA1CW123002 

9,200 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Project to be accon^lished by design-build procedures 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Most Recently Used - 

(3) All Other Design Costa 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 

(7) Energy Study/Life-Cycle analysis was/will be performed 

b. Equipment associated with this project provided from other appropriations; 



MO 


276 

11 

FEB 

11 

APR 

12 

OCT 


YES 


EQUIPMENT NOMENCLATURE 

PROCURING 

APPROPRIATION 

FISCAL YEAR 
APPROPRIATED 

OR REQUESTED 

COST 

($000) 

FURNISHINGS 

3400 

2011 

830 

COMM OPERATIONS EQUIPMENT 

3400 

2011 

425 
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1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
ANDERSEN AIR FORCE BASE, GUAM 


4. PROJECT TITLE 

PRTC - COMMANDO WARRIOR OPEN BAY 
STUDENT BARRACKS (TFI) 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

721-311 


SAKW123001 

11,800 


9 . COST ESTIMATES 


U/M QUANTITY 


UNIT 

COST 


COST 

($ 000 ) 


PRIMARY FACILITIES 
COMMANDO WARRIOR DORMITORY 
SDD & EP ACT 05 

ANTITBRRORISM/PORCE PROTECTION 
SUPPORTING FACILITIES 
UTILITIES 
SITS IMPROVEMENTS 
PAVEMENTS 
C OKMUNI CAT I ONS 
ENVIRONMENTAL REMEDIATION 
ARCHEOLOGICAL REMEDIATION 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD 
DBSIGK/BUILD > DESIGN COST 
TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 

EQUIPMENT PROM OTHER APPROPRIATIONS (NON-ADD) 


5,910 


7,633 
( 7,411 ) 
{ 148 ) 
( 74 ) 
2,559 
( 324 ) 
{ 31) 
( 1,475) 

( 504 ) 
( 150) 

( 75) 


10,192 

510 


( 6 . 2 %) 

(4.0% OF SUBTOTAL) 


10,702 

664 

408 


11,773 
11,800 } 
( 600 


10. Description of Proposed Construction: Construct reinforced concrete open bay 
student basic training dormitory building witK laundry, hygiene and shower 
facilities to accommodate ISO personnel. The facility will include a reception 
area, ready rooms, equipment wash down areas, storage space, mechanical spaces, 
fire suppression/detection, environmental controls, utilities, pavements, parking, 
and all necessary supporting facilities for a complete and usable facility. The 
facility must be able to withstand 190 mile-per hour typhoon winds for doors, 
windows, roofs (170 mile-per-hour for other structural elements) and Seismic Zone 4 
earthquake criteria. This project will comply with DoD antiterrorism force 
protection requirements per unified facilities criteria. 

Air Conditioning: 55 Tons Grade Mix: B1-E4 150 


11. Requirement: 1254 SM Adequate: 0 SM Substandard: 0 SM 

PROJECT ; PRTC - Construct an Open Bay Student Barracks. (Current Mission) 

REQUIREMENT; The project is required to support beddown of the Commando Warrior 


gro\ind combat skills training school relocating to the new PACAP Regional Training 
Center (PRTC) at Guam Northwest Field. This is the beddown of a mission to a 
location where no \init of this type exists. Approximately 8-10 classes will be 
conducted a year with 150 students per class or 1500 students annually. The 
Commando Warrior training capability reached IOC capability in March 2008 and it is 
anticipated that they will achieve FOC status by December 2012. 

CURRENT SITUATION; There are no facilities at Northwest Field that can meet this 
mission reguir^ent . 
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1. COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
ANDERSEN AIR FORCE BASE, GUAM 


4. PROJECT TITLE 

PRTC - COMMANDO WARRIOR OPEN BAY 
STUDENT BARRACKS <TPI) 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

721-311 


SAKW123001 

11,800 


IMPA CT IP WOT PROVIDED: This project is critical to maintain mission-ready status 
for the Commando Warrior training mission. Students are currently housed within 
the Det 5 Space Command compound building #32 unoccupied dormitory space. The Det 
5 dormitory was constructed in 1969 and is not configured to meet current Air Force 
Standards. Six to eight Commando Warrior students are housed in rocans with 23 - 42 
SM of space with a single bathroom, which is well below acceptable living 
conditions. Air Force standards authorize six to eight students 73 - 98 SM. The 
current situation requires students to travel daily, which on average results in 2 
days of lost training in a typical Ground Combat Skills Course, i.e. shortened 
hands on training events, fewer evaluated exercises, and increased student fatigue. 

Current situation also results in added fuel and maintenance costs on tactical 
vehicles and increases the potential for vehicle mishaps especially since all 
current training venues require students to drive outside the perimeter of the 
installation. Driver fatigue is an added safety concern due to the duration and 
intensity of Ground Combat Skills training. This project supports the re- 
stationing of U.S. forces off of the Korean peninsula. Without this facility at 
Guam NW Field training will continue to be degraded; quality of life reduced and 
student safety will be at xindue risk. The proposed Commando Warrior Student 
Barracks will be located adjacent to all proposed training venues increasing 
training opportunities, reducing student and vehicle fatigue while enhancing 
quality of training and living conditions. 

ADDITIONAL: This project meets the criteria/scope in Air Force Handbook 32-1084, 

"Civil Engineering Requirements". A preliminary analysis of reasonable options for 
accomplishing this project (status quo, lease/rent, relocate, and upgrade) was 
done. There is only one option that will meet the operational and current mission 
requirement. Therefore, a complete economic analysis was not performed and a 
certificate of exception has been prepared. Furthermore, the anticipated site 
remediation and archaeological monitoring costs are expected to be significant, 
to the extensive use of the entire NW Field site during and after WWII. 

Sustainable principles, to include Life Cycle cost-effective practices, will be 
integrated into the design, development, and construction of the project in 
accordance with Executive Order 13423, 10 USC 2802 (c) , and other applicable laws 
and Executive Orders, LtCol Richard S. Mathews (671) 366-7101. OPEN BAY STUDENT 
BARRACKS 1,254 SM = 13,492 SF 

JOINT USE CERTIFICATION; This facility can be used by other coa^onents on an "as 
available" basis; however, the scope of the project is based on Air Force 
requirements. This project supports Total Force integration initiatives. 


due 
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1. COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(coQ^uter generated) 


3 . INSTALLATION AND LOCATION 
ANDERSEN AIR FORCE BASE, GUAM 


4. PROJECT TITLE 

PRTC - COMMANDO WARRIOR OPEN BAY 
STUDENT BARRACKS <TFI) 


6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

721-311 


SAKW123001 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Project to be accomplished by design-build procedures 

(2) Basis: 

(a) Standard or Definitive Design - NO 

(b) Where Design Was Most Recently Used - 

(3) All Other Design Costs 354 

(4) Construction Contract Award 11 FEB 

(5) Construction Start 11 APR 

(6) Construction Completion 12 OCT 

(7) Energy Study/Life-Cycle analysis was/will be performed YES 

b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 
FURNISHINGS 


FISCAL YEAR 
PROCURING APPROPRIATED 

APPROPRIATION OR REQUESTED 
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5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

610-127 


SAKW091006 

8,000 


1. COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3 . INSTALLATION AND LOCATION 
ANDERSEN AIR FORCE BASE, GUAM 


4. PROJECT TITLE 
PRTC - RED HORSE 

HBADQUARTERS/ENGINEERING FACILITY 


9. COST ESTIMATES 


ITEM 


PRIMARY FACILITIES 
HEADQUARTERS/BNGINBBRING FACILITY 
SDD & EP ACT 05 

ANTITERRORISM/FORCE PROCTECTION 
SUPPORTING FACILITIES 
UTILITIES 
SITE IMPROVEMENTS 
PAVEMENT 
COMMUNICATIONS 
ENVIRONMENTAL REMEDIATION 
ARCHEOLOGICAL MONITORING 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION. INSPECTION AND OVERHEAD 
DBSIGN/BUILD - DESIGN COST 
TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 


(S.2%) 

(4.0% OF SUBTOTAL) 


U/M 


UNIT 

COST 


COST 

($ 000 ) 


4,654 

( 4,519 ) 
( 90 ) 
( 45 ) 
2,270 
( 495 ) 

{ 286 ) 

( 974 ) 
{ 165 ) 

( 200 ) 

( 150 ) 


6,924 

346 


7,271 

451 

277 


7,998 
8,000 
{ 840 


10. Description of Proposed Construction: Reinforced concrete foundation and 
floor slab, structural steel frame, masonry walls, standing seam metal roof, fire 
detection/protection, utilities, site improvements, landscaping, emergency response 
access pavements, roads and parking, communications support and all other necessary 
support. The facility must be able to withstand 190 mile-per-hour typhoon winds 
for doors, windows, roofs (170 mile-per-hour for other structural elements) and 
Seismic Zone 4 earthquake criteria. This project will comply with antiterrorism/ 
force protection requirements identified in DoD Unified Facilities Criteria. 

Air Conditioning: 35 Tons 


11. Requirement: 830 SM Adequate: 0 SM Substandard: 0 SM 

PROJECT: Construct RED HORSE Headquarters Engineering Facility. (Current Mission) 

REQUIREMENT : Project is required to support beddown of the 554 RED HORSE at the 


new PACAF Regional Training Center (PRTC) at Guam Northwest Field. The mission of 
the 554th and other RED HORSE Squadrons is to provide the Air Force with a highly 
mobile civil engineer response force to support contingency and special operations 
worldwide. The 554 RED HORSE is a self-sufficient organization that provides its 
own power and shelters, and can deploy to a bare-base location and set up within 24 
hours. This facility directly supports the mission by providing space for squadron 
headquarters and engineering operations for 158 Airmen assigned to the 554 RED 
HORSE Squadron and Airmen assigned to this Headquarters Engineering Facility. Pull 
Operational Capability (FOC) can not be achieved without this facility. 

CURRENT SITUATION; There are no facilities at NW Field that can meet this mission 
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1 . COMPONENT 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

2. DATE 

AIR FORCE 

(computer generated) 



3 . INSTALLATION AND LOCATION 4 . PROJECT TITLE 


ANDERSEN AIR FORCE BASE, GUAM PRTC - RED HORSE 

HEADQUARTERS/ENGINEERING FACILITY 


5. PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

610-127 


SAKW091006 

8,000 


requirement. This is a beddown of a mission to a location where no unit of this 
type exists. The 554 RED HORSE currently has all 158 personnel in place on Guam. 
Personnel are located in temporary facilities in the main base proper of Andersen 
APB and shop space is located in Sea Land containers in NW Field. 

IMPACT IF NOT PROVIDED; This project is critical to maintaining on-time phasing 
plans for units relocating to Northwest Field of Andersen AFB. The project 
supports re-stationing of forces off of the Korean peninsula. Without this 
facility, the RED HORSE mission to rapidly establish and sustain engineering 
support to the Air Force and other forces operating within the Pacific theater will 
be severely limited. This facility will provide the only available on-site 
headquarters and engineering work center required to support the 554 RED HORSE 
squadron being beddown at Northwest Field. Therefore, 13 AF, PACAF and PACOM lose 
capability to employ RED HORSE construction assets. The Squadron will not be able 
to prepare equipment/passenger UTCs to meet required 12 hour minimum enabler 
response time. The Squadron will lack primary training/ops center for C2, 
design/planning, training, and administrative functions in addition to RED HORSE 
specific special capabilities listed in API 10-209. 

ADDITIONAL; This project meets the criteria/scope specified in Air Force Handbook 
32-1084, "Facility Requirements". A preliminary analysis of reasonable options for 
accomplishing this project (status quo, lease/rent, relocate, and upgrade) was 
done. There is only one option that will meet the operational and current mission 
requirement. Therefore, a complete econcmiic analysis was not performed and a 
certificate of exception has been prepared. Sustainable principles, to include 
Life Cycle cost-effective practices, will be integrated into the design, 
development, and construction of the project in accordance with Executive Order 
13423, 10 use 2802 (c) , and other applicable laws and Executive Orders. Base Civil 
Engineer: LtCol Richard S, Mathews (671) 366-7101. PRTC - Red Horse 
Headquarters/Engineering Facility: 830 SM » 8,530 SP. 

JOINT USB CERTIFICATION; This facility can be used by other components on an "as 
available" basis; however, the scope of the project is based on Air Force 
requirements . 
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1. COMPONENT FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

AIR FORCE {computer generated) 

3 . INSTALLATION AND LOCATION 4 . PROJECT TITLE 

ANDERSEN AIR FORCE BASE, GUAM PRTC - RED HORSE 


I 4. PROJECT TITLE 
PRTC - RED HORSE 

HEADQUARTERS/ENGINEERING FACILITY 


6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

610-127 


SAKW091006 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Project to be accomplished by design-build procedures 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Most Recently Used - 

(3) All Other Design Costa 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 


(7) Energy Study/Life-Cycle 

analysis was/will be 

performed 

YES 

Equipment associated with 

this project provided 

from other appropriations: 



FISCAL YEAR 



PROCURING 

APPROPRIATED 

COST 

EQUIPMENT NOMENCLATURE 

appropriation 

OR REQUESTED 

($000) 

FURNISHINGS 

3400 

2011 

650 

COHPUTER/COMKUNICATIONS 

3400 

2011 

190 
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1. COMPONENT 

AIR FORCE 

FY 2011 MILITARY CONSTRUCTION PROGRAM 

2, DATE 

3. INSTALLATION AND LOCATION 

AVIANO AIR BASE, 

ITALY 

4. COMMAND: 

UNITED STATES AIR FORCES, 
EUROPE 

5. AREA CONST 

COST INDEX 

1.42 



PERMANENT 


ENL 


3105 

3093 


7, INVENTORY DATA ($000) 

a. Total Acreage: 1,192 

b. Inventory Total as of : (30 Sep 09) 

c. Authorization Not Yet in Inventory: 

d. Authorization Requested in this Program: 

f. Planned in Next Four Years Program: 

g. Remaining Deficiency: 

h. Grand Total: 


STUDENTS 


SUPPORTED 



608,000 

94,100 

29,200 

0 

9,400 

740,700 



9a, Future Projects: Typical Planned Next Four Years: 
None 


9b. Real Propery Maintenance Backlog This Installation: ($M) 61 


10. Mission or Major Functions: Conducts air and space combat and combat support operations in Europe s 
Southern Region. Maintains two F-16 fighter squadrons able to conduct regional and expeditionary 
operations under NATO, SACEUR or national tasking with conventional and non-conventional munitions. 
Maintains an air control squadron capable of air surveillance, control and communications. Provides 
command, control and support functions. 


11. Outstanding pollution and Safety (OSHA Deficiencies): 

a. Air pollution 0 

b. Water Pollution 0 


c. Occupational Safety and Health 


d. Other Environmental 
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5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27418 

141-753 


ASHE083011 

10,200 


1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
AVIANO AIR BASE, ITALY 


4 . PROJECT TITLE 

AIR SUPPORT OPERATIONS SQUADRON 
(ASOS) FACILITY 


9 . COST ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

($000) 

PRIMARY FACILITIES 




7,951 

XnfIT OPERATIONS FACILITY 

SM 

2,415 

3,022 

( 7,298 ) 

VEHICLE STORAGE 

SM 

550 

452 

( 249 ) 

FIELD EQUIPMENT STORAGE 

SM 

109 

965 

( 105 ) 

HAZARDOUS MATERIAL STORAGE 

SM 

12 

1,664 

( 20 ) 

EXTERIOR WASHRACR 

SM 

61 

7S4 

( 48 ) 

ANTITBRRORISM/FORCE PROTECTION 

LS 



( 77 ) 

SDO & BPACT05 

LS 



( 154 ) 

SUPPORTING FACILITIES 




1,171 

UTILITIES 

LS 



( 150) 

PAVEMENTS 

LS 



( 262 ) 

SITE IMPROVEMENTS 

LS 



( 303 ) 

COMMUNICATIONS 

LS 



( 300) 

DEMOLITION 

SM 

1,675 

39 

( 65) 

PASSIVE PORCH PROTECTION MEASURES 

LS 



( PI) 

SUBTOTAL 




9,122 

OOHTIKGEHCY (5.0%) 




456 

TOTAL CONTRACT COST 




9,578 

SUPERVISION, INSPECTION AND OVERHEAD (6.5%) 




623 

TOTAL REQUEST 




10,201 

TOTAL REQUEST (ROUNDED) 




10,200 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 




( J80.0 ) 


10. Description of Proposea conscruccxon: racixicy 

foundation and floor slabs, reinforced concrete columns and beams, clay tile and 
plastered masonry exterior walls and pitched clay tile roof. Additional work 
includes steel stud/gypsum board partition walls, metal doors, double glazed 
thermal pane windows, HVAC system, fire detection, fire suppression, power 
distribution, data and telephone pre-wiring, buried commimications cable, 
lightening protection and noise attenuation. This project will comply with DoD 
antiterrorism/ force protection requirements per Unified Facilities Criteria. 


Air Conditioning: 15 Tons 


11. Requirement: 3147 SM Adequate: 0 SM Substandard: 1675 SM 
PROJECT: Air Support Operations Squadron (ASOS) Facility. (New Mission) 

REQUIREMENT: A new facility is required to adequately support the administrative, 

operations, training, vehicle and equipment maintenance, and storage requirements 
for the 8 ASOS at Aviano AB, Italy. Facility must meet the ASOS Design Guide 
criteria and the base Architectural Design Guide standards. This project supports 
the Air Force Transformation initiative to support the collocation of the ASOS with 
its air support for aligned Army units. The ASOS provides command and control of 
close air support and maintains mission-ready air support operations personnel, 
radios, vehicles and mobility equipment. 
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1- COMPONENT 

FY 2011 MILITARY 

CONSTRUCTION PROJECT DATA 

2 . DATE 

AIR FORCE 

(computer generated) 

1 

3. INSTALLATION AND 

LOCATION 

4. PROJECT TITLE 


AVIANO AIR BASE, ITALY 

AIR SUPPORT OPERATIONS 
(ASOS) FACILITY 

SQUADRON 

5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. PROJECT NUMBER 8. PROJECT COST ($000) 

27418 

141-753 

ASHEOasOll 

10,200 


CURRENT SITUATION: The facility the 8 ASOS currently uses is scheduled for 
demolition as soon as they move out. There is no additional facility space 
available on Aviano AB that can be reconfigured/renovated to support the 
operational and maintenance requirements associated with the 8 ASOS mission. 

IMPACT IP NOT PROVIDED: The current facility is already scheduled for demolition 
and barely meets the absolute minimum operational requirements for the 8 ASOS 
mission. Failure to provide an adequate facility will continue to constrain 8 ASOS 
operations and maintenance critical to providing close air support. Without 
adequate space, valuable assets will remain exposed to the environment resulting in 
premature deterioration and increased cost. 

ADDITIONAL: This project meets the criteria/scope specified in the Air Force 

Handbook 32-1084, Facility Requirements, and the Air Force ASOS Design Guide. 

Design guide is in net square footage so office areas were increased by 30 percent 
and non-office area by 25 percent. This project is not eligible for NATO funding. 

An economic analysis was not completed because there is only one option that will 
meet the requirement; new construction. A certificate of exception has been 
prepared. Project must be accomplished in accordance with Italian laws and norms. 
This project will require US/Italian Mixed Commission approval. Design and 
construction will meet the stricter of Italian or US standards. Sustainable 
principles, to include Life Cycle cost-effective practices, will be integrated into 
the design, development and construction of the project in accordance with 
Executive Order 13423, 10 USC 2802 (c) and other applicable laws and Executive 
orders. Design and siting will be in compliance with the United States Air Force 
Protection Guidelines. ASOS: 2,415 SM » 25,995 SP; VEHICLE STORAGE; 550 SM » 5,920 
SF. BASE CIVIL ENGINEER: Lt Col Theodore Bloomer. Coannercial: 011-39-434-30- 
5720. 

FOREIGN CURRENCY: PCF Budget Rate Used: EURO-DOLLAR .7212 

JOINT USE CERTIFICATION: This facility can be used by other components on an "as 
available" basis; however, the scope of this project is based on Air Force 
requirements for a complete ASOS facility. 
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5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST (SOOO) 

27418 

141-753 


ASHE083011 

10,200 




1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3 . INSTALLATION AND LOCATION 
AVIANO AIR BASE, ITALY 


4. PROJECT TITLE 

AIR SUPPORT OPERATIONS SQUADRON 
(ASOS) FACILITY 


12. SUPPLEMENTAL DATA; 

a. Estimated Design Data: 

(1) Status: 

(a) Date Design Started 

(b) Parametric Coat Estimates used to develop costs 

* (c) Percent Complete as of 01 JAN 2010 

* (d) Date 35% Designed 

(e) Date Design Complete 

(f) Energy Study/Life-Cycle analysis was/will be performed 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Most Recently Used - 

(3) Total Cost (c) = (a) (b) or (d) + (e) : 

(a) Production of Plana and Specifications 

(b) All Other Design Costs 

(c) Total 

(d) Contract 

(e) In-house 

(4) Construction Contract Award 

(5) Construction Start 

(6) Construction Completion 


15-JUN-09 

YES 

15% 

15-JAN-lO 

30-SBP-10 

YES 


($ 000 ) 

612 

306 

91S 

632 

286 

11 FEB 

11 MAR 

12 MAR 


* Indicates completion of Project Definition with Parametric Cost Estimate 
which is comparable to traditional 35% design to ensure valid scope, 
cost and executability. 


b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 

PROCURING 

APPROPRIATION 

FISCAL YEAR 
APPROPRIATED 

OR REQUESTED 

COST 

($000) 

FURNISHINGS 

3400 

2011 

260 

COMMUNICATIONS EQUIPMENT 

3080 

2011 

12 0 
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5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

721-312 


ASHE123000 

19,000 


1. COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
AVIANO AIR BASE, ITALY 


4. PROJECT TITLE 
DORMITORY (144 RM) 


COST ESTIMATES 


U/M QUANTITY 


UNIT 1 COST 

COST I ($000) 


PRIMARY FACILITIES 
DORM AM PP/PCS-STD 
FORCE PROTBCTION/ANTI-TERRORISM 
SDD & EPACT05 
SUPPORTING FACILITIES 
DEMOLITION 
UTILITIES 
PAVEMENTS 
SITE IMPROVEMENTS 
EXTERIOR COMMUNICATIONS SUPPORT 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD (6.5%) 

DSSIGN/BUILD - DESIGN COST (4.0% OF SUBTOTAL) 

TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 


14,100 
( 13,710 ) 
( 130 ) 
( 260 ) 
2,390 
{ 459 ) 

{ 682 ) 
{ 363 ) 

( 532 ) 

( 354 ) 


16,489 

824 


17,314 

1,125 

660 


19,099 

19,000 


10. Description of Proposed Construction: One three-story 144 room donaitojry that 
meets the Base Architectural Design Guide standards, the Air Force Unaccompanied 
Housing Design Guide standards, and applicable Italian laws and norms. Facility to 
be at least LEED Silver Certifiable when complete. Facility includes reinforced 
concrete foundation and floor slabs, reinforced concrete beams and columns, plaster 
covered masonry walls, and pitched tile roof. The 144 Room Dormitory includes 
Dorms -4 -Airmen modules (as per Dormitory Design Guide), laundry room, storage room, 
lounge areas, all supporting utilities, and all site improvements to include 
parking. Force protection measures include requirements for AT/FP blast protection 
and AT/FP progressive collapse mitigation to include but not limited to standoff 
construction, reinforced walls, laminated glass, and exterior lighting. Facilities 
to be "demolished” (returned to Italy) are the 3 dormitories in Area A2 to include 
'pickeling' of each in preparation to turning them over to the Italian government 
at the time of A2 closure (removal from real property records) . 

Grade Mix: B1-B4 144 


11. Requirement: 747 RM Adequate: 612 RM Substandard: 135 RM 
PROJECT : Construct 144 RM Dormitory (Current Mission) 

REQUIREMENT; Major Air Force objectives are to provide for the safety and welfare 


of all airmen and to divest itself of unwanted assets. Area A2 has such major 
AT/FP violations that only a fraction of the facilities are still in use due to the 
risk to all airment living and working in this area. Goal is to eliminate or 
relocate all functions in A2 and return this area to Italy. Construction of the 
144 room dormitory (in accordance with the Air Force 2008 Dormitory Master Plan) 
removes all A2 dorm residents as 'soft targets* at risk in the event of a terrorist 
incident and also eliminates the major road block to "closing" Area A2 by 
relocating all dorm residents in A2 to the dormitory campus on the main part of the 
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1. COMPONENT 

AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

(computer generated) 

2. DATE 

3. INSTALLATK 

AVIANO AIR BA 

3N AND LOCATION 

3E, ITALY 


4. PROJECT TITLE 

DORMITORY (144 RM) 


5. PROGRAM ELEMENT 

27576 

6. CATEGORY CODE 

721-312 

7 . PROJECT NUMBER 

ASHE123000 

8. PROJECT COST ($000) 

19,000 


base. Facility to be at least LEED Silver Certifiable when complete. 

CURRENT SITUATION; Area A2 is a separate area from the main part of the base (5 


kilometers away), provides limited assets for base operations, and has major AT/FP 
violations that cannot be reasonably eliminated. The 3 dormitories in A2 sit 
within 10 feet of the area boundary with 2 dormitories sitting within IS feet of a 
major public road. Every day the residents of these dormitories are exposed as 
'soft targets' at risk in the event of a terrorist incident. Because of the 
severity of the force protection violations in A2, one dormitory has been closed 
completely and only 50% of a second dormitory is used (the rooms on the side away 
from the street) . Even with these changes, these 3 dormitories do not come close 
to meeting USAPB AT/FP requirements. In addition there are no reasonable measures 
that can be taken to lessen or eliminate the violations. The dormitories in A2 are 
also the primary road block to divesting of this entire area and returning it to 
Italy. As verified by the Air Force Dormitory Master Plan, the base has 
insufficient facilities on the main dormitory campus in Area P to adequately 
accomodate the permanent party unaccon^anied enlisted personnel living in the A2 
dormitories. Construction of a 144 room dormitory on the main dormitory campus in 
Area F would eliminate this shortfall and would eliminate putting airmen in a 
position as 'soft targets' at risk in the event of a terrorist incidient. 

IMPACT IF NOT PROVIDED; Airmen still being billeted in the A2 dormitories will 
remain 'soft targets' at risk in the event of a terrorist incident. The A2 
dormitories will remain the major road block to Aviano AB closing A2 and divesting 
itself of these assets by turning them over to Italy and thus, eliminating the 
major AT/FP violations, In addition, the cost to secure this area and to maintain 
all the facilities in this area will continue to be a burden on base resources and 
provide limited return on investment in support of base operations. 

ADDITIONAL: All known alternatives were considered during the development of this 

project. No other option could meet mission requirements. An economic analysis is 
being performed and results will be incorporated as soon as available. This 
project is identified as a requirement in the 2008 Aviano AB Dorm Master Plan. 

This project meets the criteria/scope specified in the new dormitory design 
standard known as "Dorms-4-Ainnen“ modules. Sustainable principles, to include 
Life Cycle cost effective practices, will be integrated into the design, 
development, and construction of the project in accordance with Executive Order 
13423, 10 use 2802 (c) and other applicable laws and Executive Orders. Facility to 
be at least LEED Silver Certifiable when complete. This project is not NATO 
eligible. PY2009 Unaccompanied Housing RPM Conducted: $1,198K? FYIO Unaccompanied 
Housing RPM Conducted: $1,167K; Future Unaccompanied Housing PRM requirements 
(estimated): FYll: $67K; FY12: None; PY13: None; FY14 : None. BASE CIVIL 

ENGINEER: Lt Col Theodore B. Bloomer, 011-39-434-30-5720/314-632-5720. Dormitory: 
4,752 SM = 51,132 SF. 

FOREIGN CURRENCY; FCF Budget Rate Used: EURO-DOLLAR .7212 

JOINT USE CERTIFICATION: Mission requirements, operational considerations, and 
location are incompatible with use by other components. 
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1 . COMPONENT 

AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT 

{computer generated) 

DATA 

2. DATE 

3 . INSTALLATION AND LOCATION 

AVIANO AIR BASE, ITALY 


4. PROJECT TITLE 

DORMITORY (144 RM) 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. PROJECT NUMBER 

8. PROJECT COST ($000) 

1 27576 

i 


721-312 

ASHE123000 

19/ 

000 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Project to be accomplished by design>build procedures 


(2) Basis: 

(a) Standard or Definitive Design - NO 

(b) Where Design Has Host Recently Used - 

(3) All Other Design Costs 510 

(4) Construction Contract Award 11 APR 

(5) Construction Start 11 JUL 

(6) Construction Completion 13 JUL 


(7) Energy Study/Life-Cycle 2 malysia was/will be performed NO 

b. Equipment associated with this project provided from other appropriations; 
N/A 
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FY 2011 MILITARY CONSTRUCTION PROGRAM 


AIR FORCE 


NSTALLATION AND LOCATION 
KUNSAN AIR BASE 
KOREA 


COMMAND: 

PACIFIC AIR FORCES 



1 PERMANENT 

iksbusbi 


29 

30 


5. AREA CONST 
COST INDEX 
1.07 


SUPPORTED 




a. Total Acreage: 2,557 

b. Inventory Total as of : (30 Sep 09) 

c. Authorization Not Yet in Inventory: 

d. Authorization Requested in this Program: 

e. Planned in Next Four Years Program: 

f. Remaining Deficiency: 

g. Grand Total: 


8. PROJECTS REQUESTED IN THIS PROGRAM 
CATEGORY 

CODE PROJECT TITLE 

171-212 DMT Flight Simulator 


9a. Future Projects: Typical Planned Next Four Years; 
211-152 Maint Complex, Ph 2-Accessory Shop 


(FY 2011) 


DESIGN 

START 

May-09 


1.579.092 
16,400 

7,500 

13,000 

110,100 

1.726.092 


STATUS 

CMPL 

Sep-10 


2,443 SM $13,000 
Total $13,000 


9b. Real Propery Maintenance Backlog This Installation 


10. Mission or Major Functions: A fighter wing supporting two F-1 6 fighter squadrons, a six squadron mission 
support group and a maintenance group, as well as a medical group. 


1 1 . Outstanding pollution and Safety (OSHA Deficiencies): 

a. Air pollution 

b. Water Pollution 


c. Occupational Safety and Health 

d. Other Environmental 


February 2010 


261 


55040A 

















257 


1. COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3 . INSTALLATION AND LOCATION 
KUNSAN AIR BASE, KOREA (REPUBLIC OF) 


4. PROJECT TITLE 

CONSTRUCT DMT FLIGHT SIMULATOR 
FACILITY 


5 . PROGRAM ELEMENT | 6. CATEGORY CODE 
27576 I 171-212 


7. PROJECT NUMBER 
MLNR093183 


8. PROJECT COST ($000) 
7,500 


9 . COST ESTIMATES 


ITEM 


U/M QUANTITY 


UNIT 

COST 


COST 

($ 000 ) 


PRIMARY FACILITY 
PLIGHT SIMULATOR FACILITY 
SOU & BP ACT 05 

ANTI-TBRRORISM/PORCB PROTECTION 
SUPPORTING FACILITIES 
UTILITIES 
PAVEMENTS 
SITE IMPROVEMENTS 
DEMOLITION 
SPECIAL FOUNDATIONS 
COMMUNICATIONS SUPPORT 

FUEL OIL TANK/BIKB RACK/TRASH ENCLOSURE 
PASSIVE FORCE PROTECTION MEASURES 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 


1,349 


5,216 
{ 5,069 ) 

( 97 ) 

( 50 ) 

1,487 
( 278) 

( 208) 

( 165 ) 

( 80) 

( 241) 

( 310) 

( 115) 

( 90) 
6,702 


SUPERVISION, INSPECTION AND OVERHEAD 
TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 

EQUIPMENT FROM OTHER APPROPRIATIONS (NON-ADD) 


(6.5%) 


7,500 

( 26,150.0 ) 


10. Description of Proposed Construction: Construct a new 1,349 SM, Distributed 
Mission Training (DMT) flight simulator building with concrete foundation amd floor 
slab, masonry walls, structural steel frame, and metal roof system. Facility will 
contain a 61' X 80' X 15' high bay for a four ship F-16C flight simulator, briefing 
rooms. Visual Threat Recognition Avoidance Trainer (VTRAT) room, admin and records 
space, classrooms, toilet facilities, trainer maintenance, storage, other indirect 
supporting spaces, and office space for contractor and military personnel. The 
facility must be designed to protect the classified nature of the training to be 
accomplished. Also includes utilities, security, access roads, anti- 
terroriam/force protection measures and all other necessary support to complete the 
project. This project demolishes the existing flight simulator facility (631 SM) . 
This project will comply with DoD antiterrorism/ force protection requirements per 
the unified facilities criteria. 


Air Conditioning: 


65 Tons 


11. Requirement: 1349 SM Adequate: 0 SM Substandard: 631 SM 
PROJECT: Construct a new flight simulator facility. (Current mission) 

REQUIREMENT: An adequately sized and configured flight simulator training facility 

necessary to support aircrew training activities critical for base flying 
operations. It is also required to house upcoming new aircraft flight simulators 
and other special training devices. The facility must include administration and 
records, classrooms, briefing rooms, toilet facilities, trainer maintenance, 
storage and other indirect supporting spaces to support training pilots on how to 
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1 . COMPONENT 

FY 2011 MILITARY 

CONSTRUCTION PROJECT 

DATA 2 . DATE 

AIR FORCE 

(computer generated) 


3. INSTALLATION AND 

LOCATION 

1 4 . PROJECT TITLE 

KUNSAN AIR BASE, KOREA (REPUBLIC OF) 

CONSTRUCT DMT 

FACILITY 

FLIGHT SIMULATOR 

5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7 . PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

171-212 

MLWR093183 

7,500 


U8© the aircraft in combat. The upcoming four F-16C Mission Training Centers 
(MTCs) will be networked to support multi-ship training. 

CURRENT SITUATION: The existing flight simulator facility, built in 1972, is 
severely old and deteriorated due to age and no major repairs. The existing 
facility is not large enough for three P-16 MTCs currently assigned and is very 
crowded due to its small size (62% compared with the current facility design 
criteria). The building exterior and interior finishes, such as floor, walls, 
ceiling tiles and roof, have severely worn out and require immediate replacement to 
meet current standards. Doors and windows are dilapidated and energy efficiency 
has diminished significantly as well as building security- The old and inadequate 
electrical lighting systems make the inside area dark. The noise level in the 
simulator bay is too high for the student and instructor to communicate 
effectively. This inadequate flight simulator facility represents a serious 
deficiency toward pilot readiness - 

IMPACT IF NOT PROVIDED: Without this project, the vital aircrew training 
requirements will continue to be performed in substandard conditions, thus 
ggriously compromising pilot readiness and mission in this main in-place 
warfighting base on the Korean peninsula. Furthermore it could result in 
significant degradation of operational capability 8md increase the potential for a 
serious mishap. Also new DMT equipment scheduled to arrive in FY 2012 would have 
to be placed in storage due to lack of space, unless a new Flight Simulator 
Training Facility is provided. 

ADDITIONAL: This project meets the criteria/scope specified in Air Force Handbook 

32-1084, "Facility Requirements". All known alternatives were considered during 
the development of this project. No other option could meet mission requir^ents; 
therefore, no economic analysis was performed. A certificate of exception will be 
prepared. This project is eligible for the Host Nation Funded Construction (HNFC) 
Program in the category of Combined Defense Improvement Program (CDIP) . However, 
due to the low level of CDIP funding (about $20M annually for Air Force) and many 
direct mission facility requirements, this project will not be funded within a 
reasonable time frame, over six years. Additionally, there are very real funding 
constraints placed on the HNFC program by the Land Partnership Plan (LPP) and 
Yongsan Relocation, This situation should persist until at least 2015. 

Sustainable principles, to include Life Cycle cost-effective practices, will be 
integrated into the design, development, and construction of the project in 
accordance with Executive Order 13423, 10 USC 2802 (c) , and other applicable laws 
and Executive Orders. Base Civil Engineer: LtCol Kelly Harshbarger, 011-826-3470- 
4095. Simulator Training Facility: 1,349 SM ® 14,520 SF. 

FOREIGN CURRENCY; FCP Budget Rate Used; WON 1025,6971 

JOINT USE CERTIFICATION: This facility can be used by other components on an as 
available basis; however the scope of the project is based on Air Force 
requirements . 
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1 . COMPONENT 

AIR FORCE 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

(coiiq>uter generated) 


3. INSTALLATION AND LOCATION 
KUNSAN AIR BASE, KOREA {REPUBLIC OF) 


4. PROJECT TITLE 

CONSTRUCT DMT FLIGHT SIMULATOR 

FACILITY 


S. CATEGORY CODE 

7. 

PROJECT NUMBER 

171-212 


MLWR093183 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Status: 

(a) Date Design Started 15-MAY-09 

(b) Parametric Coat Estimates used to develop costs YES 

* (c) Percent Complete as of 01 JAN 2010 15% 

* (d) Date 35% Designed 29-JAN-lO 

(e) Date Design Complete 30-SEP-10 

(f) Energy Study/Life-Cycle analysis was/will be performed YES 

(2) Basis: 

(a) Standard or Definitive Design - NO 

(b) Where Design Was Most Recently Used - 

(3) Total Cost (c) = (a) -t- (b) or (d) + (e) : ($000) 

(a) Production of Plans and Specifications 450 

(b) All Other Design Costs 225 

(c) Total 

(d) Contract 

(e) In-house ^^2 

(4) Construction Contract Award 13. FEB 

(5) Construction Start H 

(6) Construction Completion 12 OCT 

* Indicates completion of Project Definition with Parametric Cost Estimate 
which is comparable to traditional 3S% design to ensure valid scope, 
cost and executabillty . 


b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCLATURE 
FURNITURE, FURNISHINGS & EQUIP 
DMT FLIGHT SIMULATOR 


PROCURING 

APPROPRIATION 

FISCAL YEAR 
APPROPRIATED 

OR REQUESTED 

COST 

{$000 

3400 

2011 

150 

3800 

2011 

26,000 
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1. COMPONENT 
AIR FORCE 


3. INSTALLATION AND LOCATION 
AL UDEID AB, QATAR 


FY 201 1 MILITARY CONSTRUCTION PROGRAM 


giiiMMiini 


PERMANENT 


ENL 


CLASSIFIED DATA 


CLASSIFIED DATA 


7. INVENTORY DATA ($000) 

a. Total Acreage: Not US Owned Installation 

b. Inventory Total as of : (30 Sep 09) 

c. Authorization Not Yet in Inventory: 

d. Authorization Requested in this Program: 

f. Planned in Next Four Years Program: 

g. Remaining Deficiency: 

h. Grand Total: 


8, PROJECTS REQUESTED IN THIS PROGRAM: 
CATEGORY 

CODE PROJECT TITLE 

721-312 Blatchford-Preston Complex Ph III 


9a, Future Projects: Typical Planned Next Four Years: 


4. COMMAND: 5. AREA CONST 

AIR COMBAT COMMAND COST INDEX 
(AFCENT) 1.33 


STUDENTS SUPPORTED 





TOTAL 


Note 1 


TBD 

62,300 


(FY2011) 

COST DESIGN STATUS 
SCOPE $.000 START CMPL 

24,205 SM 62,300 Jun-10 Sep-10 


Unknown at this time 


9b. Real Property Maintenance Backlog This Installation: ($M 

10. Mission or Major Functions: 379 Air Expeditionary Wing - a multi-purpose wing that supports a range of 
missions to include: fighter, airlift, refueling, intelligence, surveillance and reconnaissance; Combined Air 
Operations Center; the Aerial Port Control Center, Expeditionary Air Mobility Squadron and an 
Expeditionary RED HORSE Group. 

NOTE 1 : Personnel numbers at a contingency location are classified, therefore not provided. 

NOTE 2; Not a US owned installation therefore we do not have real property data. 

NOTE 3; Some projects may be funded by host nation but are identified in the Al Udeid Master Plan 


1 1 . Outstanding Pollution and Safety (OSHA Deficiencies): 

a. Air pollution 

b. Water Pollution 

c. Occupational Safety and Health 

d. Other Environmental 
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1. COMPONENT 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

2. DATE 

AIR FORCE 

(computer generated) 



3 . INSTALLATION AND LOCATION 4 . PROJECT TITLE 

AL UDEID AB , QATAR BLATCHPORD- PRESTON COMPLEX, PHASE III 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

721-312 


ALUA073006B 

52,300 


9 . COST ESTIMATES 


— 

ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

($000) 

PRIMARY FACILITIES 




51,323 

BILLETING FACILITIES 

SM 

18,565 

2,200 

( 40,845 ) 

WAREHOUSES 

SM 

5,150 

1,465 

( 7,545 ) 

MEDICAL ADMINISTRATIVE FACILITY 

SH 

489 

2,850 

( 1,394 ) 

ANTITBRRORISM/PORCB PROTECTION 

LS 



( 513 ) 

SDD & BPACT 05 

LS 



( 1,026 ) 

SUPPORTING FACILITIES 




4,400 

UTILITIES 

LS 



( 1,600) 

SITE IMPROVEMENTS 

LS 



( 2,800) 

SUBTOTAL 




55,723 

CONTINGENCY (5.0%) 




2,786 

TOTAL CONTRACT COST 




58,509 

SUPERVISION, INSPECTION AND OVERHEAD (5.5%) 




3,803 

TOTAL REQUEST 




62,312 

TOTAL REQUEST (ROUNDED) 




62,300 

EQUIPMENT PROM OTHER APPROPRIATIONS (NON-ADD) 




( 4,900.0) 


10, Description of Proposed Construction: Construct dormitories with concrete 
foundations and masonry walls. Construction will also include a Medical 
Administrative Facility with concrete foundations and masonry walls and medical 
and furnishings management warehouses with concrete foundations and CMU walls with 
metal superstructure. Project includes all site work, inf rastructure/utilities , 
communications, fire protection/suppreseion and force protection required to make 
facilities complete and usable. This project will comply with DoD 

antiterrorism/force protection requirements per the Unified Facilities Criteria. 

11, Requirement: 4900 RM Adequate: 2548 RM Substandard: 4080 RM 

PROJECT: BLATCHPORD-PRESTON COMPLEX, PHASE III 

REQUIREMENT: Al Udeid has been identified by CENTCOM as an enduring location. 

Current contingency- standard billeting and support facilities, constructed in 2003, 
are overcrowded and failing and must be replaced with permanent facilities. The 
base requires billeting for a projected steady-state population of 5,200 personnel 
comprised of rotational and permanent -party personnel. Dormitories are being 
constructed to allow flexibility in room assicpments, with rotational personnel 
assigned 2+2, permanent -party assigned 1+1 and senior personnel (0-5, Chief) 
assigned 1+0. Total requirement is 4,900 rooms in 25 dormitories. The two 
dormitories in Phase III will result in 15 of 25 required dormitories. Additional 
support facilities provided by Phase III include a furnishing management warehouse 
(to store spare beds, mattresses, chairs, night tables and wardrobes), a medical 
administrative facility and a medical warehouse. 

CURRENT SITUATION: 13 of 25 required dormitories have previously been funded (9 by 
FY 2003 MILCON as Millennium Village, 2 by the Host Nation as part of CENTCOM 
Forward Headquarters and 2 by FY 2010 MILCON as BPC Phase II in FYIO). Remaining 
base population is still housed in temporary contingency-standard facilites 
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1 . COMPONENT 

AIR FORCE 

FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

(computer generated) 

2 . DATE 

3. INSTALLATION AND LOCATION 


4. PROJECT TITLE 


AL UDEID AB 

QATAR 



BLATCHFORD-PRESTON COMPLEX, 

PHASE III 

5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

1 

721-312 

ALUA073006B 

62,300 


constructed in 2003. Those facilities are now past their intended lifespan and are 
failing in the harsh Qatari climate. The temporary facilities are geographically 
separated from the permanent dormitories, causing operational inefficiencies 
(especially in support facilities now duplicated or split between Coalition 
Compound and BPC) and creating a division, both real and perceptual, between those 
living in temporary quarters and those in the newer, permanent-standard, 
facilities . 

IMPACT IF NOT PROVIDED: If Phase III and later phases are not funded aproximately 
half the base population will be forced to live in substandard temporary quarters. 
The base populace will be split between two living areas, base support will be 
forced to operate inefficiently from split locations and the contingency-standard 
temporary facilities will continue to deteriorate. The temporary facilities will 
require replacement at an estimated cost of $750,000 per facility as they fail. 
Total replacement will be required every five to seven years at a cost of $40 
million per replacement cycle. 

ADDITIONAL; This project meets the criteria/ scope specified in Air Force Handbook 
32-1084, Facility Requirements. An analysis of reasonable options for 
accomplishing this project was completed. It indicates there is only one option 
that will meet operational requirements; new construction. An economic analysis 
was not completed. Sustainable principles, to include Life Cycle cost-effective 
practices, will be integrated into design, development, and construction of the 
project in accordance with Executive Order 13423, 10 DSC 2602 (c) and other 
applicable laws and Executive Orders. This project is phase three of multiple 
planned phases and would result in 15 of 25 required permanent dormitories. The 
project is supported by CBNTCOM and is on the Master Plan Priority List (MPPL) . 

The Implementing Agreement signed in November 2002 between the United States 
Government and the Government of Qatar does not cover all construction. It did 
specify that the United States was responsible to fund Blatchford- Preston 
{Millennium Village) facilities. In 2000, Millennium Village was renamed 
Blatchford-Preston Complex by direction of COMOSCENTAF. Civil Engineer; Lt Col 
Michal Holliday; DSN 318-437-2152: (Blatchford-Preston Complex, billeting 
facilities 18,556 SM » 199,843 SF; furnishings warehouse 3,977 SM * 42,808 SF; 
medical administrative facility 489 SM = 5,264 SP; medical warehouse 1,150 SM * 
12,378 SF ) . 

JOINT USB CERTIFICATION: This facility can be used by other components on an as- 
available basis; however, the scope of the project is based on current 379 AEW, 

CAOC and SOCCENT HQ requirements as provided in the Al Udeid AB Implementing 
Agreement with the Government of Qatar. 
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3. INSTALLATION AND LOCATION 


4. PROJECT TITLE 

AL UDEID AB , QATAR 



BLATCHFORD-PRESTON COMPLEX, PHASE 




III 


5. PROGRAM ELEMENT 

27576 

6. CATEGORY CODE 

721-312 

7. PROJECT NUMBER 

ALUA073006B 

8. PROJECT COST ($000) 

62,300 


1. COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(cOTiputer generated) 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Status: 

{a) Date Design Started 

(b) Parametric Cost Estimates used to develop costs 

* (c) Percent Complete as of 01 JAN 2010 

* (d) Date 35% Designed 
(e) Date Design Complete 

(£) Energy Study/Life-Cycle analysis was/will be performed 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Most Recently Used - 

(3) Total Cost (c) a (a) + (b) or (d) + (e) : 

(a) Production of Plans and Specifications 
<b) All Other Design Costs 

(c) Total 

(d) Contract 
{e) In-house 

(4) Construction Contract Award 

(5) Construction Start 

(€) Construction Completion 


Ol-JUN-09 

YES 

15% 

15-JAN-lO 

30-SEP-10 

YES 


($ 000 ) 

3.738 
1,869 
5,607 

4.738 
869 

11 FEB 

11 MAR 

13 MAR 


* Indicates completion of Project Definition with Parametric Cost Estimate 
which is comparable to traditional 35% design to ensure valid scope, 
cost and executability . 


b. Equipment associated with this project provided from other appropriations: 


EQUIPMENT NOMENCI*ATURE 

PROCURING 

APPROPRIATION 

FISCAL YEAR 
APPROPRIATED 

OR REQUESTED 

COST 

($000) 

COMMUNICATIONS EQUIPMENT 

3080 

2012 

1,500 

FURNISHINGS 

3400 

2012 

3,400 
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1. COMPONENT 
AIR FORCE 


3. INSTALLATION AND LOCATION 
RAF MILDENHALL 
UNITED KINGDOM 


PERMANENT 


FY 2011 MILITARY CONSTRUCTION PROGRAM |2. DATE 


|4. COMMAND: 


AREA CONST 


UNITED STATES AIR FORCES COST INDEX 
IN EUROPE 1.13 


STUDENTS 



149 1623 6921 0| 


7. INVENTORY DATA ($000) 

a. Total Acreage: 1,123 

b. Inventory Total as of : (2007 - Replacement Cost) 

c. Authorization Not Yet in Inventory; 

d. Authorization Requested in this Program; 

e. Planned in Next Four Years Program: 

f. Remaining Deficiency: 

g. Grand Total: 


8. PROJECTS REQUESTED IN THIS PROGRAM 
CATEGORY 

CODE PROJECT TITLE 

112-21 1 Construct Extension Taxiway Alpha 


9a. Future Projects: Typical Planned Next Three Years; 
CATEGORY 

CODE PROJECT TITLE 

730-831 FY13 Main Gate Complex, Phase I 


SUPPORTED 

TOTAL 

OFF 


148^ 

967 

160 

3,739 


SCOPE 
40,163 SM 


SCOPE 
9,550 SM 


1,214,621 

0 

15,000 

4,500 

1,234,121 


$10,800 

COST DESIGN STATUS 
$000 START CM PL 

15.000 DESIGN-BUILD 

15.000 


$4,500 

COST DESIGN STATUS 
$000 START CMPL 
4,500 


9b. Real Propery Maintenance Backlog This Installation: ($M) So 


10. Mission Functions: The 100th Air Refueling Wing (ARW) is a large, diverse organization which conducts air 
refueling and combat support operations throughout the European and African areas of responsibility. Located 
at RAF Mildenhall in the United Kingdom, the wing directs reception and mobilizes for contingency operations. 
The 100th ARW refuels U.S. and partner nation military aircraft over a span of more than 20 million square 
miles using its 1 5 assigned KC-1 35 Stratotankers. The wing further supports more than 1 0,000 military, civilian, 
dependent and retiree personnel, including 3rd Air Force and four associated partner units. 


1 1 . Outstanding pollution and Safety (OSHA Deficiencies; 

a. Air pollution 

b. Water Pollution 

c. Occupational Safety and Health 

d. Other Environmental 
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1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
RAP MILDENHALL, UNITED KINGDOM 


I 4. PROJECT TITLE 
1 EXTEND TAXIWAY ALPHA 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

27576 

112-211 


QPQB063007 

15,000 


COST ESTIMATES 


U/M QUANTITY 


UNIT I COST 

COST I ($000) 


PRIMARY FACILITIES 
TAXIWAY PAVEMENT AND LIGHTING 
SDD & BPACT05 
SUPPORTING FACILITIES 
UTILITY RELOCATION 

SITE IHPROVBHBNTS/AIRFIELD DRAINAGE 

DEMOLITION - ROAD 

DEMOLITION - PENCE 

PERIMETER ROAD 

FENCING 

AIRFIELD MARKINGS 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION. INSPECTION AND OVERHEAD (3.5%) 

DBSIGN/BUILD - DESIGN COST (4.0% OP SUBTOTAL) 

TOTAL REQUEST 
TOTAL REQUEST (ROUNDED) 


40,163 


5,300 

700 


8,022 
( 7,872 ) 
( 150 ) 
5,422 
( 1,036) 
( 2,600) 
( 292 ) 

( 21 ) 

( 527 ) 

( 896 ) 

( 50 ) 


13,443 

672 


14,116 

353 

538 


15,006 

15,000 


10. Description of Proposed Construction: Construction of 75 foot wide concrete 
extension of Taxiway Alpha at the end of runway overrun (29 end) connecting with 
the existing Taxiway Alpha. Concrete to be suitable to support C5, C17 , and KCIO 
aircraft with Load Classification Number (LCN) of 75, with a 25 foot aephalt 
shoulder. Work to include all utilities and utility relocation and taxiway edge 
lights, Bubgrade and subbaee work, drainage, airfield lighting and other necessary 
airfield support as specified in USAPEI 32-1007 & NATO STANAG 3158. Additionally, 
the perimeter fence and road need to be demolished and fence replaced in new 
location along with new perimeter road with cinder shoulder. All work carried out 
is to comply with current Base, Host Nation, USAFE, NATO and NPPA standards, and 
include antiterrorism/ force protection requirements identified in DoD unified 
facilities criteria. 


Adequate: 0 SM Substandard! 0 SM 


11 . Requirement : 4016 3 
PROJECT; Extend Taxiway Alpha (Current Mission) . 

REQUIREMENT; Adequate taxiways are required to provide a safe and efficient route 


for aircraft to taxi to and from the rxmway, aircraft parking pads or apron. 

Taxiway alpha extension is required to improve air base operability by allowing all 
aircraft direct access to the usable underrun, eliminating the need to back-taxi. 
The extension will also expedite the strategic air traffic flow during operations 
like DESERT STORM, where aircraft were landing and taking-off every 15 minutes. 

New taxiway must be NATO-standard, 75-ft wide asphalt concrete tarmac designed and 
constructed to support the heaviest aircraft required to use the taxiway. Must 
include taxiway lighting system and associated electrical support. New perimeter 
road must be standard two-lane tarmac connected to and matching existing. New 
fence must be NATO-standard perimeter fencing to connect to existing. New Anti- 
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1. COMPONENT 

AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA | 2. DATE 

(computer generated) 

3 . INSTALLATION 

AND 

LOCATION 

4. PROJECT TITLE 

RAF MILDENHALL, 

UNITED KINGDOM 

EXTEND TAXIWAY ALPHA 

5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. PROJECT NUMBER 8. PROJECT COST ($000) 

27576 


112-211 

QPQE063007 15,000 


Vehicle Barrier (AVB) cable must be installed to match and connect with existing 
AVB. Area affected by new taxiway construction, perimeter road relocation, fence, 
AVB, and associated support facilities must be landscaped to return to existing, be 
brought up to security forces boxindary area standards, or required to meet airfield 
management requirements for finished areas adjacent to operational aircraft 
surfaces . 

CURRENT SITUATION; Departing aircraft are required to back- taxi for the remaining 
1000 ft of the rxmway in order to reach the farthest useable area of the active 
runway. This causes delays in aircraft operations as aircraft back-taxiing do not 
allow any other aircraft to take-off /land on the runway. The final location of the 
aircraft prior to take-off is also effectively shortened as the space required to 
position for take off is farther into the useable area of the runway. The overruns 
are used on a regular basis to meet the miniiBum takeoff distances. These aircraft 
have to back-taxi to the end of the overrxm. This is not a problem for "single" 
aircraft; however, it is extremely difficult and poses an unnecessary safety risk 
when launching in large formations. For example, KC-1358, which normally use 20 
second intervals between aircraft during formation takeoffs, currently require 170 
second intervals. Since the aircraft cannot begin to move into the overrun until 
the preceding aircraft departs, lengthy rejoin problems occur in flight (i.e. a 
large formation might stretch out for over 100 miles while aircraft rejoin into 
formation. Current runway length, including overrtm from the 29 end, is 10221 ft, 
however only 9221 ft is currently available to launch aircraft without back- 
taxiing. 

IMPACT IF NOT PROVIDED: If this project is not executed the runway will continue 
to require all aircraft to back-taxi and take-off with an operationally shortened 
runway. The back-taxiing requires greater monitoring by airfield management and 
terminal air traffic control personnel during aircraft movement. During increased 
ops tempo, the minor delays due to back-taxiing and minor decreases in load 
capacity that each aircraft incurs are compounded exponentially and may cause 
significant negative impacts to the primary mission of the 100 Air Refueling Wing. 
ADDITIONAL: This project may be eligible for NATO Infrastructure connnon funding; 

the project has been proposed for inclusion in the NATO capability package 9A-1301 
AAR. Current funding issues with NATO will require submission of a prefinancing 
statement. This project meets the criteria specified in Air Force Handbook 32- 
1084, "Civil Engineering Facility Requirements." A preliminary analysis of 
reasonable options for accomplishing this project (extend taxiway and status quo 
operations) was done. It indicates a taxiway extension is the only option that 
meets operational requirements. Because of this, a full economic analysis was not 
performed. A certificate of exception has been prepared. Sustainable principles, 
to include Life Cycle cost effective practices, will be integrated into the design, 
development, and construction of the project in accordance with Executive Order 
13423, 10 use 2802 (c) and other applicable laws and Executive Orders. 

Base Civil Engineer: Lt Col MATT E. GREENE. P.E., Comm. 011-44-1638-54-2205. 

Extend Taxiway Alpha; 40,163 SM » 432,311 SP. 

FOREIGN CURRENCY: FCF Budget Rate Used: POUND .5905 

JOINT USE CERTIFICATION; This is an installation utility/infrastructure project, 
and does not qualify for joint use at this location. However, all tenants on this 
installation are benefited by this project. 
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1 . COMPONENT 

AIR FORCE 

PY 2011 MILITARY CONSTRUCTION PROJECT DATA 

(computer generated) 




4 . PROJECT TITLE 
EXTEND TAXIWAY ALPHA 


6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

112-211 


QFQE063007 


3. INSTALLATION AND LOCATION 
RAP MILDENHALL, UNITED KINGDOM 

5. PROGRAM ELEMENT 6. CATEGC 

27576 112- 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 

(1) Project to be accomplished by design-build procedures 

(2) Basis: 

(a) Standard or Definitive Design - NO 

(b) Where Design Was Most Recently Used - 

(3) All Other Design Costs 450 

(4) Construction Contract Award 11 FSB 

(5) Construction Start 11 APR 

(6) Construction Completion 12 MAY 

(7) Energy Study/Life-Cycle analysis waa/will be performed YES 

b. Equipment associated with this project provided from other appropriations: 
N/A 
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1 . COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
WORLDWIDE UNSPECIFIED 


4. PROJECT TITLE 

UNSPECIFIED MINOR CONSTRUCTION 


5. PROGRAM ELEMENT 

6 . CATEGORY CODE 

7. 

PROJECT NUMBER 

91211 

962-11 


PAYZ110003 


8. PROJECT COST ($000) 
18,000 


9 . COST ESTIMATES 


ITEM 


PRIMARY FACILITIES 
UWSPBCIPIBD MINOR CONSTRUCTION 
SUPPORTING FACILITIES 
SUBTOTAL 

TOTAL CONTRACT COST 

TOTAL REQUEST 

TOTAL REQUEST (ROUNDED) 


U/M 


TWIT 

COST 


COST 

($ 000 ) 


18,000 
( 18,000 ) 
0 

18,000 


18,000 


18,000 

18,000 


10, Description of Proposed Construction: 


Substandard: 


11. Requirement: Adequate: 

PROJECT: As required. 

REQUIREMENT: Minor construction projects authorized by 10 U.S. Code 2805 are 

jmilitary construction projects with an estimated funded cost between $750,000 and 
$2,000,000; however projects with an estimated funded cost of up to $3,000,000 may 
be funded under this authority to correct life, health, or safety deficiencies. 
This package provides a means of accomplishing urgent projects that are not 
identified but which are anticipated to arise during FYll. Included would be 
projects to support new mission requirements, support of new equipment and 
concepts, and other essential support to Air Force missions and functions that 
could not wait until availability of PYll Military Construction Program funds. 
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5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. 

PROJECT NUMBER 

8. PROJECT COST ($000) 

91211 

102-11 


PAYZ110002 

66,336 


1. COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
WORLDWIDE UNSPECIFIED 


4. PROJECT TITLE 
PLANNING AND DESIGN 


9 . COST ESTIMATES 


PRIMARY FACILITIES 
PLAMNIMG AND DESIGN 
SUPPORTING FACILITIES 
SUBTOTAL 

TOTAL CONTRACT COST 

TOTAL REQUEST 

TOTAL REQUEST (ROUNDED) 


U/M 


QUANTITY 


10. Description of Proposed Construction: 


UNIT 

COST 


COST 

($ 000 ) 


66,335 
{ 66,336 ) 


66,336 

66,336 


11. Requirement; Adequate: Substandard: 

PROJECT; As required. 

REQUIREMENT; These planning and design funds are required to complete the design 
of facilities in the PY12 Military Construction Program, initate design of 
facilities in the PY13 Military Construction Program, and accomplish planning and 
design for major and complex technical projects with long lead-time to be included 
in subsequent Military Construction programs. Also provide funds for value 
engineering and for the support of design and construction management of projects 
that are funded by foreign governments and for design of classified and special 
programs. In addition, these funds are also used for developing the Tri-Services 
Cost Estimating Guide amd Unified Facilities Criteria. 
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DEPARTMENT OF THE AIR FORCE 
MILITARY FAMILY HOUSING 
FISCAL YEAR 201 1 BUDGET REQUEST 


NARRATIVE SUMMARY 


This Military Family Housing request reflects the Air Force’s commitment to revitalize 
inadequate houses and provide service members with homes that meet contemporary standards 
similar to the size and floor pattern of homes constructed in the local community. The Air Force 
created the Air Force Family Housing Master Plan (FHMP) as the “roadmap” to guide our 
planning and programming of investment, operations and maintenance, and privatization in 
militciry family housing. 

This budget request fully funds the AF FHMP which privatizes all family housing in CONUS 
bases and sustains and modernizes family housing in overseas bases. The Air Force FHMP 
provides a balanced, requirements based strategy that integrates and prioritizes traditional 
construction and operations and maintenance, with a measured approach to privatization into a 
single “roadmap.” The Air Force recognizes that we rely on the local community and privatized 
housing to provide more than 75 percent of our military family housing needs. When local 
community housing is unavailable, or inadequate, or demand for base housing is high due to 
economic factors, we construct, replace, improve, or repair and maintain existing military family 
housing to modern-day, industry standards. Also, where possible and fiscally appropriate, we 
attempt to lease adequate housing for our families. 

Consistent with AF FHMP priorities, this budget provides a program that emphasizes 
construction to upgrade homes to whole-house standards, and supports operations and 
maintenance of our housing inventory for daily operations to “keep the doors open” and where 
needed to keep “good houses good.” In this way we prevent deterioration in our existing 
adequate inventory. We are accelerating revitalization of inadequate homes in the worst 
condition by improving or replacing to contemporary standards, where economically justifiable. 

The operations, maintenance and leasing accounts predominantly support “must pay” 
requirements. These costs include service contracts, lease contracts, utilities, and essential 
maintenance for operating the units and contract funding to correct life safety, health, and facility 
preservation issues that cannot wait for MILCON funding. 

We believe this funding profile represents a well-balanced, fiscally constrained program. By 
allocating adequate funds to construction investment, we are sustaining and modernizing our 
inadequate units, and ensuring M&R dollars arc working to fund “must pay” bills and essential 
housing repairs. We respectfully request full support for the Air Force family housing needs 
presented herein. 
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U. S. {includes HI and AK) Foreign {includes U.S. Territories) World-Wide Totals 
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Air Force Inadequate Family Housing Units Eliminated in FY2009 


MAJCOM 

Project Type 

Base 

Total 
Inventory 
minus 
Leased & 
Privatized 

Total 

Inadequate 

Inventory 

Total 

Inadequate 

Addressed 







Units at the beqinninq of FY2009 

39,649 

11,019 


: ® * j 




FY2009 traditional construction, improvement, and 
O&M oroiects to eliminate inadequate units 



1,787 

PACAF 

improve Hsg 

Kadena 

8,361 

614 

614 

USAFE 

Improve Hsg 

Lajes 

452 

184 

184 

PACAF 

Improve Hsg 

Misawa 

2,241 

370 

370 

USAFE 

Improve Hsg 

RAF Alconbury 

232 

115 

71 

USAFE 

Replace Hsg 

RAF Lakenheath 

1,980 

198 

182 

USAFE 

Improve Hsg 

RAF Lakenheath 

- 

16 

PACAF 

Improve Hsg 

Yokota 

2,630 

379 

350 







Privatization projects executed to eliminate 
inadeouate housinq 

-564 


564 

AETC j Privatize Hsg 

Lackland 

-564 


564 






Units demolished/otherwise permanently removed 
from familv housinq inventory 

-1,406 


8 

PACAF Transferred 

Andersen 

-1,319 


0 

I 





Projects added by Congress in previous FY 

0 

( 

0 

^ ■ 




Deficit Construction oroiects 

0 


0 



















Units at end of FY2009 

37,679 

8,660 

2,359 
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Air Force Inadequate Family Housing Units Eliminated In FY2010 


MAJCOM 

Project Type 

Base 

Total 
Inventory 
minus 
Leased & 
Privatized 

Total 

Inadequate 

Inventory 

Total 

Inadequate 

Addressed 







Units at the beginning of FY2010 

37,679 

8,660 


I 




FY2010 traditionai construction, improvement, and 
O&M projects to eiiminate inadeguate units 

8,355 


365 

PACAF 

Improve Hsg 

Kadena 

8,209 

sS 

364 

USAFE 

Improve Hsg 

Menwith Hill 

146 

65 

1 







Privatization projects executed to eiiminate 
inadequate housing 

-1,987 

0 

1,094 

ACC 

Privatize Hsg 

Beale 

-775 


731 

PACAF 

Privatize Hsg 

Eielson 

-1110 

363 

AFMC 

Privatize Hsg 

Wright-Patterson II (DIP) 

-102 


0 







Units demolished/otherwise permanentiy removed 
from family housing inventory 

-1,799 


669 

I 




Projects added by Congress in previous FY 

0 


0 






Deficit Construction projects 

0 


0 





Units at end of FY2010 

33,893 1 

6,532 

2,128 
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Air Force Inadequate Family Housing Units Eliminated in FY2011 


MAJCOM 

Project Type 

Base 

Total 
Inventory 
minus 
Leased & 
Privatized 

Total 

Inadequate 

Inventory 

Total 

Inadequate 

Addressed 

— 





Units at the beginning of FY2011 

33,893 

6,532 


i I 





FY2011 traditional construction, improvement, and 
O&M oroiects to eliminate inadequate units 

7,919 


404 

PACAF 

Improve Hsg 

Kadena 

7,806 

403 

403 

USAFE 

Improve Hsg 

Menwith Hill 

113 

64 

1 







Privatization projects executed to eliminate 
inadequate housinq 

-15,634 


5,547 

AFMC 

Privatize Hsg 

Arnold 

-40 


40 

AFSOC 

Privatize Hsg 

Cannon 

-953 

591 

AFSPC 

Privatize Hsg 

Cavalier 

-1^ 

12 

AMC 

Privatize Hsg 

Charleston 

-726 

462 

ACC 

Privatize Hsg 

Dyess II 

-992 

0 

AFMC 

Privatize Hsg 

Edwards 

-796 

0 

AFMC 

Privatize Hsg 

Eglin 

-1340 

1214 

ACC 

Privatize Hsg 

Ellsworth 

-283 

214 

AFPSC 

Privatize Hsg 

FE Warren 

-827 

617 

AMC 

Privatize Hsg 

Grand Forks 

-833 

286 

AFSOC 

Privatize Hsg 

Hurlburt 

-380 

366 

AETC 

Privatize Hsg 

Keesler 

-1,188 

0 

AFSPC 
AMC ■ 

Privatize Hsg 
Privatize Hsg 

Malmstrom 

McConnell 

-1,314 

-493 

198 

286 

ACC 

Privatize Hsg 

Minot 

-1,746 

140 

ACC 

Privatize Hsg 

Mt Home 

-1,155 

359 

ACC 

Privatize Hsg 

Seymour Johnson 

-898 

0 

ACC 

Privatize Hsg 

Shaw 

-735 

732 

ACC I Privatize Hsg 

Whiteman 

-921 

30 

! 





Units demoHshed/otherwIse permanently removed 

-2,106 


921 

USAF 

Other 

Various bases - Adjustments 
for O&M "whole house" 
projects, demolition, and 
adjustments in execution 

0 


0 







Projects added by Congress in previous FY 

0 


0 

I I 

■ 1 



Deficit Construction projects 

0 


0 


^ 














1 



Units at end of FY2011 

16,153 

63 

6,872 













Note: 






1 . Kadena units will become Inadequate in FY11 
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DEPARTMENT OF THE AIR FORCE 
MILITARY FAMILY HOUSING 
FISCAL YEAR 201 1 BUDGET REQUEST 


INDEX 

SUBIECT 

FAMILY HOUSING NARRATIVE 
Summary of Adequate Housing FH-1 1 
Air Force Inadequate Housing Units Eliminated FH-8 

INDEX 

FINANCIAL SUMMARY 

LEGISLATIVE LANGUAGE 

Authorization 

Appropriation 

NEW CONSTRUCTION 

New/Cuaent Mission Activities 

Construction Purpose and Scope 


PAGE 

277 

278 

279 

283 

285 

287 

288 

289 

290 


POST ACQUISITION CONSTRUCTION 

Purpose and Scope 
Overseas 
Japan 

United Kingdom 

Post Acquisition Over S50,000 per Unit 
Overseas 

Kadena AB, lapan 
RAF Menwith Hill, UK 

ADVANCE PLANNING AND DESIGN 


291 

294 

294 


296 

298 

299 
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DEPARTMENT OF THE AIR FORCE 
MILITARY FAMILY HOUSING 
FISCAL YEAR 201 1 BUDGET REQUEST 

INDEX 

SUBJECT PAGE 

OPERATION AND MAINTENANCE SUMMARY 

Narrative (Purpose and Scope) 301 

Inventory and Funding Summary FH-2 304 

Historic Housing FH-6 308 

OPERATIONS 311 

Management OP-5 312 

Services OP-5 3 14 

Furnishings OP-5 3 1 5 

Miscellaneous OP-5 318 

UTILITIES OP-5 321 

MAINTENANCE OP-5 325 

MAINTENANCE AND REPAIR OVER $20,000 PER UNIT 329 

GENERAL OFFICER QUARTERS OVER $35,000 PER UNIT 33 1 

REIMBURSABLE PROGRAM OP-5 335 

LEASING 

Purpose and Scope 337 

OP-5 339 

Exhibit FH-4, Leasing (Other than Section 80 1 & 802) 340 

Exhibit FH-4A, High Cost Foreign Leased Units 341 

Exhibit FH-4B, Section 801 Leases 342 

HOUSING PRIVATIZATION 343 

PB-18 EXHIBIT, Foreign Currency Exchange Data 355 
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DEPARTMENT OF THE AIR FORCE 
MILITARY FAMILY HOUSING 
FISCAL YEAR 2011 BUDGET REQUEST 


FY 201 1 FINANCIAL SUMMARY 

AUTHORIZATION FOR APPROPRIATION REQUESTED FOR FY 2011; 


FUNDING PROGRAM FY 201 1 


ISOOOI 

Construction 


S 0 

Post-Acquisition Construction 


73,800 

Advance Planning and Design 


4,225 

AonroDriation Reauest: Construction 


78,025 

Operations, Utilities and Maintenance 

Operating Expenses 

Utilities 

Maintenance 

113,277 

89,245 

161,696 

364,218 

Housing Privatization 


53,903 

Leasing - Worldwide 


95,671 

Aonronriation Reauest: O&M. Leasing, 

Housing Privatization and Debt Payment 


513,792 

AnoroDriation Reauest 


591,817 

Reimbursement Program 


5,588 

FY 201 1 FAMILY HOUSING PROGRAM 


597,405 
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DEPARTMENT OF THE AIR FORCE 
MILITARY FAMILY HOUSING 
FISCAL YEAR 201 1 BUDGET REQUEST 

FY 201 1 AUTHORIZATION LANGUAGE 


SEC. 2302. FAMILY HOUSING 


Using amounts appropriated pursuant to the authorization of appropriations in section 
2304(a)(5)(A), the Secretary of the Air Force may cany out architectural and engineering 
services and construction design activities with respect to the construction or 
improvement of military family housing units in an amount not to exceed $4,225,000. 

SEC. 2303. IMPROVEMENT TO MILITARY FAMILY HOUSfNG UNITS 

Subject to section 2825 of Title 10, United States Code, and using amounts appropriated 
pursuant to the authorization of appropriations in section 2304(a)(5)(A), the Secretary of the Air 
Force may improve existing military family housing units in an amount not to exceed 
$73,800,000. 

SEC. 2304. AUTHORIZATION OF APPROPRIATIONS, AIR FORCE 
(a) IN GENERAL 

(5) for Military Family Housing functions - 

(A) For planning and design, and improvement of military family 
housing and facilities, $78,025,000. 

(B) For support of military family housing 
(including functions described in section 2833 
of Title 10, United States Code), $513,792,000. 
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DEPARTMENT OF THE AIR FORCE 
MILITARY FAMILY HOUSING 
FISCAL YEAR 201 1 BUDGET REQUEST 

FY 201 1 APPROPRIATION LANGUAGE 


Family Housing Construction, Air Force 

For expenses of family housing for the Air Force for construction, including acquisition, 
replacement, addition, expansion, extension and alteration, as authorized by law, $78,025,000 to 
remain available until September 30, 2015. 

Family Housing Operations and Maintenance, Air Force 

For expenses of family housing for the Air Force for operations and maintenance, 
including, leasing, minor construction, and principal and interest charges as authorized by law 
$513,792,000. 
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DEPARTMENT OF THE AIR FORCE 
MILITARY FAMILY HOUSING 
FISCAL YEAR 201 1 BUDGET REQUEST 

FY 201 1 NEW/CURRENT MISSION ACTIVITIES 

In compliance with the Senate Appropriations Committee Report (100-380) on the FY 1989 
Military Construction Appropriation Act, the Air Force has included the following exhibit that 
displays construction projects requested in two separate categories: new mission and current 
mission. "New Mission" projects are projects that support deployment and beddown of new 
weapon systems, new program initiatives, and major mission expansions. Current Mission 
projects are projects that either replace inadequate existing facilities or construct new facilities 
which are not available to meet current requirements. 


REQUESTED 

NUMBER OF AUTHORIZATION 

LOCATION MISSION UNITS AMOUNT ($000) 


SUMMARY: 

NEW MISSION TOTAL 
CURRENT MISSION TOTAL 
IMPROVEMENTS 
PLANNING AND DESIGN 
GRAND TOTAL 


REQUESTED 
AUTHORIZATION 
AMOUNT rSOOQ) 

$ 0 

$ 0 

S 73,800 

S 4.225 

$ 78,025 
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DEPARTMENT OF THE AIR FORCE 
MILITARY FAMILY HOUSING 
FISCAL YEAR 2011 BUDGET REQUEST 

FY 201 1 NEW CONSTRUCTION 


Program Hn Thousands') 
FY 20 11 Program $ 0 

FY 2010 Program S 0 


Purpose and Scope 

This program provides for the construction of new homes where the local community cannot provide 
adequate housing and replacement of existing homes, where improvements for Air Force personnel are 
not economically feasible, and support facilities where existing facilities are inadequate. Costs reflect 
all amounts necessary to provide complete and usable facilities. 

Program Summary 

A summary of the funding program for FY 2011 is as follows: 

AUTHORIZATION Number of Requested 

Tvpe/Locations Mission Units Amount ISOOO') 


AUTHORIZATION Requested 

Amount ('SOOO') 

NEW MISSION TOTAL S 0 

CURRENT MISSION TOTAL S 0 

IMPROVEMENTS S 73,800 

PLANNING AND DESIGN S 4,225 

GRAND TOTAL $ 78,025 
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DEPARTMENT OF THE AIR FORCE 
MILITARY FAMILY HOUSING 
FISCAL YEAR 2011 BUDGET REQUEST 

FY 201 1 POST ACQUISITION CONSTRUCTION 

Program fin Thousands') 

FY 2011 Programs 73,800 
FY 2010 Program S 61,787 

Purpose and Scope 

The Air Force has approximately 33,900 owned units and 38,800 privatized units in the 
beginning of FY 2011. The average age of housing units in the Air Force inventory is over 25 
years. Based on recent analysis incorporated into the Air Force Family Housing Master Plan 
(AF FHMP), in the FY 201 1 approximately 14,100 units require privatization and 400 units 
require renovation to meet contemporary living standards. Many of these units require major 
expenditures to repair or replace deteriorated mechanical, electrical, or structural components, 
and to provide some of the basic modem amenities found in comparable community housing. 
The Post Acquisition Construction Program provides this needed revitalization. Each project 
also includes a significant amount of concurrent maintenance and repair to maximize the project 
cost effectiveness. 

The Air Force is the acknowledged DoD leader in developing the "whole house" revitalization 
concept. Whole house is the combination of needed maintenance and repair together with 
improvements to bring the unit to contemporary standards. In addition, we are looking beyond 
the house to the entire housing area in our requirements plan. Our "whole neighborhood" 
concept is being refined and includes the development of supporting housing infrastmeture 
requirements, neighborhood vehicular and pedestrian circulation concepts to consider siting, 
density, landscaping, parking, playgrounds, recreation areas and utilities, in addition to the 
housing unit itself 

Consistent with Authorization and Appropriation Committees' language in FY 1 990, the Air 
Force is seeking to maintain funding in this account to continue revitalizing our aging homes. 
Consistent with Appropriation Committees' language in FY 1985, the Air Force has gathered 
data on the post acquisition construction projects to detail past projects on these units and any 
future work being programmed within a three year period. This information is provided as a part 
of this submittal. 
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DEPARTMENT OF THE AIR FORCE 
MILITARY FAMILY HOUSING 
FISCAL YEAR 201 1 BUDGET REQUEST 

Program Summary 
Authorization is requested for; 

(1) Various improvements to existing public quarters, as described on DD Form 1391, 

(2) Appropriation of $73,800,000 to fund projects in FY 2011. 


NOTE: Projects within the program are within the stamtory limitation of $50,000 per unit 
adjusted by area cost factor, except as identified by separate DD Form 1391. 
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1. COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 


3, INSTALLATION AND LOCATION 
VARIOUS AIR FORCE BASES 


4. PROJECT TITLE 

FAMILY HOUSING POST ACQUISITION 
CONSTRUCTION 


6. PROGRAM ELEMENT 
88742/31196 


6. CATEGORY CODE 
711-000 


7. PROJECT NUMBER 


8. PROJECT COST ($000) 

73.800 


9, COST ESTIMATE 


ITEM 


UNIT COST 


COST 

($ 000 ) 


POST acquisition construction 

PROJECTS TO IMPROVE HOUSING UNITS 
TOTAL CONTRACT COST 
TOTAL REQUEST 


UN 


404 


73,800 

73,800 

73,800 


10. DESCRIPTION OF PROPOSED CONSTRUCTION: Includes all work necessary to revitalize military family 
housing by providing: air-conditioning, where authorized; modem functional layouts; soundproofing; and utility and 
site improvements. Energy conservation actions include new and additional insulation, stomi windows, solar screens, 
and efficient heating and cooling systems. 

1 1, PROJECT : This request is for an authorization and appropriation of S73.8 million to accomplish improvement in 
family housing. 

RFOUTRHMENT : To revitalize and improve the livability of older, obsolete family housing units, to conserve energy 
in these older housing units, and to bring utility systems up to current safety standards. Whole-house improvements 
include but are not limited to: kitchen upgrades, bathroom additions/upgrades, repair/replaccment of roofs, upgrade of 


mechanical and electrical systems, replacement of windows, doors, floors, and exterior improvements (patios, fences, 
storages, etc.) 

CURRENT SITUATION : The majority of these family housing units were constructed during the late 1950’s through 
1980’s using various design and construction criteria, with different types of material, equipment, and appliances. 
Insulation, storm windows and doors, etc. are needed to conserve energy and reduce operating costs. This program 


will extend the useful life of many of our older, less modem units by enhancing livability, functionality, reducing 
operation costs and improving safety standards. 

ADDITIONAL : These projects meet the critcria/scope specified in Part II of Military Handbook 1 190, “Facility 
Planning and Design Guide.” Energy evaluation/life-cycle cost analysis was pcrfomied in support of these projects. 
The Air Force will improve existing family housing units to the size and floor pattern similar to the local 
standards and up to the following size: EI-E6: 2 BR (1080 NSF/1340 GSF), 2 BR Modified (1 180 
NSF/1480 GSF), 3 BR (13 10 NSF/1630 GSF), 4 BR (1570 NSF/1950 GSF), 5 BR (1850 NSF/2300 GSF); 
E7-E9/0I-03: 2 BR (1200 NSF/1490 GSF), 2 BR Modified { 1 350 NSF/1670 GSF), 3 BR (1500 NSF/1860 
GSF), 4 BR (1730 NSF/2150 GSF), 5 BR (2020 NSF72510 GSF); 04-05: 3 BR (1630 NSF/2020 GSF), 4 
BR (1860 NSF/2310 GSF); 0-6: 4 BR (2030 NSF/2520 GSF); 0-7: 4 BR (2690 NSF/3330 GSF). 

DD FORM 1391, DEC 76 PREVIOUS EDITIONS MAY BE USED INTERNALLY PAGE NO 

UNTIL EXHAUSTED 


February 2010 


293 


55040A 













286 


1. COMPONENT 
AIR FORCE 


FY 


2. DATE 


2011 MILITARY CONSTRUCTION PROJECT DATA 


3. INSTALLATION AND LOCATION 
VARIOUS AIR FORCE BASES 


4, PROJECT TITLE 

5. PROJECT NUMBER 

POST ACQUISITION CONSTRUCTION 



10. Description of work to be accomplished 
Location and Project 

OVERSEAS 


Current Working 
Estimate ($000) 


JAPAN 

KADENA AB 73,750 

IMPROVE FAMILY HOUSING 
LXEZl 14127 

- Whole-house renovation - Provide general interior and exterior modernization, 
renovation and repair of 86 housing units. Include utility upgrades and addition 
to meet current standards. Correct 4-bedroom base deficit through conversion of 

56 3-bedroom units to 4-bedroom units, upgrade kitchens, bathrooms and furnishings; 
improve floor plans, providing energy efficiency. Provide parking. Provide handicap 
improvements. Include infrastructure/systems utility mains/servdce lines and electrical 
distribution system. Improve neighborhood - street system/sidewalks, fencing, patios, 
and playgrounds/recreation areas. Include all environmental removal/disposal work. 

Partial Improvements/Storage - Provides partial improvements of 3 17 housing units that 
were built in the 1990s to include upgrade of interior finishes and utility to meet current 
standards and energy efficiency and provision of storage. Include all environmental 
removal/disposal work. 

(Separate DD Fonn 1391 attached) 

. WORK ACCOMPLISHED IN PREVIOUS THREE YEARS: None 

- WORK PROGRAMMED FOR NEXT THREE YEARS: None 


UNITED KINGDOM 

RAF MENWITH HILL 50 

IMPROVE FAMILY HOUSING 

MWHLU4003 

- Provides general interior and exterior renovation of 1 housing unit. Includes utility 

upgrade to meet current standards. Upgrades kitchen, bathrooms, and floor 
coverings and improves overall floor plan. Includes demolition and asbestos/ 
lead-based paint removal. 

(Separate DD Form 1391 attached) 

- WORK ACCOMPLISHED IN PREVIOUS THREE YEARS: None 

- WORK PROGRAMMED FOR NEXT THREE YEARS: None 


DD FORM 1391c, DEC 76 PREVIOUS EDITIONS MAY BE USED INTERNALLY PAGE NO 

UNTIL EXHAUSTED 
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DEPARTMENT OF THE AfR FORCE 
MILITARY FAMILY HOUSING 
FISCAL YEAR 201 1 BUDGET REQUEST 

POST ACQUISITION CONSTRUCTION PROJECTS (OVER $50,000 PER UNIT) 


A separate DD Form 1391 follows for each Post Acquisition Construction project which is over 
$50,000 per unit (multiplied by the Area Cost Factor). 
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1. COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


3. INSTALLATION AND LOCATION 
KADENA AIR BASE, JAPAN 


4. PROJECT TITLE 

IMPROVE FAMILY HOUSING, PH 11 


5. PROGRAM ELEMENT 

6. 

CATEGORY CODE 

7 . PROJECT NUMBER 

8. PROJECT COST ($000) 

88742 


711-171 

LXEZ114127 

73,750 


9 . COST ESTIMATES 


ITEM 


U/M 


PRIMARY FACILITIES 
WHOLE HOUSE IMPROVEMENT 
PARTIAL IMPROVEMENT/STORAGB 
SUPPORTING FACILITIES 
INPRASTRUCTORB 
SITEWORR/PARKING/LANDSCAPE 
RECREATION FACILITIES 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

StIPSRVISION, INSPECTION AND OVERHEAD 
TOTAL REQUEST 
AREA COST FACTOR 
MOST EXPENSIVE UNIT 


(3.0%) 


1.37 

281,182 


86 

317 


UNIT 

COST 


249,405 

96,260 


COST 

($ 000 ) 


51,963 
( 21,449) 
( 30,514) 
16,229 
( 8,037) 

( 2,978) 
( 5,214) 

68,192 
3,410 


71,602 

2,148 


73,750 


10. Description of Proposed Work: Whole-house renovation - Provide general 
interior and exterior modernization, renovation and repair of 86 housing units. 
Include utility upgrades and addition to meet current standards. Correct 4 -bedroom 
base deficit through conversion of 56 3-bedroom units to 4-bedroom units, upgrade 
kitchens, bathrooms and furnishings; improve floor plans, providing energy 
efficiency. Provide parking , Provide handicap improvements. Include 
infrastructure/systeine utility mains/service lines and electrical distribution 
system. Improve neighborhood - street system/sidewalks, fencing, patios, and 
playgrounds/recreation areas. Include all environmental removal/disposal work. 
Partial Improvements/Storage - Provides partial improvements of 317 housing units 
that were built in the 1990s to include upgrade of interior finishes and utility to 
meet current standards and energy efficiency and provision of storage. Include all 
environmental removal /disposal work. 


11. Requirement: 5783 Adequate: 5380 Substandard: 403 

PROJECT : Improve military family housing (Phase 11) . This phase includes work for 


14 SNCO 4-bedroom, 42 JNCO 4-bedroom, 218 JNCO 3-bedroom, and 129 JNCO 2-bedroom 
(Current Mission) . 

REQUIREMENT ; This project is required to provide modern and efficient housing for 
military members and their dependents stationed in Okinawa, Japan. The housing must 
be upgraded to meet current life safety codes and to provide a comfortable and 
appealing living environment comparable to the off-base US civilian community. 

This is the eleventh phase of multiple phase to upgrade all inadequate unite. 
Whole-house renovation for units that are over 20 years will provide a modern 
kitchen, living room, family, bedroom and bath configuration, with ample interior 
and exterior storage and patio. Dwelling units will be expanded (in some unit 
types) to meet current standards. Off-street parking, community and neighborhood 
improvements are required and will include landscaping, playgrounds and recreation 
facilities. Family housing units that were built in the 1990e will require partial 
improvements to include upgrade of interior finishes and utility to meet current 
standards and energy efficiency, and provision of storage. 

CURRENT SITUATION: This project upgrades and modernizes 86 housing units that were 
built by the Government of Japan in 1980e and 317 housing units that were built in 
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1. COMPONENT 
AIR FORCE 


PY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(ccmputar generated} 


3. INSTALLATION AND LOCATION 
KADENA AIR BASE, JAPAN 


4. PROJECT TITLE 

IMPROVE FAMILY HOUSING, PH 11 


5. PROGRAM ELEMENT 
88742 


6. CATEGORY CODE 
711-171 


7. PROJECT NUMBER 
LXEZ114127 


8. PROJECT COST ($000) 
73,750 


1990e. These 1980 houses will require major renovation and repair to correct 
systein deterioration and to meet modern standards. Major renovation to include 
)citchen system emd bathroom cabinets and fixtures that are obsolete and 
deteriorated, cotintertops are worn. Plumbing and lighting fixtures are deteriorated 
and euitiquated. The electrical system does not meet modem standards and codes. 
Floor covering is stained and mismatched due to non-availability of similar 
materials for replacement. Exterior surfaces and roof, including windows, doors and 
frames require replacement. These units have inadequate apace for storage and 
patio. Landscaping and recreation areas dedicated for housing residents are 
deficient. Utilities systems are deficient and old. The conversion of 56 3-bedroom 
to 4-bedroom units will complete the base deficit on the 4-bedroom units. The 
houses that were built in 1990 will require partial improvements and repair to 
correct system deterioration and to meet modern standards. 

IMPACT IP NOT PROVIDED; Units will continue to deteriorate rapidly, resulting in 
increasing operation, maintenance and repair to the government and inconvenience to 
residents. Without this project, repair of these xmits will continue in a costly, 
piecemeal fashion with little or no improvement in living quality. 

WORK ACCOMPLISHED IN PREVIOUS THREE YEARS: None . 

WORK PROGRAMMED FOR NEXT THREE YEARS; None . 

ADDITIONAL ; An economic analysis has been prepared comparing the alternatives of 
replacement and Improvement. Based on the net present value of the benefits of the 
two alternatives. Improvement was found to be most cost effective over the life of 
the project. This project is not eligible for Host Nation funding. The 
improvement/replacement ratio is 37%. Base Civil Engineer: Colonel Michael R. Hass, 
DSN: 634-1807. 


Poreign currency rate » 101.9517 Yen 


DD PORM 1391, DEC 99 


Previous editions are obsolete. 


Page No. 


February 2010 


297 


55040A 




290 


1 . COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(c<^puter generated) 


3. INSTALLATION AND LOCATION 
RAP MENWITH HILL, UNITED KINGDOM 


4. PROJECT TITLE 
IMPROVE FAMILY HOUSING 


5. PROGRAM ELEMENT 

6. 

CATEGORY CODE 

7. PROJECT NUMBER 

8. PROJECT COST ($000) 

88742 


711-142 

MWHL114003 

50 


9 . COST ESTIMATES 


ITEM 


U/M 


QUANTITY 


UNIT 

COST 


COST 

($ 000 ) 


PRIMARY FACILITIES 
FAM HSG APPR FY70A 
SUPPORTING FACILITIES 
SPECIAL ASSESSMENTS 
SUBTOTAL 

CONTINGENCY (5.0%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD 
TOTAL REQUEST 
AREA COST FACTOR 
MOST EXPENSIVE UNIT 


41 

{ 41) 
5 

( 5) 

46 


(3.5%) 


48 

2 


1.35 

50,000 


10. Description of Proposed Worlc: Provides general interior and exterior 
renovation of 1 housing unit. Includes utility upgrades to meet current standards. 

Upgrades kitchen, bathrooms, and floor coverings and improves overall floorplan. 
Includes demolition and asbestos/lead-based paint removal. 


11. Requirement: 1 UN Adequate: 0 UN Substandard: 1 UN 

PROJECT : Improve Military Family Housing. This project includes work for 1 PGO 


three -bedroom unit. (Current -Miss ion) 

REQUIREMENT: This project is required to provide modern and efficient housing for 


military members and their dependents stationed at RAF Menwith Hill. The unit must 
be upgraded to meet safety codes and to provide a comfortable and appealing living 
environment comparable with other off-base military and civilian homes. Unit will 
meet "whole house" standards and is programmed in accordance with the Housing 
Community Plan, Renovated unit will provide a modern kitchen, living room, family 
room, bedroom and bath configuration, with ample interior and exterior storage. 
CURRENT SITUATION: This project upgrades and modernizes a housing unit that was 
constructed in 19708. This house is showing the effects of age emd continuous 
heavy use. It has had no major upgrades since construction and does not meet the 
needs of today's families, nor does it provide a modern home environment. Bedrooms 
do not meet minimum size requirements. The unit has inadequate living space and 
storage . 

IMPACT IF NOT PROVIDED: Unit will continue to deteriorate rapidly, resulting in 
increased operations, maintenance, and repair to the Government and inconvenience 
to residents. Without this project, repair of this unit will continue in a costly, 
piecemeal fashion with little or no improvement in living quality. 

WORK ACCOMPLISHED IN PREVIOUS THREE YEARS; None 
WORK PROGRAMMED FOR NEXT THREE YEARS; None 

ADDITIONAL; Based on the net present values and benefits of the respective 
alternatives, improvement was found to be the most cost effective over the life of 
the project. The cost to improve the unite is 10% of the replacement cost. SIOH is 
3.5% to fund United Kingdom execution agents and Air Force project oversight. Base 
Civil Engineer: Lt Col Kevin Wong, (+44) 1423-84-4240, 

JOINT USB CERTIFICATION; This facility is programmed for joint use with DoD; 
however, it is fully funded by the Air Force. This project is not within a common 
NATO Infrastructure category, nor is it es^ected to become eligible. 
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DEPARTMENT OF THE AIR FORCE 
MILITARY FAMILY HOUSING 
FISCAL YEAR 201 1 BUDGET REQUEST 

FY 201 1 ADVANCE PLANNING AND DESIGN 


Program Hn Thousands'! 
FY 20 1 1 Program $4,225 
FY 2010 Program $4,314 


Purpose and Scope 

This program provides for preliminary studies to develop additional family housing facilities, 
one time multi-phase design, and housing community profile developments; studies for site 
adaptation and determination of type and design of units; and working drawings, specifications, 
estimates, project planning reports and final design drawings of family housing construction 
projects. This includes the use of architectural and engineering services in connection with any 
family housing new or post acquisition construction program. 

Program Summary 

Authorization is requested for: 

(1) Advance planning and design for future year housing programs; 

(2) FY 201 1 Authorization and Appropriation of $4,225,000 to fund this effort as 
outlined in the following exhibit: 


February 2010 


299 


55040A 



292 


1 COMPONENT 
AIR FORCE 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 


3. INSTALLATION AND LOCATION 

VARIOUS AIR FORCE BASES 


4 PROJECT TITLE 

FAMILY HOUSING ADVANCE PLANNING 
AND DESIGN 


5. PROGRAM ELEMENT 

I 6. CATEGORY CODE | 

7. PROJECT NUMBER 

8. PROJECT COST ($000) 

88742 



4,225 


9. COST ESTIMATE 


ITEM 

U/M 

QUANTITY 

UNIT COST I 

COST 

($000) 

FAMILY HOUSING ADVANCE PLANNING 





AND DESIGN 

LS 




SUBTOTAL 





TOTAL CONTRACT COST 




4,225 

TOTAL REQUEST 

I 





10, DESCRIPTION OF PROPOSED CONSTRUCTION: Architect-engineer services, survey, tees, etc,, in connection 
with advance planning and design of family housing dwelling units and properties included in or proposed 
for the Air Force Family Housing Construction Account. 

11 , PROJECT : This request is for an authorization and appropriation of S4.225 million to provide planning 
and design costs in connection with family housing new or post acquisition construction programs. 
REQUIREMENT : The funds requested are necessary to procure architect-engineer services to make site and 


utility investigations; one time multi-pha.se design, and housing community profiles (HCP) developments; 
and for the preparation of design and specifications of advance plans for future year family housing 


programs in connection with any family housing new or post acquisition construction programs. 

IMPACT IF NOT PROVIDED : The funds requested are necessary to support the development of the housing 
community plans and to support the new and post acquisition construction programs. Without the requested 
flinds, housing community profiles cannot be developed and the new and post acquisition construction 
programs cannot be designed and constructed. 
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MILITARY FAMILY HOUSING 
FISCAL YEAR 201 1 BUDGET REQUEST 


OPERATIONS. UTILITIES AND MAINTENANCE 
(Excluding Leasing and Privatization) 

Program (S in Thousands! 

FY 2011 Program $364,218 

FY 2010 Program $345,714 

Pumose and Scone: Provides operations and maintenance resources to pay for the cost of 
ownership in terms of property management, utilities, and maintenance of Air Force owned 
units. The Air Force family housing budget requests essential resources to provide military 
families with housing cither in the private market through assistance from a housing referral 
office, or by providing government housing. Increased emphasis has been placed on the proper 
funding of the family housing operations and maintenance program. The Air Force's Military 
Family Housing Operation and Maintenance program emphasizes the following goals: 

* Identify affordable housing for military members. Where shortages exist, identify project 
proposals to privatize or request new construction or leasing of housing for military families. 

* Reduce utility consumption through whole-house improvements to improve energy 
efficiency, increased management emphasis on energy conservation, and maintenance and repair 
projects to reduce energy consumption. 

Provide government appliances and furniture in foreign countries where member-owned 
units are inappropriate or non-existent and where new housing units needing government- 
supplied appliances are coming on line. Redistribute excess furnishings from realigned bases. 

* Invest wisely in maintenance and repairs to preserve the existing adequate housing 
inventory worldwide. The top priorities are preservation of the good inventory that we have- 
keeping “good houses good”— and resolving problems that are a threat to life, safety, or health. 
We are also funding demolition of inadequate surplus housing to eliminate unneeded inventory. 

* Schedule maintenance and repair activities along with whole-house improvements to 
obtain the greatest economies of scale and enhancement in livability while increasing the useful 
life of housing units with the minimum capital investment and minimum impact on occupants. 

* Support privatization of utilities through the housing or utilities privatization program as 
appropriate. 

a. Operations . This portion of the program provides for operating expenses in the 
following sub-accounts: 
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MILITARY FAMILY HOUSING 
FISCAL YEAR 201 1 BUDGET REQUEST 


(1) Management. Includes installation-level management such as housing office 
operations, quality assurance evaluators, administrative support, and community liaison. It 
supports the Air Force Family Housing Master Plan (FHMP) and General Officer Quarters 
(GOQ) Master Plan efforts. It also supports the housing referral program, assisting Air Force 
families living in local communities to find quarters in the private sector and implementing the 
Fair Housing Act of 1968 and assists in placing members in privatized housing. Housing 
Management offices provide counseling on housing decision-making and advance information 
on new base of assignment. The management effort at installations privatizing housing will 
gradually be reduced to an appropriate level for inherently governmental tasks to include asset 
management, housing relocation and referral services, and fiscal analysis. During major 
construction phases of privatized units, government oversight is required. Manning levels 
generally have been reduced at those bases where housing privatization has or is expected to 
occur with an emphasis on remaining tasks supporting inherently governmental duties. For bases 
with competitively sourced operations, the Air Force must continue to provide oversight support 
and advise installation leadership. 

(2) Services. Provides basic support services including refuse collection and 
disposal; fire and police protection; custodial services; entomology and pest control; and snow 
removal and street cleaning. Privatized units do not receive funding from this account. 

(3) Furnishings. Procures household equipment (primarily stoves and 
refrigerators) and furniture in limited circumstances, primarily overseas. Controls inventories of 
furnishings at warehouses and maintains and repairs furniture and appliances. 

(4) Miscellaneous. Provides leased office and warehouse space supporting 
family housing, payments to other Federal agencies or foreign governments to operate housing 
units occupied by Air Force personnel, and similar costs. Also funds Department of State 
surcharges where leased housing is procured through their services. Privatization has no impact 
on these activities. 

b. Utilities . Includes all purchased and base-produced heat, electricity, water, sewer, and gas 
commodities serving family housing. Occupants purchase their own telephone and cable TV 
service. Privatized housing units do not receive fitnding from this account. 

c- Maintenance . Privatized housing units do not receive funding from this account. 

Provides upkeep of family housing real property, as follows: 

(1) Maintenance/Repair of Dwellings. Includes service calls, routine maintenance 
and repairs, and replacement of deteriorated facility components. Housing maintenance 
contracts arc included in these costs. 
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(2) Exterior Utilities. Maintenance and repair of water, sewer, electric, and gas 
lines and other utility distribution, collection, or service systems assigned to or supporting 
family housing areas, 

(3) Other Real Property. Upkeep of grounds, common areas, roads, parking areas, 
and other property for the exclusive use of family housing occupants not discussed above. 

(4) Alterations and Additions. This includes minor alterations to housing units or 
housing support facilities. Large scope and high dollar-value projects such as whole-house 
improvements are included in the construction program. 

Operation and Maintenance FY 201 1 Program Summary - Highlig ht_s. 

The requested amount in FY 201 1 is $364,218. This amount, together with estimated 
reimbursements of $5,588 will fund the FY 201 1 Operation and Maintenance program of 
$369,806. 

A summary of the funding program for FY 201 1 is as follows ($ in thousands): 


Operations Utility 

Request Request 


Maintenance 

Request 


Total Direct 
Request 


Reimburse- 

ment 


Total 

Program 


$113,277 $89,245 


$161,696 $364,218 $5,588 


$369,806 
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Family Housing Operation and Maintenance, Summary 
Excludes Leased Units and Costs 

Worldwide Summary 



Fiscal Year: 

Command: 

Exhibit: 

2011 

USAF 

FH-2 


2009 


2010 


2011 









Units in Being Beginning of Year 


39,649 


37.679 


33,893 

Units in Being at End of Year 


37,679 


33,893 


16,153 

Average Inventory for Year 


38,664 


35,936 


25,023 





Historic Units 

284 


2J 





Units Requirinq O&M Funding: 




a. Contiguous US 


HOG 31 




17,347 

b. U. S. Overseas 




1,084 


0 

c. Foreign 


■ss 


17,215 


16,546 

d. Worldwide 


39,649 


37,679 


33,893 


Total Cost 


Total Cost 


Total Cost 

HHQQ 

Funding Requirements ($000) 

($000) 

ElEfil 

($000) 

BSiu 

($000) 

■SK 

OPERATIONS (DIRECT) 




Management 

58,396 

1,510 

51,334 

1,428 

54,633 

2,183 

Services 

20.166 

522 

21,740 

605 

21,535 

861 

Furnishings 

42,189 

1.091 

39,182 

1,090 

35.399 

1,415 

Miscellaneous 

1,999 

52 

1.543 

43 



Sub-Total Direct Operations 

122,750 

3.175 





Anticipated Reimbursements 

781 

20 





Gross Obligations, Operations 



114,218 

4,215 



UTILITIES (DIRECT) 







Direct Utilities 







Aniicioated Reimbursements 







Gross Obligations, Utilities 

103,315 

2,672 





MAINTENANCE (DIRECT] 










129.254 

3,430 

137,185 

4.048 




10,716 

298 

11,965 

478 

M&R Other Real Property 



10,259 

285 

12,546 

501 




0 

0 

■jUjllllllllllln^^^ 


Sub-Total Direct Maintenance 







Anticioated Reimbursements 







Gross Obligations, Maintenance 

233,666 


153,340 

4,097 

164,825 

5,119 

GRAND TOTAL, O&M - Direct 

451,658 

11,682 

345,714 

KLK^ il 


KBi 19 

Anticipated Reimbursements 

8,854 

225 


HKEi 


^HrSI 

GRAND TOTAL, O&M - TOA 

460,512 

11,907 

■ESEIHi 


369,806 

UkMM 
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Family Housing Operation and Maintenance, Summary 

Excludes Leased Units and Costs 

Conterminous US 

isca! Year: 2011 

Exhibit: FH-2 

Fiscal Year: 

2009 1 2010 

2011 

Units in Being Beginning of Year 

Units in Being at End of Year 

Averaae inventory for Year 


17,347 

0 

8,763 

Historic Units 




Total Cost Unit 

($000) Cost ($) 

Total Cost Unit 

($000) Cost ($) 


OPERATIONS (DIRECT) 




Management 

Services 

Furnishings 

24,161 1.206 

4.853 242 

1,662 83 

713 36 


lllllll^^ 

Sub-Total Direct Operations 

Anticipated Reimbursements 

31,389 1.568 

400 26 



Gross Obligations. Operations 

UTILITIES (DIRECT) 

31,789 1.704 



Direct Utilities 

Anticipated Reimbursements 




Gross Obligations, Utilities 

MAINTENANCE (DIRECT) 

■iHm 

24,215 2,247 

27,683 2,247 

M&R Dwelling 

M&R Ext. Utiities 

M&R Other Real Property 

70,785 3.592 

3.146 160 

4,794 243 

916 46 


38,378 4,380 

870 99 

1,740 199 

0 0 

Sub-Totai Direct Maintenance 

Anticipated Reimbursements 

79.641 1 4.042 

2,937 189 


40,988 4,677 

0 189 

Gross Obligations, Maintenance 

82,578 4.231 

34,200 2.051 

40,988 4,866 




GRAND TOTAL, O&M - Direct 
Anticipated Reimbursements 
GRAND TOTAL, O&M - TOA 

144,770 7,781 

4,520 291 

149,290 8,072 

88,320 7,657 

789 291 

89,109 7,948 

99,624 7,657 

782 291 

100,406 7,948 
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Family Housing Operation and Maintenance, Summary 
Excludes Leased Units and Costs 

US Overseas 



Fiscal Year; 

Command: 

Exhibit: 

2011 

USAF 

FH-2 

Fiscal Year: 

2009 


2010 


2011 


Inventory Data (Units) 







Units in Being Beginning of Year 


2,403 


1,084 


0 

Units in Being at End of Year 


1,084 


0 



Average Inventory for Year 


1,744 


542 


0 





Historic Units 

0 

0 

0 






Total Cost 


Total Cost 


Total Cost 


Funding Requirements ($000) 

($000) 


($000) 


($000) 


OPERATIONS (DIRECT) 




Management 

3,123 

1,791 

3,247 

5,991 



Services 

748 

429 

0 

0 



Furnishings 

1,054 

604 

248 

458 



Miscellaneous 

23 

13 

0 

0 



Sub-Total Direct Operations 

4,948 

2,837 

3.495 

6.449 

3,647 

NA 

Anticioated Reimbursements 

0 


0 

0 

0 


Gross Obligations, Operations 

4,948 

2,837 

3.495 

6,449 

3.647 

NA 

UTILITIES (DIRECT) 







Direct Utilities 

11.735 

6,731 

3,361 

6,201 

0 

NA 

Anticipated Reimbursements 

0 

0 

0 

0 

0 

NA 

Gross Obligations, Utilities 

11,735 

6,731 

3,361 

6,201 

0 

NA 

MAINTENANCE (DIRECT) 







M&R Dwelling 

6,571 

3,769 

2,076 

3,830 



M&R Ext. Utiities 

434 

249 

0 

0 



M&R Other Real Property 

662 

380 

0 

0 



Alter & Add. 

126 

73 





Sub-Total Direct Maintenance 

7,794 

4.470 



0 

NA 

Anticioated Reimbursements 

0 

0 



0 

NA 

Gross Obligations, Maintenance 

7,794 

4,470 

2,076 

3,830 

0 

NA 

GRAND TOTAL, O&M - Direct 

24,476 

14,038 

8,932 

16,480 

3,647 

NA 

Anticipated Reimbursements 

0 


0 

0 

0 

NA 

GRAND TOTAL, O&M - TOA 

24,476 

13,337 

8,932 

16,480 

3,647 

NA 
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Fiscal Year; 


Family Housing Operation and Maintenance, Summary 

Command: 

USAF 

Excludes Leased Units and Costs 

Exhibit; 

FH-2 

Forelqn 





2009 


2010 


2011 









Units in Being Beginning of Year 


17,215 


17,215 



Units in Being at End of Year 


17,215 


16.546 



Average inventory for Year 


17,215 


16,881 







Historic Units 

0 

0 

0 






Total Cost 


Total Cost 


Total Cost 


Fundinq Requirements ($000) 

($000) 


($000) 


($000) 


OPERATIONS (DIRECT) 




Management 

31,112 

1,807 

23,564 

1,396 

25,491 

1.559 

Services 

14,565 

846 

17,257 

1.022 

15,486 

947 

Furnishings 

39,473 

2,293 

37,246 

2,206 

33,647 

2,058 

Miscellaneous 

1,263 

73 



^■|||||||||nnn]|||^ 

llllllllllllllliyQQ 

Sub-Total Direct Operations 







Anticipated Reimbursements 







Gross Obligations, Operations 



80,029 

4,741 

76,782 

4,696 

UTILITIES (DIRECT) 







Direct Utilises 







Anticipated Reimbursements 







Gross Obligations, Utilities 



58,147 

3,326 



MAINTENANCE (DIRECT) 







M&R Dwelling 

124,589 

7,237 

92,978 

5,508 

98,807 

6,043 

M&R Ext, Utiities 

5,644 

328 

10.716 

635 

10,109 

618 

M&R Other Real Property 

8,601 

500 

10,259 

608 

9,820 

601 

Alter & Add. 

1,643 

95 

0 

0 

0 

0 

Sub-Total Direct Maintenance 

140,477 

595 

113,953 

608 

118,736 

601 

Anticipated Reimbursements 

2,818 

164 

3,111 

184 

3,129 

191 

Gross Obligations, Maintenance 

143,295 

759 

117,064 

792 

121,865 

792 




GRAND TOTAL, O&M - Direct 

282,412 

8.483 

248,463 

14,719 

257,414 

15,744 

Anticipated Reimbursements 

4,334 

252 

4,778 

283 

4,806 

294 

GRAND TOTAL, O&M - TOA 

286,746 

8,735 

253,241 


262,220 

16,038 
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Summary of Historic Housing Detail 


Fiscal Year: 

MAJCOM: 

Exhibit: 

2011 

USAF 

FH-6 

Fiscal Year: 

2009 

2010 

2011 

1. Historic Housing Costs, Non-GOQ Data 




a. Number of Non-GOQ units on NHRP (Inventory) 

233 

233 

233 

b. Improvement Costs ($000) 

0 

0 

0 

c. Maintenance and Repair Costs ($000) 

2,405 


2,405 

d. Total Historic Maintenance, Repair, Improvements ($000) 


2,405 


e. Average Cost Per Unit ($000) 

10 

10 

10 

2. Historic Housing Costs, GOQ Data 




a. Number of GOQ units on NHRP (Inventory) 

24 

24 

24 

b. Improvement Costs ($000) 

0 

0 

0 

c. Maintenance and Repair Costs ($000) 

246 

246 

246 

d.Total Historic Maintenance, Repair, Improvements ($000) 

246 

246 

246 

e. Average Cost Per Unit ($000) 

10 

10 

10 

3. Total Historic Inventory & Costs {Non-GOQ & GOQ) 




a. Number of Non-GOQ and GOQ units on NHRP (Inventory) 

257 

257 

257 

b. Improvement Costs ($000) 

0 



c. Maintenance and Repair Costs ($000) 

2,651 

2,651 

2,651 

d.Total Historic Maintenance, Repair, Improvements ($000) 

2,651 

2,651 

2,651 

e. Average Cost Per Unit ($000) 

10 

10 

10 
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FY 2009 Funds Percent FY 2009 

Appropriation Reprogrammed Reprogrammed End of Year 
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DEPARTMENT OF THE AIR FORCE 
MILITARY FAMILY HOUSING 
FISCAL YEAR 201 1 BUDGET REQUEST 


RECONCILIATION OF INCREASES AND DECREASES 

EXHIBIT OP-5 


OPERATIONS 


(Program In Thousands) 

FY201I Program $113,277 
FY 2010 Program $113,799 


The FY 201 1 program represents Air Force family housing requirements and was developed 
using OSD/OMB approved inflation and foreign currency fluctuation rates. Adjustments have 
been made for force structure changes and mission realignments. All program sub-accounts are 
described in detail in the following analyses: 
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DEPARTMENT OF THE AIR FORCE 
MILITARY FAMILY HOUSING 
FISCAL YEAR 201 1 BUDGET REQUEST 


Management. The Management account supports installation-level housing office operations; 
occupancy and contractor inspections; administrative support; community liaison; and the housing 
referral program, which assists members in finding homes in the private sector. It also supports studies 
such as the housing requirements and market analyses, preliminary studies, survey requirements for 
construction plans, housing information technology software and support, and concept development, 
acquisition, and portfolio management supporting privatization. 


For government owned housing units, funding is based on historical obligations. For the majority 
of installations that are privatized, funding is based on reduced civilian manpower and contractor 
support requirements. 


1. 

FY 2010 President's Budget 

(S in Thousands) 

$51,334 

2. 

Congressional Adjustments: 

None 

3. 

FY 20 10 Appropriated Amount: 

$51,334 

4. 

Supplemental: 

None 

5. 

Price Growth: 

None 

6. 

Functional Program Transfers: 

None 

7. 

Program Increases: 

None 

8. 

Program Decreases: 

None 

9. 

FY 2010 Current Estimate 

$51,334 

10, 

Price Growth: 


a. 

General Inflation (1.1%) 

$564 

11 . 

Functional Program Transfer: 

None 

12. 

Program Increase: 


a. 

Joint Base Initiative 

$698 

b. 

FHMP Adjustments 

$3,598 

13. 

Program Decrease: 


14. 

FY 201 1 Budget Request: 

$56,194 
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DEPARTMENT OF THE AIR FORCE 
MILITARY FAMILY HOUSING 
FISCAL YEAR 201 1 BUDGET REQUEST 


Analysis of Changes in Management 

The requirement for the FY 201 1 program was developed through the Family Housing Master 
Plan (FHMP) process from historical expenditures and adjusted for a standard inflation rate of 
1 . 1 %. 


February 2010 


313 


55040A 



305 


DEPARTMENT OF THE AIR FORCE 
MILITARY FAMILY HOUSING 
FISCAL YEAR 201 1 BUDGET REQUEST 


Services. Provides basic municipal-type support services such as refuse collection and disposal; 
fire and police protection; entomology and pest control; snow removal; street cleaning, and 
custodial services for government-owned family housing units. Since private developers are 
responsible for municipal services, privatized installations have no requirements for funding. 
Services at remaining government owned housing units are based on historical obligations. 


1. 

FY 2010 President's Budget 

(S in Thousands) 

$21,740 

2. 

Congressional Adjustments: 

None 

3. 

FY 2010 Projected Appropriated Amount: 

$21,740 

4. 

Supplementals: 

None 

5. 

Price Growth: 

None 

6. 

Functional Program Transfers: 

None 

7. 

Program Increases: 

None 

8. 

Program Decreases: 

None 

9. 

FY 2010 Current Estimate 

$21,740 

10. 

Price Growth: 



a. General Inflation ( 1 . 1 %) 

$239 

11. 

Functional Program Transfer: 

None 

12. 

Program Increase: 

None 

13. 

Program Decrease: 



a. FHMP Adjustment 

-$2,005 

14. 

F Y 20 1 1 Budget Request: 

$19,974 


Analysis of Changes in Services 

The requirement for FY 20 1 1 was developed through the Family Housing Master Plan (FHMP) 
process from historical expenditures allowing for adjustments in service contracts, and for a 
standard inflation rate of 1.1%. 
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DEPARTMENT OF THE AIR FORCE 
MILITARY FAMILY HOUSING 
FISCAL YEAR 201 1 BUDGET REQUEST 


Furnishings. Includes the procurement for initial issue and replacement of household equipment 
(primarily stoves and refrigerators) and for furniture in limited circumstances overseas. Also 
fiinds the control, moving, and handling of furnishings inventories; and the maintenance and 
repair of such items. Privatized housing units do not receive funding with the exception of 
General Officer Quarters. 

Loaner sets of furniture are issued to military families overseas so they may occupy permanent 
quarters prior to the arrival of their personally owned furniture. “Loaner kits” consisting of tables, 
beds, sofas, etc. allow members to establish themselves in a housing unit before their household 
goods arrive. Loaner sets are very cost effective because they reduce the cost of temporary quarters. 
Other items of household furnishings, normally built into CONUS houses, are often limited or not 
existent in foreign country homes, such as wardrobes (clothes elosets), kitchen cabinets, sideboards 
and appliances. These items arc also issued to military families. 

Housing in Europe also often requires that closets (armoires) and kitchen cabinets be issued since 
European private rentals do not have the closets that are expected in the United States and kitchens 
usually do not come equipped with appliances and cabinets. 

The furnishings account funds essential furnishings at levels consistent with the needs of the 
Air Force. Much of the funding requested in the furnishings account results from an analysis of the 
most economical or cost effective way to fulfill service requirements. Issuing furnishings by the 
government avoids higher costs in other accounts such as military allowances and other support 
appropriations. 


1. 

FY 2010 President's Budget 

($ in Thousands) 

$39,182 

2. 

Congressional Adjustments; 

None 

3. 

FY 2010 Appropriated Amount: 

$39,182 

4. 

Supplemcntals: 

None 

5. 

Price Growth: 

None 

6. 

Functional Program Transfers; 

None 

7. 

Program Increases: 

None 

8, 

Program Decreases: 

None 

9. 

FY 2010 Current Estimate 

$39,182 

10 . 

Price Growth: 



a. General Inflation (1.1%) 

$431 
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MILITARY FAMILY HOUSING 
FISCAL YEAR 201 1 BUDGET REQUEST 


11. 

Functional Program Transfer: 

None 

12. 

Program Increase: 

None 

13. 

Program Decrease: 



a. FHMP Adjustment 

-S4,214 

14. 

FY 2010 Budget Request: 

$35,399 


Analysis of Changes in Furnishings 

The requirement for FY 201 1 was developed through the Family Housing Master Plan (FHMP) 
process from historical expenditures allowing for adjustments in service contracts, and for a 
standard inflation rate of 1.1%. The stateside program is limited to providing fumihire for general 
officer quarters at privatized bases in CONUS. A large requirement, however, still remains at our 
foreign locations as furniture is used to reduce household goods shipments overseas and thus 
savings in PCS costs. However, the weight restriction on household goods shipments to Japan was 
lifted reducing the requirement for supplemental furniture to units in OCONUS. 
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MILITARY FAMILY HOUSING 
FISCAL YEAR 201 1 BUDGET REQUEST 


Miscellaneous, Includes leased office and warehouse space supporting family housing, payments to 
other Federal ageneies or foreign governments (i.e. United Kingdom and Australia) to operate 
housing units occupied hy Air Force personnel, mobile home hookups, and similar costs. Also 
includes reimbursement to the International Cooperative Administrative Support Services (ICASS) 
Program administered by the Department of State. ICASS is a system for managing and sharing the 
administrative support costs of overseas operations with US Foreign Affairs agencies and other US 
Government agencies that operate in countries where the Air Force does not have a significant 
presence. 

For locations that are U.S. government owned or controlled, funding is based on historical 
obligations. No funding is provided in this category for privatized installations. 


1. 

FY 2010 President's Budget 

($ in Thousands) 

$1,543 

2. 

Congressional Adjustments: 

None 

3. 

FY 2010 Projected Appropriated Amount: 

$1,543 

4. 

Supplemental: 

None 

5. 

Price Growth: 

None 

6 . 

Functional Program Transfers: 

None 

7. 

Program Increases: 

None 

8. 

Program Decreases: 

None 

9. 

FY 2010 Current Estimate 

$1,543 

10. 

Price Growth: 



a. General Inflation (1.1 %) 

$17 

11. 

Functional Program Transfer: 

None 

12. 

Program Increase: 

None 


a. FHMP Adjustment 

$150 

13. 

Program Decrease: 

None 

14. 

FY 20 1 1 Budget Request: 

$1,710 
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DEPARTMENT OF THE AIR FORCE 
MILITARY FAMILY HOUSING 
FISCAL YEAR 201 1 BUDGET REQUEST 


Analysis of Changes in Miscellaneous 

With the exception of increases in general inflation, this account remains steady from year to 
year. This account funds accommodation charges in the United Kingdom for renting Ministry 
of Defense housing, payment to the U.S. Coast Guard to house Air Force personnel, payments 
for International Cooperative Administrative Support Services (ICASS) agreements with 
embassies to provide services to USCENTCOM personnel, and property taxes for overseas 
locations. 
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DEPARTMENT OF THE AIR FORCE 
MILITARY FAMILY HOUSING 
FISCAL YEAR 201 1 BUDGET REQUEST 


RECONCILIATION OF INCREASES AND DECREASES 


EXHIBIT OP-5 


Utilities . This program provides for all utilities consumed in government-owned family housing. 
This program funds electricity, namral gas, fuel oil and other purchased heating, water, sewage and 
waste systems. Military Family Housing residents and housing management continue to work 
towards meeting energy reduction goals. However, as the majority of homes become privatized, 
and utility cost responsibility is shifted to private developers, this becomes less of an overall 
government concern. Utility funding for the MFH offices and warehouses is included under 
Management. 


1. 

FY 2010 President's Budget 

($ in Thousands) 

$81,686 

2. 

Congressional Adjustments: 

None 

3. 

FY 2010 Projected Appropriated Amount: 

$81,686 

4. 

Supplementals: 

None 

5. 

Price Growth: 

None 

6. 

Functional Program Transfers: 

None 

7. 

Program Increases: 

None 

8. 

Program Decreases: 

None 

9. 

FY 2010 Current Estimate 

$81,686 

10. 

Price Growth: 


a. 

General Inflation (1.1 %) 

$899 

11. 

Functional Program Transfer: 

None 

12. 

Program Increase: 

None 

a. 

Fuel Price Adjustment 

$6,660 

13. 

Program Decrease: 

None 

14. 

FY 2011 Budget Request: 

$89,245 
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DEPARTMENT OF THE AIR FORCE 
MILITARY FAMILY HOUSING 
FISCAL YEAR 201 1 BUDGET REQUEST 


Analysis of Changes in Utilities 

This program will experience a reduction upon achieving a steady-state inventory level of 
government owned houses due to the successful completion of housing privatization at U.S. 
bases. The majority of the remaining homes will be located at overseas locations, where utility 
costs are generally higher than the U.S. average for the equivalent commodity The FY201 1 
requirement was developed through the Family Housing Master Plan (FHMP) process from 
historical expenditures allowing for increases in fuel, natural gas, and electricity costs reflected 
in a standard inflation rate of 1 . 1%, plus an additional revised estimate of cmde oil purchase 
inflation provided by OMB. 
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MILITARY FAMILY HOUSING 
FISCAL YEAR 201 1 BUDGET REQUEST 

RECONCILIATION OF INCREASES AND DECREASES 

EXHIBIT OP-5 

Maintenance. Provides upkeep of family housing real property through service calls, change of 
occupancy rehabilitation, routine maintenance, preventive maintenance, interior and exterior 
painting, and major repairs. Past limited maintenance funding and a high occupant turnover have 
accelerated deterioration of the Air Force housing inventory. Housing condition assessments 
conducted for the Air Force Family Housing Master Plan (FHMP) substantiate that the 
maintenance and repair funding profile represents a balanced, fiscally constrained program, 
while ensuring sufficient Real Property Maintenance Contract (RPMC) funds are available to 
maintain the existing adequate inventory. The program may also be the fund source for any 
MFH maintenance and repair charges associated with the privatization of utility systems. 

MFH maintenance is broken into two types of service. The first is routine recurring work such 
as answering service calls and doing repairs necessary to keep a house habitable, like repairing 
leaking faucets, replacing broken windows, or replacing furnace filters. It includes maintenance 
performed upon change of occupancy, such as painting, or carpet replacement. 

The second type of service is major maintenance and repair sueh as work needed to fix or replace 
major systems and their components that are nearing the end of their useful life such as restoring 
or replacing structural items such as roofs, electrical, plumbing, heating, ventilation and air 
conditioning, adding insulation where there is either no insulation or inadequate insulation, 
landscaping, and complete painting of the exterior. 

The AF FHMP draws a distinct line between military construction and maintenance funding. 
Architect and engineering firms have gathered housing condition assessment data on every 
housing type in the Air Force. This data documents the existing condition of major housing 
system components (example: roofs, furnaces, carpet, windows, cabinets) and then, using 
industry standard life cycles, projects the replacement requirement for these components 
(example: roof is 15-20 years; gas furnace is 20 years). The overall condition of housing 
components and replacement cost determines whether each requirement is projected for 
replacement or improvement through the military construction program or should be maintained 
using RPMC funds. This database is then used to project future facility funding requirements. 

No maintenance funds are provided for housing units at privatized bases. Maintenance for the 
housing units is the responsibility of the privatization developer. 
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MILITARY FAMILY HOUSING 
FISCAL YEAR 201 1 BUDGET REQUEST 

(S in Thousands) 

1. 

FY 2010 President's Budget; 

$150,229 

2. 

Congressional Adjustments: 

None 

3. 

FY 2010 Appropriated Amount: 

$150,229 

4. 

Supplementals: 

None 

5. 

Price Growth; 

None 

6. 

Functional Program Transfers: 

None 

7. 

Program Increases: 

None 

8. 

Program Decreases: 

None 

9. 

FY 2010 Current Estimate 

$150,229 

10. 

Price Growth: 


a. 

Inflation (1.1%) 

$1,653 

11. 

Functional Program Transfer: 

None 

12. 

Program Increase; 


a. 

FHMP Adjustment 

$9,814 

13. 

Program Decrease: 

None 

14. 

FY 201 1 Budget Request: 

$161,696 


Analysis of Changes in Maintenance: 

As the Air Force meets its goals to eliminate inadequate housing, we will transition our focus 
from sustaining housing units to maintaining an adequate steady-state inventory. This funding 
amount is necessary to prevent deterioration of current housing at those installations that have 
not undergone housing privatization. Maintaining an adequate level of funding for both routine 
recurring repair and major maintenance and repair will provide the necessary quality of life for 
military personnel and their families, and avoid additional financial outlays in the out years. 

The requirement for the FY 201 1 program was developed through the Family Housing Master 
Plan (FHMP) process from historical expenditures allowing for reductions due to housing 
privatization and scheduled demolition projects. These amounts were then adjusted for a 
standard inflation rate of 1.1%. This account is funded to continue to keep “good houses good” 
and to address life, safety, and health issues. 
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After the completion of the privatization projects, a reduced level of maintenance funding will be 
required to sustain and repair housing referral offices, utilities, infrastructure, and other real 
property that is still government owned and directly supports the privatized housing at CONUS 
installations. 

In FY 2011, we estimate over 85% of all maintenance costs will go to housing units located in 
foreign areas. Overseas adequate units not requiring conversion or suitability corrections will 
not be replaced or improved. They will be retained within the inventory and sustained using 
Family Housing O&M funds. 
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DEPARTMENT OF THE AIR FORCE 
MILITARY FAMILY HOUSING 
FY 2011 BUDGET REQUEST 

NON-GOQ UNITS 


This information complies with the House of Representatives, Military Construction Appropriations 
Bill (Conference Report 106-614) requiring the Services to report major maintenance and repair 
expenditures projected to exceed S20,000 per unit. While these projects are shown as line items here, 
the maintenance budget estimate includes them among overall requirements for the entire inventory. 
AF Policy is to program projects that exceed $20K threshold when work cannot await MILCON 
funding or housing privatization. Work includes actions that keep "good units good", protect life, 
safety, and health, and ensure facility preservation. 




High 




Improvements 



Unit 



Total 

Non-Routine 

No of 

Year 

Cost 

Unit 

Proj 

Cost 

FY2006-2010 

Location Base Units 

Built 

($000) 

(NSM) 

(NSM) 

($000) 

($000) 


CONUS 


No Request 

OVERSEAS 


JA KadcnaAB 3 1953 50 310 620 150 0 

Replace existing termite infested ceiling in 3 single family units in Kishaba Terrace. Work to include 
replacement of collapsed/cracked ceiling in the living room, hallways/passageway, utility room, 

bedrooms^athrooms, family/dining rooms and study room. 

JA KadcnaAB 1 1956 34.1 130 130 34 0 

Repair existing crumbled stone retaining walls in the backyard of Plaza #42 11. Work to include 
construction of concrete walls with drain holes, sodding and all associated work. 
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DEPARTMENT OF THE AIR FORCE MILITARY FAMILY HOUSING 
FISCAL YEAR 2011 BUDGET REQUEST 
GENERAL OFFICERS QUARTERS 


This information complies with the 2009 Appropriations Act language requiring the Services to report any 
expenditures from the maintenance account for General or Flag Officer housing projected to exceed S35,000 
per unit. 

AF Policy is that all work performed in GOQs will be consistent with the Individual Facility Profile (prepared 
as part of the GOQ Master Plan) for the affected quarters. Policy calls for programming projects that exceed 
$351C threshold when work in not eligible for or cannot await MILCON funding, Work includes actions that 
keep "good units good", protect life, safety, and health, and ensure facility preservation. Total maintenance 
costs shown below include routine maintenance actions (e.g. service calls, grass cutting) and major 
maintenenance actions. 

Oper Main! Total Improvements Non- 

Siie Vear Total Util Total Total O&M Routine FY 2005- 

Location Base Qtrs ID NSM Built (SOOO) (SOOt)) (SOOO) (SOOO) 2009(8000) 

CONUS 


No Request 


OVERSEAS 


No Request 
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Operation Cost j Maintenance Total FH 

State/Country Installation Quarters ID Year Built Size NSF QJ | Cost (2) Repair Cost (3) M&R Cost 
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Reimbursement. Includes collections received from rental of Air Force family housing units to 
foreign nationals, civilians and others. Included in the estimate are the anticipated reimbursements 
due to members who voluntarily separate that are authorized to live in government quarters for up to 


ix months after separation. 

($ in Thousands) 

1. 

FY 2010 President's Budget 

$5,567 

2. 

Congressional Adjustments: 

None 

3. 

FY 2010 Projected Appropriated Amount: 

$5,567 

4. 

Supplemental: 

None 

5. 

Price Growth: 

None 

6. 

Functional Program Transfers; 

None 

7. 

Program Increases: 

None 

8. 

Program Decreases.' 

None 

9. 

FY 2010 Current Estimate 

$5,567 

10. 

Price Growth: 



a. Inflation (1.1%) 

+S61 

11. 

Functional Program Transfer: 

None 

12. 

Program Increases: 

None 

13. 

Program Decreases: Adjustment resulting from reduced government- 
owned housing inventory 

-$40 

14. 

FY 2011 Budget Request: 

$5,588 


February 2010 


335 


55040A 



323 
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LEASING 

Program (S in Thousands') 
FY 201 1 Program $95,671 
FY 2010 Program $103,406 


Purpose and Scope 

Leasing provides privately owned housing for assignment as government quarters at both domestic 
and foreign locations when the local economy and on-base housing cannot satisfy requirements. 

The leasing program is authorized by 10 U.S.C. 2828 and provides for payment of rental and 
operation and maintenance costs of privately owned quarters for assignment as government quarters 
to military families. This program also includes funds needed to pay for services such as utilities 
and refuse collection when these services are not part of the contract agreement. 

The Air Force continues to rely on the private sector to meet the majority of housing needs. Where 
the private sector rental markets and on-base housing cannot meet requirements and cost-effective 
alternatives do not exist, short and long-term leases are used. The Air Force must use leases in high 
cost and overseas areas to obtain adequate housing to meet critical needs and to avoid unacceptably 
high member out-of-pocket costs. 

Program Summary - Highlights 

Authorization is requested to fund leases and related expenses in FY 2011. The FY 201 1 request for 
family housing leasing points is summarized as follows: 



Lease Pts 

FY 09 

Used Cost ISOOO) 

FY 10 

Used CostlSOOOl 

FY 11 

Used Cost (■$0001 

Foreign 

9,084 

2,522 

S53,182 

1,972 

$38,722 

1,639 

$38,860 

Section 801 

3,172 

2,844 

$49,868 

2,558 

$46,443 

2,558 

$49,542 

Domestic 

3,333 

708 

$2,451 

494 

$7,858 

461 

$7,269 


Foreign Leasing 

Congress controls leasing in foreign countries first by the number of lease points authorized, then 
by the review and approval of contract proposals, and finally by the funds appropriated. Air 
Force strategy is to provide adequate housing for our personnel serving in other countries where 
military family housing is not available. 
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Section 801 Leasing 


In FY 1984, Congress authorized the testing of a new leasing program for U.S. installations in 
P.L. 98-115, Section 801 . This program was designed to reduce CONUS family housing deficit 
at bases where Air Force families were seriously affected by housing shortages and high housing 
costs. Twelve housing communities were constructed. Since then, 801 leases have terminated at 
Goodfellow AFB, TX; March AFB, CA; Hanscom AFB, MA and Eielson AFB, AK. The 
current inventory of 801 leases is shown in Exhibit FH-4B. 

Domestic and Foreign Leasing father than Section 801) 

The Air Force supports independent duty personnel residing in high cost rental areas. This 
support is provided since housing within BAH or OHA rates arc not available in these areas. 

Foreign leases arc primarily provided at Aviano, IT; Lakenheath, UK and Spangdahlem, GE. 
Most other leases overseas arc provided to support accompanied Air Force members where 
military family housing is not available. Leases are provided for members in other overseas 
locations in which the Department of State International Cooperative Administrative Support 
Services (ICASS) program administers the lease with the Air Force providing appropriate 
funding. 
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MILITARY FAMILY HOUSING 
FISCAL YEAR 2011 BUDGET REQUEST 


RECONCILIATION OF INCREASES AND DECREASES 

EXHIBIT OP-5 

Leasing 

1 . FY 20 1 0 President's Budget 

2. Congressional Adjustments: 

3. FY 2009 Appropriated Amount: 

4. Supplemental: 

5. Price Growth: 

6. Functional Program Transfers: 

7. Program Increases: 

8. Program Decreases: 

9. FY 2009 Current Estimate 

10. Price Growth: 

a. Inflation (1.1%) 

11. Functional Program Transfer: 

12. Program Increase: 

13. Program Decreases: 

14. Budget Request: 


($ in Thousands) 
$103,406 

None 

$103,406 

None 

None 

None 

None 

None 

$103,406 

$1,137 

None 

None 

-$8,872 

$95,671 


Analysis of Changes in Leasing: 

The attached leasing charts reflect changes to the program by locations and type of lease. These 
requirements are a direct result of changes to missions, changes in accompanied / unaccompanied 
requirements, and other housing needs. The program decrease in FY 201 1 includes a reduction of 
funding received in FY2010 ($6,000K) to support the 801 lease program. The requirement to support 
this lease is paramount in the continuation of the MOA for Joint Basing. 
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LOCATION 

1 FY09 

1 P?lo 

i FYii 

# UNITS 

LEASE 

MONTHS 

KBI 

# UNITS 

LEASE 

MONTHS 

0 

0 

0 

0 

0 

4.968 

168 

792 

IBBH 

ilBB 

LEASE 

MONTHS 

ireaaa 

ilBI 

DOMESTIC LEASES 

Buckley, CO 

Eielson AFB, AK 

Keesler, MS ^ 

Los Angeles, CA (AFRTS) 

Pinedale, WY 

Andrews, MD 

San Antonio. TX (AFROTC) 

San Antonio. TX (AFRS) 

Unassiqned 

160 

18 

4 

0 

14 

68 

3,039 

360 

0 

216 

48 

0 

168 

816 

$42 

so 

$503 

$382 

$52 

$0 

$301 

$1,171 

0 

0 

0 

0 

0 

414 

14 

66 

2,839 

• $0 
$0 
$0 
$0 
$0 
$6,392 
$307 
$1,159 

0 

0 

0 

0 

0 

414 

8 

39 

2,872 

0 

0 

0 

0 

0 

4,968 

96 

468 

$0 

$0 

$0 

$0 

$0 

$6,392 

$148 

$729 

TOTAL DOMESTIC LEASES 


■■mi 







■mil 

FOREIGN LEASES 










Amman, Jordan 

4 

48 

$73 

4 

48 

$74 

3 

36 

$108 

Aviano, Italy 

726 

8,712 

$20,734 

587 

7.044 


531 

6,372 

$16,078 

Bankok, Thailand 

1 

12 

$38 

1 

12 

$39 

0 

0 

$0 

Bonn, Germany 

1 

12 

$33 

1 

12 

$33 

1 

12 

$37 

Brussels, Belgium 

1 

12 

$45 

1 

12 

$46 

1 

12 

$47 

Cairo, Egypt 

2 

24 

$72 

2 

24 

$73 

3 

36 

$77 

Chaing Mai, Thailand 

4 

48 

$152 

4 

48 

$155 

0 

0 

$0 

Classified Location 

1 

12 

$54 

1 

12 

$55 

1 

12 

$60 

Copenhagen, Denmark 

4 

48 

$238 

4 

48 

$217 

4 

48 

$272 

Doha, Qatar 

1 

12 

$40 

1 

12 

$45 

2 

24 

$155 

Geilenkirchen, Germany 

1 

12 

$63 

1 

12 

$64 

1 

12 

$76 

Izmir, Turkey 

2 

24 

$58 

2 

24 

$227 

1 

12 

$128 

Manama, Bahrain 

1 

12 

$27 

1 

12 

$28 

1 

12 

$40 

Nairobi, Kenya 

2 

24 

$47 

2 

24 

$48 

1 

12 

$40 

Osan, Korea 

199 

2,388 

$4,057 

0 

0 

$0 

0 

0 

$0 

Paris. France (11WG) 

7 

84 

$671 

7 

84 

$628 

7 

84 

$861 

Paris. France (USAFE) 

2 

24 

$120 

2 

24 

$179 

2 

24 

$191 


1,320 

15.840 

$21,817 

851 

10,212 

$14,347 

851 

10,212 

$16,555 


15 

180 

$347 

23 

276 

$542 

23 

276 

$529 

iSpangdahiem, Germany 

225 

2,700 

$4,320 

471 

5,652 

$4,320 


2,400 

$3,026 


1 

12 

$53 

1 

12 

$81 

1 

12 

$83 

United Arab Emirates 

1 

12 

$59 

1 

12 

$64 

1 

12 

$120 

Vienna, Austria 

1 

12 

$54 

1 

12 

$60 

1 

12 

$74 

Douala, Camaroon 

0 

0 

$0 

1 

12 

$104 

1 

12 

$104 

India 

0 

0 

$0 

1 

12 


1 

12 

$103 

Israel 

0 

0 

$0 

1 

12 

$92| 

1 

12 

$95 

Unassianed i 

6,562 


$12 

7.112 


iiJ 

7,445 


$1 

TOTAL FOREIGN LEASES 1 

9,084 

30,264 

53,182 

9,084 

23,664 


9,084 

19,668 

38,860 


12,417 

31,872 

55,634 

12,417 

29,592 

46,580 1 

12,417 

25,200 

46,129 


February 2010 


340 


55040A 

















ANALYSIS OF HIGH COST LEASED UNITS 
(Other than Section 801) 
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DEPARTMENT OF THE AIR FORCE 
MILITARY FAMILY HOUSING 
FISCAL YEAR 201 1 BUDGET REQUEST 

HOUSING PRIVATIZATION 

Overview: The Air Force estimates by the end of FY09 they will have privatized family housing 
at 43 bases. 


Status of Projects : 


I 

Base 

Lackland AFB 
(PhD 

Dyess AFB 

Robins APB 
(PhD 

Elmendorf AFB 
(PhD 

Wrlght- 

Patterson 

1 AFB tPh 1} i 

I Location 

I (City, State) 

San Antonio, TX 

Abfiene, TX 

Warner Robins, 
GA 

Anchorage, AK 

j 

Dayton, OH t 

Award Date 

Aug-98 

Sep-00 

Sep-00 

Mar-01 

Aug-02 

# of units 
privatized 

420 

402 

670 

823 

1,536 

Type of Deal 
(debt, equity) 

Debt 

w/ Guarantee 

Debt 

Debt 

w/ Guarantee 

Debt 

w/ Guarantee 

Debt 

w/ Guarantee 

Construction 

Status 

Complete 

Complete 

Complete 

Complete 

Complete 

Construction 

Complete 

Nov-01 

Sep-02 

Jun-02 

Sep-03 

Feb-06 


Baiey, 

J KirtiandAFB 

' .Buckley AFB^ 

, Elmendorf AFB 

^^(Ph'atl^ 

; OffutlAFB 

Location 
(City, State) 

Albuquerque, NM 

Aurora, CO 

Anchorage, AK 

Honolulu, HI 

Omaha. NE 

Award Date 

May-03 

Aug-04 

Oct-04 

Feb-05 

Sep-05 

# of units 
privatized 

1,076 

351 

1,194 

1,356 

1,640 

Type of Deal 
(debt, equity) 

Debt w/Guarantee 

Debt 

Debt 

W/ Guarantee 

Debt 

Debt 

Construction 

Status 

Complete 

Complete 

Complete 

Construction 

underway 

Construction 

underway 

Construction 

Complete 

Aug-06 

Sep-07 

Mar-07 

Feb-10 

Sep-1 3 
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Base 

Hill AFB 

Dover AFB 

Scott AFB 

Nellis AFB 

McGuire AFB - Ft 
Dix 

Location 
(City, State) 

Sait Lake City, UT 

Dover, DE 

O'Failon, iL 

Las Vegas, NV 

Wrightstown, NJ 

Award Date 

Oct-05 

Oct-05 

Jan-06 

May-06 

Sep-06 

# of units 
privatized 

1,018 

980 

1,593 

1.178 

2,084 

Type of Deai 
(debt, equity) 

Debt 

Debt 

Debt 

Debt 

Debt 

Construction 

Status 

Construction 

underway 

Complete 

Complete 

Construction 

underway 

Construction 

underway 

Construction 

Complete 

OcMI 

Oct~09 

Jun-09 

May-11 

Sep-12 


Base 

AltusAFB 

j Luke AFB 

Tyndall AFB ; 

Sheppard AFB 

US Air Force 
Academy 

Location 
(City, State) 

Altus, OK 

Phoenix, AZ 

Panama City, FL 

Wichita Falls, TX 

Colorado Springs, 
CO 

Award Date 

Feb-07 

Feb-07 

Feb-07 

Feb-07 

May-07 

# of units 
privatized 

726 

426 

813 

910 

427 

Type of Deal 
(debt, equity) 

Debt 

Debt 

Debt 

Debt 

Debt 

Construction 

Status 

Construction 

underway 

Construction 

underway 

Construction 

underway 

Construction 

underway 

Construction 

underway 

Construction 

Complete 

Feb-12 

Feb-12 

Feb-12 

Feb-12 

May-13 


Base 

Davis-Monthan 

AFB 

Holloman AFB 

HickamAFB 
(Ph 2) 

Peterson AFB 
Schriever AFB 

.Loa Angeles AFB 

Location 
(City, State) 

Tucson, AZ 

Alamogordo, NM 

Honolulu, HI 

Colorado Springs, 
CO 

Los Angeles, CA 

Award Date 

Jui-07 

Jut-07 

Aug-07 

Sep-07 

Sep-07 

# of units 
privatized 

929 

909 

1,118 

894 

572 

Type of Deal 
(debt, equity) 

Debt 

Debt 

Debt 

Equity 

Equity 

Construction 

Status 

Construction 

underway 

Construction 

underway 

Construction 

underway 

Construction 

underway 

Construction 

underway 

Construction 

Complete 

Jul-15 

Jul-15 

Aug-14 

Sep-13 

Sep-13 
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Base 

Robins AFB(Ph2) 

Bolling AFB 

Langley AFB 

Barksdale AFB 

Columbus AFB ' 

Location 
{City, State) 

Warner-Robins, GA 

Washington, DC 

Hampton, VA 

Bossier City, LA 

Columbus, MS 

Award Date 

Sep-07 

Sep-07 

Sep-07 

Sep-07 

Oct-07 

# of units 
privatized 

207 

669 

1,430 

1,090 

453 

Type of Deal 
{debt, equity) 

Equity 

Debt 

Debt 

Debt 

Equity 

Construction 

Status 

Construction 

underway 

Construction 

underway 

Construction 

underway 

Construction 

underway 

Construction 

underway 

Construction 

Complete 

Sep-10 

Sep-14 

Sep-14 

Sep-14 

Oct-12 1 

- - 


Baseft^' 

Goodfeliow AFB 

Laughtln AFB 

Maxwell AFB 

Randolph AFB 

-Vance AFB 

Location 
(City, State) 

San Angelo, TX 

Del Rio, TX 

Montgomery, AL 

San Antonio, TX 

Enid, OK 

Award Date 

Oct-07 

Oct-07 

Oct-07 

Oct-07 

Oct-07 

jf units., 
privatized 

241 

451 

501 

317 

237 

Type of Deal 
(debt, equity) 

Equity 

Equity 

Equity 

Equity 

Equity 


Construction 

Construction 

Construction 

Construction 

Construction 

Status 

underway 

underway 

unden/yay 

underway 

underway 

Construction 

Complete 

Oct-12 

Oct-12 

Ocl-12 

Oct-12 

Oct-12 


Bese ■ ' 

- Vandenbelg AFB*> 

^Andrews AFBW 

' %^MaoDill AFb"|^ 



Location 
(City, State) 

Santa Barbara, CA 

Camp Spnngs. MD 

Tampa, FL 

Spokane, WA 

Oklahoma City, OK 

Award Date 

Nov-07 

Nov-07 

Nov-07 

Ju!-08 

Jul-OB 

# of units 
privatized 

867 

887 

571 

641 

6S0 

Type of Deal 
(debt, equity) 

Debt 

Debt 

Debt 

Debt 

Debt 

Construction 

Status 

Construction 

underway 

Construction 

underway 

Construction 

underway 

Underway 

Underway 

Construction 

Complete 

Nov-12 

Nov-13 

Nov-13 

Ju!-15 

Jui-15 
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DEPARTMENT OF THE AIR FORCE 
MILITARY FAMILY HOUSING 
FISCAL YEAR 201 1 BUDGET REQUEST 


Base 

- Travis AFB 

Patrick AFB 
(Falcon Group) 

Moody AFB 
(Falcon Group) 

Little Rock AFB 
(Falcon Group) 

Hanscom AFB 
(Falcon Group) 

Location 
(City. State) 

Fairfield. CA 

Cocoa Beach, FL 

Valdosta, GA 

Little Rock, AR 

Bedford, MA 

Award Date 

Jui-08 

Nov-08 

Nov-08 

Nov-08 

Nov-08 

# of units 
privatized 

1,134 

616 

256 

1,000 

747 

Type of Deal 
(debt, equity) 

Debt 

Equity 

Debt 

Debt 

Debt 

Construction 

Status 

Underway 

Construction 

underway 

Construction 

underway 

Construction 

underway 

Construction 

underway 

Construction 

Complete 

JuM5 

Nov-12 

Nov-12 

Nov-12 

Nov-12 


Base'*' 

Lackland AFB 
(Ph2) • 

Dyess AFBH y 

Wright-Patterson: 
"AFB(Ph2) N 

Beale AFB ' 

4 

•j, Eieison AFB 

Location 
(City, State) 

San Antonio. TX 

Abilene, TX 

Dayton, OH 

Yuba City, CA 

Fairbanks, AK 

Award Date 

Dec-08 

Sep-10 

Sep-10 

Sep-10 

Sep-10 

# of units 
privatized 

465 

674 

101 

509 

716 

Type of Deal 
(debt, equity) 

Debt 

TBD 

Equity 

TDB 

TBD 

Construction 

Status 

Underway 

Not Started 

Not started 

Not started 

Not started 

Construction 

Complete 

Dec-15 

TBD 

TBD 

TBD 

TBD 


Base 

F.E. Warren AFB, 

0 - ShMif AFB 

Arnoltl 

t s. ! 

Charleston AFB. 

Keesler AFB 

Location 
(City, State) 

Cheyenne, WV 

Sumter. SC 

Manchester, TN 

Charleston, SC 

Biloxi, MS 

Award Date 

Mar-11 

Mar-1 1 

Mar-1 1 

Mar-1 1 

Mar-11 

# of units 
privatized 

659 

630 

22 

382 

1,188 

Type of Deal 
(debt, equity) 

TBD 

TBD 

TBD 

TBD 

TBD 

Construction 

Status 

Not Started 

Not started 

Not started 

Not started 

Not started 

Construction 

Complete 

TBD 

TBD 

TBD 

TBD 

TBD 
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DEPARTMENT OF THE A!R FORCE 
MILITARY FAMILY HOUSING 
FISCAL YEAR 201 1 BUDGET REQUEST 


Base 

Matmstronrt AFB 

Whiteman AFB 

p— : — ^ — F4, V • L‘"i 

Minot AFB 

Cavalier AFS 

Grand Forks 
AFB 

Location 
(City, State) 

Great Falls, MT 

Knob Noster, MO 

Minot, ND 

Cavalier, ND 

Grand Forks, ND 

Award Date 

Mar-1 1 

Mar-11 

Jun-11 

Jun-11 

Jun-11 

# of units 
privatized 

1,116 

891 

1,606 

12 

547 

Type of Deal 
(debt, equity) 

TBD 

TBD 

TBD 

TBD 

TBD 

Construction 

Status 

Not started 

Not started 

Not Started 

Not Started 

Not Started 

Construction 

Complete 

TBD 

TBD 

TBD 

TBD 

TBD 


Bass < 

Mountain Home 
AFB 

Ellsworth AFB 

Cannon AFB 

Seymour 
Johnson AFB 

Hurlburt AFB 

Location 
(City, Slate) 

Mountain Home, 

ID 

Rapid City. SD 

Clovis, NM 

Goldsboro, NC 

Fort Walton 
Beach, FL 

Award Date 

Jun-11 

Jun-11 

Jun-11 

Sep-11 

Sep-11 

# of units 
privatized 

1,059 

497 

828 

898 

521 

Type of Deal 
(debt, equity) 

TBD 

TBD 

TBD 

TBD 

TDB 

Construction 

Status 

Not Started 

Not Started 

Not started 

Not Started 

Not started 

Construction 

Complete 

TBD 

TBD 

TBD 

TBD 

TDB 


Base 

EglinAFB 

M&ohirtHAFB 

Edwards AFB 

Location 
(City, State) 

Fort Walton 
Beach, FL 

Wichita, KS 

Lancaster, CA 

Award Date 

Sep-1 1 

Sep-11 

Sep-1 1 

# of units 
privatized 

1,402 

357 

796 

Type of Deal 
(debt, equity) 

TDB 

TBD 

TDB 

Construction 

Status 

Not started 

Not Started 

Not started 

Construction 

Complete 

TDB 

TBD 

TDB 


February 2010 


347 


55040A 



334 


DEPARTMENT OF THE AIR FORCE 
MILITARY FAMILY HOUSING 
FISCAL YEAR 201 1 BUDGET REQUEST 

RECONCILIATION OF INCREASES AND DECREASES 

EXHIBIT OP-5 

Housing Privatization: This program provides for all MFH O&M funded costs related to 
privatization. The Air Force pursues privatization ventures to transfer operation and 
maintenance responsibility to the private sector where cost effective. Accelerated revitalization 
of housing assets is the biggest benefit from privatization. 

($ in Thousands) 


1. 

FY 2010 President's Budget: 

$53,816 

2. 

Congressional Adjustments: 

None 

3. 

FY 2010 Appropriated Amount: 

$53,816 

4. 

Supplemental: 

None 

5. 

Price Growth: 

None 

6. 

Functional Program Transfers: 

None 

7. 

Program Increases: 

None 

8. 

Program Decreases: 

None 

9. 

FY 2010 Current Estimate 

$53,816 

10. 

Price Growth: 



a. Inflation (1.1%) 

+$592 

11 . 

Functional Program Transfer: 



a. Contractor to Civilian Conversion 

-$2,75 1 

12. 

Program Increases; 

a. Joint Basing Initiatives 

+$5,099 
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DEPARTMENT OF THE AIR FORCE 
MILITARY FAMILY HOUSING 
FISCAL YEAR 201 1 BUDGET REQUEST 


13. Program Decreases: 

a. Privatization Streamlining -$2,853 

14. FY 20 1 1 Budget Request: $53,903 


Analysis of Changes in Privatization: 

The Privatization Baseline was reduced by $2,853K to account for reductions in MAJCOM 
manpower, changes in scope and requirements for construction surveillance and program 
management support at installations during the initial development period, and reduced need for 
pre-solicitation support. As projects move from original construction to portfolio management, 
there is a reduced need for continual oversight and project management as the projects are closed 
out. 

Executive Summary: 

The Air Force requests $53,903 in the FYl 1 Budget Request for Housing Privatization. These 
funds arc required for Air Staff, AFCEE, MAJCOMs and installations to manage and oversee 40 
closed privatization initiatives at 63 installations, to pay manpower costs previously expensed out of 
the Management sub-account. The funds are programmed for 1) portfolio management, 2) project 
construction oversight for local and federal code compliance, 3) installation asset management flight 
manpower, 4) MAJCOM and base specific privatization project management support. 

During the post-closing initial development period, approximately $1.1M is required per 
installation. This includes construction surveillancc/oversight ($240K), installation project 
management ($ 1 80K) and asset management flight manpower ($480K), and yearly portfolio 
management sustainmainent costs ($200K.). 
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DEPARTMENT OF THE AIR FORCE 
MILITARY FAMILY HOUSING 
FISCAL YEAR 201 1 BUDGET REQUEST 


Requested Detail: 

Construction Surveillance/Oversight : Once a project is closed, AFCEE provides supervision and 
inspection oversight of the housing privatization developer’s construction. The Air Force and 
DoD have a vested interest in these privatization projects (loans and land leases) and the 
oversight ensures the Air Force receives top-quality housing for military members that complies 
with state and local construction codes. AFCEE assists the MAJCOMs and each base to provide 
construction oversight as the developer accomplishes housing construction or revitalization. 

Asset Management : Transitioning from govemment-owned/operated housing to privatized 
housing is an ongoing effort for our bases. AFCEE’s asset management support team is 
committed to ensuring our base and MAJCOM personnel receive the necessary training to 
accomplish their tasks. AFCEE’s mixed staff, four contract and civilian employees, conduct 
annual CONUS resident satisfaction surveys and provides a comprehensive AF portfolio report. 
Asset management team supports the Air Staff by providing AFI updates, policy changes and 
property management-related updates to keep the generic transaction documents current. They 
augment MAJCOM and Air Staff support by attending IPTs and by providing day-to-day support 
thru telecoms and the asset management toolbox. 

Portfolio Management: Long-term project oversight is essential to ensuring the Air Force 
continues to receive quality housing from the privatization developers. The Air Force has 
selected an industry leader in this field to assist AFCEE’s four personnel and the installations by 
providing on-going program oversight for the length of the initiatives — generally 50 years. In 
this capacity, the portfolio manager oversees the financial and managerial aspects of the deal to 
ensure loan payments are met, escrow and lockbox accounts are established and funded, and 
management is providing quality service to our members. This oversight identifies any projects 
that are in difficulty and implements corrective measures to preclude project failure. 

Base/MAJCOM POCs: Executing a housing privatization initiative is manpower intensive yet 
MAJCOMs and bases have not been allocated additional manpower. To date, existing staffs 
have been overburdened because of the need to continue existing housing operations workload 
while providing support to the development of the privatization initiatives. A central point of 
contact is needed at each installation to coordinate all activities associated with the privatization 
effort from the beginning of concept development through construction and moving service 
members and their families into the units. Large projects or joint ventures with another military 
service will require an additional position to support the expected coordination and correlation 
workload. 
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SUMMARY PROJECT LIST 
AIR NATIONAL GUARD 

MILITARY CONSTRUCTION PROGRAM - FY 201 1 


STATE 

INSTALLATION AND PROJECT 

AIJTH/APPN 

AMOUNT (SOOO) 

PAGE NO. 

ALABAMA 

Montgomery Regional Airport (ANG) Base 

Fuel Cell and Corrosion Control Hangar 

Siib-Tota! Alabama 

7.472 

7.472 

Ii-1 

ARIZONA 

Davis-Monthan AFB 

TFI- Predator Full Operational Capability (FOC) - Active 

Dut\' Associate 

Sub-Total Arizona 

4,650 

4,650 

II-4 

DELAWARE 

New Castle County Airport 

Joint Forces Operations Center - ANG Share 

Sub-Total Delaware 

1, 500 

1,500 

II-7 

FLORIDA 

Jacksonville International Airport (lAP) 

Security Forces Training Facility 

Sub-Total Florida 

6,700 

6,700 

n-10 

GEORGIA 

Savannah/HiUon Head International Airport (lAP) 

Relocate Air Suppon Operations Squadron (ASOS) Facilities 

Sub-Total Georgia 

7.450 

7.450 

11-13 

HAWAII 

Hickam AFB 

TFI - F-22 Beddown Infrastructure Support 

TFI - F-22 Upgrade Munitions Complex 

TFI - F-22 Hangar, Squadron Operations and Aircraft 
Maintenance Unit 

Sub-Total Hawaii 

5.950 

17.250 

48.250 
71,450 

11-16 

11-19 

11-22 

ILLINOIS 

Capital Municipal Airport 

TFI • cNAF Beddown - Upgrade Facilities 

Sub-Total Illinois 

16.700 

16.700 

11-25 

INDIANA 

Hulman Regional Airport 

TFI - ASOS Beddown - Upgrade Facilities 

Sub-Total Indiana 

4.100 

4.100 

11-28 

MARYLAND 

Martin State Airport 

Replace Operations and Medical Training Facility 

Sub-Total Maryland 

11.400 

11.400 

11-31 

NEW YORK 

Fort Drum Military Reservation 

TFI - Reaper Infrastructure Support 

Sub-Total New York 

2.500 

2.500 

11-34 
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STATE 


NEW YORK 


NORTH CAROLINA 


PENNSYLVANIA 


TENNESSEE 


SUMMARY PROJECT LIST 
AIR NATIONAL GUARD 

MILITARY CONSTRUCTION PROGRAM - FY 2011 


INSTALL ATION AND PROJECT 


AUTH/APPN 

AMOUNT ($000) PAGE NO. 


Stcv^art International Airport (lAP) 


Base Defense Group Beddown 

Sub-Total New York 

14.250 

14.250 

11-37 

Stanly County Airport 

Upgrade ASOS Facilities 

Sub-Total North Carolina 

2,000 

2,000 

11-40 

State College ANG Station 

Add to and Alter AOS Facility 

Sub-Total Pennsylvania 

4.100 

4.100 

11-43 

Nashville International Airport (lAP) 

TFl- Renovate Intel Squadron Facilities 

Sub-Total Tennessee 

5.500 

5.500 

11-46 

SUB-TOTAL - ALL BASES 

159,772 


PLANNING AND DESIGN 

9,214 

11-49 

UNSPECIFIED MINOR CONSTRUCTION 

R,000 

11-51 

SUB - TOTAL - SUPPORT COSTS 

17.214 


GR.\ND TO! AL - FY 2011 REQUEST 

176,986 
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NEW MISSION/CL’RRENT MISSION EXHIBIT 
AIR NATIONAL GUARD 

MILITARY CONSTRUCTION PROGRAM - FY ZOll 


LOCATION 


PROJECT 


COST CURRENT/ 

($000) NEW/ENV 


Montgomery RAP 

(ANG), AL 

Fuel Cell and Corrosion Control Hangar 

7,472 

C 

Davts-Monthan 

(AFB), AZ 

TFI- Predator FOC - Active Duty Associate 

4,650 

N 

New Castle County 
(MAP), DE 

Joint Forces Operations Center - ANG Share 

1,500 

C 

Jacksonvilie lAP, 

FL 

Security Forces Training Facility 

6,700 

C 

Savannah/HUton Head 

lAP, GA 

Relocate ASOS Facilities 

7,450 

N 

Hickam 

TFI - F-22 Beddown Infrastructure Support 

5,950 

N 

(AFB), HI 

TFI - F-22 Upgrade Munitions Complex 

17,250 

N 


TFI - F-22 Hangar, Squadron Operations and Aircraft 
Maintenance Unit 

48,250 

N 

Abraham Lincoln Capital 
(MAP), IL 

TFI - cNAF Beddown - Upgrade Facilities 

16,700 

N 

Hulman RAP, 

IN 

TFI - ASOS Beddown - Upgrade Facilities 

4,100 

N 

Martin State Airport, 

MD 

Replace Operations and Medical Training Facility 

li,400 

C 

Fort Drum Military 

Reservation, NY 

TFI - Reaper Infrastructure Support 

2.500 

N 

Stewart lAP, 

Base Defense Group Beddown 

14,250 

N 


NY 
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NEW MISSION/CURRENT MISSION EXHIBIT 
AIR NATIONAL GUARD 

MILITARY CONSTRUCTION PROGRAM - FY 2011 


Stanly County Upgrade ASOS Facilities 2,000 N 

Airport, NC 

State College Add To and Alter AOS Facility 4, 1 00 C 

ANGS, PA 

Nashville lAP, TFI- Renovate INTEL Squadron Facilities 5,500 N 

TN 

PL ANNING AND DESIGN 9,21 4 

UNSPECIFIED MINOR CONSTRUCTION 8,000 

TOTAL ENERGY 0 

TOTAL ENVIRONMENTAL 0 

TOTAL NEW MISSION (11) 128,600 

TOTAL CURRENT MISSION (5) 31,172 

GRAND TOTAL - FY 2011 REQUEST 176,986 
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DEPARTMENT OF THE AIR FORCE 
AIR NATIONAL GUARD 

MILITARY CONSTRUCTION PROGRAM FOR FISCAL YEAR 2011 


SECTION I 


APPROPRIATIONS LANGUAGE 


For construction, acquisition, expansion, rehabilitation, and conversion of facilities for the 
training and administration of the Air National Guard, and contributions therefore, as authorized 
by Chapter 1803 of Title 10, United States Code, and Military Construction Authorizations Acts, 
SI 76,986,000 to remain available until September 30, 2015. 
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SPECIAL PROGRAM CONSIDERATIONS 


Environmental Compliance 

The environmental compliance projects proposed in this program are necessarj'' to 
correct cun'ent environmental noncompliance situations and to prevent future 
noncompliance. 


Flood Plain Management and Wetland Protection 

Proposed land acquisitions, disposals, and installation construction projects have 
been planned in accordance with the requirements of Executive Orders 1 1988, Flood 
Plain Management, and 1 1900, Protection of Wetlands. Projects have been sited to avoid 
long and short-term adverse impacts, reduce the risk of flood losses, and minimize the 
loss, or degradation of wetlands. 

Desinn for Accessibility^ of Physically Handicapped Personnel 

In accordance with Public Law 90-480, provisions for physically handicapped 
personnel will be provided for, where appropriate, in the design of facilities included in 
this program. 


Preservation of Historical Sites and Structures 


Facilities included in this program do not directly or indirectly affect a district, 
site, building, structure, object, or setting listed in the National Register of Historic 
Places, except as noted on the DD Form 1391s. 

Environmental Protection 

In accordance with Section 102(2) (c) of the National Environmental Policy Act 
of 1969 (PL 91-190), the environmental impact analysis process has been completed or is 
actively underway for all projects in the Military Construction Program. 

Economic .4nalvsis 


Economics are an inherent aspect of project development and design of military 
construction projects. Therefore, all projects included in this program represent the most 
economical use of resources. 
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SPECIAL PROGRAM CONSIDERATIONS 
(continued) 


Reser\'e Manpower Potential 

The reserve manpower potential to meet and maintain authorized strengths of all 
reseiwe flying/non-flying units in those areas in which these facilities are to be located has 
been reviewed. It has been determined, in coordination with all other Services having 
reserve flying/non-flying units in these areas, that the number of units of the reserve 
components of the Armed Forces presently located in those areas, and those which have 
been allocated to the areas for future activation, is not and will not be larger than the 
number that reasonably can be expected to be maintained at authorized strength 
considering the number of persons living in the areas who are qualified for membership 
in those reserve units. 


Construction Criteria Manual 


Unless otherwise noted, the projects comply with the scope and design criteria 
prescribed in the Unified Facilities Criteria (UFC). 

Request for Reauthorization 

hi light of unforeseen site conditions and execution delays, the Air National Guard 
requests reauthorization of project CURZ049023, Base Security Improvements at 
Burlington, VT, originally authorized in fiscal year 2008 for $6,600,000. 
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1. COMPONENT 


FY 201 1 MILIX.-^RY CONSTRUCTION PROJECT DATA 
(computer generated) 


DATE 


ANG I I Febniary2010 

3. INSTALLATION AND LOCATION PROJECT TITLE 

MONTGOMERY REGIONAL AIRPORT (ANG) BASE, FUEL CELL AND CORROSION CONTROL 


ALABAMA 

1 HANGAR 

5. PROGRAM ELEMENT 

6, CATEGORY CODE 

7. PROJECT NUMBER 

8. PROJECT COST($000) 

52276F 

211-179 

FAKZ959574 

$7,472 


9. COST ESTIMATES 


ITEM 

LW 

QUANTHY 

UNIT 

COST 

COST 

(.$000) 

FUEL CELL AND CORROSION CONTROL F.ACILITY 

SM 

1.821 


4,887 

FUEL CELL HANGAR AREA 

SM 

697 

2,583 


FUEL CELL SHOP AREA 

SM 

139 

2,583 

( 359) 

CORROSION CONTROL HANGAR AREA 

SM 

697 

2,583 


CORROSION CONTROL SHOP AREA 

SM 

139 

2.583 

( 359) 

MEDIA STRIPPING AREA 

SM 

149 

2,583 

( 385) 

ANTITERRORISM FORCE PROTECTION 

SM 

1,821 

22 

( 40) 

SDD&EPACT (3%FOR LEED CERT/ENERGY CONSERV) 

LS 



( 144) 

SUPPORTING FACILITIES 




1,826 

UTILITIES 

LS 



( 267) 

RAMP ACCESS AND PAVEMENTS 

LS 



( 800) 

SITE IMPROVEMENTS 

LS 



{ 140) 

COMMUNICATIONS SUPPORT 

LS 



( 50) 

DEMOLITION.'ASBESTOS REMOVAL 

SM 

430 

161 

( 69) 

FIRE SUPRESSION SUPPORT 

LS 




SUBTOTAL 




6,713 

CONTINGENCY (5%) 




336 

TOTAL CONTRACT COST 




7,049 

SUPERVISION, INSPECTION AND OVERHEAD (6%) 




423 

TOTAL REQUEST 




7,472 


10. Description of Proposed Construction; Reinforced concrete foundation and floor slab with steel 
framed masonry walls and roof structure. Interior walls and utilities. Exterior work includes: ramp 
access and supporting pavements, fire suppression systems support, utilities, site preparation, and 
communications support. Demolish one building and landscape the site. 

Air Conditioning: 140 KW. 

11. REQUIREMENT: 1,821 SM ADEQUATE: 0 SM SUBSTANDARD: 1,181 SM 
PROJECT : Replace F-16 Fuel Cell and Corrosion Control Facility (Current Mission) 

REQUIREMENT : The base requires an adequately sized and properly configured facility to perform 
environmentally safe corrosion control and fuel cell maintenance on F-16 aircraft in accordance with 
OSFIA and AFOSFl standards. One bay is required for aircraft indoor washing, corrosion control, a 
space for spot painting equipped with ventilation, environmental control, and fire suppression systems. 
Areas for solvent cleaning, bead blasting, and painting of small aircraft parts is required. Another bay 
is required for isolated fuel systems repair and maintenance, with proper environmental containment, 
fire suppression, and ventilation systems. 

CURRENT SITUATION : The base has inadequate and undersized F-16 fuel cell and corrosion control 
facilities. The corrosion control facility, building 1403, was designed as a weapons calibration shelter 
for F-4 aircraft and subsequently adapted for corrosion control work. The building is only 4,630 SF; 
approximately 60% of the minimum required space. It has insufficient shop and storage space. The 
building has inadequate fire detection and suppression systems. The building is poorly insulated, with 
inadequate utilities. A building addition is not possible due to site constraints. The facility’s ability to 
support corrosion control functions has diminished, resulting in marginal maintenance effectiveness. 
Initial configuration and supporting systems were never ideal for this type of activity. The fuel cell 


DD FORM I39Is, OCT 96 


Previous editions are obsolete 


Page No ll-l 


55040A 






















352 


1. COMPONENT 

.ANG 

FY 201 1 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 

2. DATE 

Febmary 2010 

3. INSTALLATION AND LOCATION 

MONTGOMERY REGIONAL AIRPORT (ANG) BASE, ALABAMA 



5. PROJECT TITLE 


7, PROJECT NUMBER 

FUEL CELL AND CORROSION CONTROL HANGAR 

F.AKZ959574 


facility, building 1 304, is over 30 years old and no longer meets physical requirements necessary for 
this type of function. It is not equipped with proper ventilation, enviromnental control or fire 
suppression systems required by current life-safety codes. The facility is not easily accessible from the 
parking apron. The base does not have a facility for munitions load crew training. Upon completion of 
this project, building 1403 will be demolished while building 1304 will be renovated with a separate 
project for a munitions load crew training facility. Currently, this task is performed in a haphazard 
manner outdoors, weather permitting. The lack of training environment degrades mission effectiveness. 
Classroom training must be done away from the aircraft, with lost training opportunities. Building 
1 304 is 8.000 SF and is correctly sited/sized for load crew training. The base has been identified to host 
an Active Associate unit; in the near future the unit w'ill begin hosting Active Duty aircrews and 
maintenance crews and flying more sorties; placing further strain on the already inadequate fuel 
ccll/corrosion control. This could become a HMFAC to F-16 training if not addressed. 

IMPACT IF NOT PROVTDED : Accept risk to mission degradation due to inadequate fuel cell 
maintenance and corrosion control facilities. Accept risk of early corrosion-related aircraft 
failure./retirement due to inadequate corrosion protection. ANG members continue to w’ork in unsafe 
working conditions in facilities not constnicted for currently intended purposes, not suitably configured, 
and without proper systems required for effective maintenance activities. Aircraft maintenance 
activities are delayed due to inadequate facility configuration. Lost training and mission 
accomplishment with increasingly adversely impacted results in missed perfonnance requirements. 
Increased aircraft maintenance time. Decreased aircraft availability and con-esponding aircrew' training 
reductions on munitions load crew' training. 

ADDITIONAL : This project meets the criteria/scopc specified in Air National Guard Handbook 
32- 1 084, “Facility Requirements” and is in compliance with the base master plan. Antiterrorism Force 
Protection requirements have been considered in the development of this project. All known 
altematives/options w'erc considered in the development of this project. No other option could meet the 
mission requirements; therefore, no economic analysis was needed or perfonned. Building 1403 at 15 1 
SM will be demolished and building 1304 wall be reused as a Weapons Load Crew' Training Facility. 
This facility can be used by other components on an “as available” basis; however, the scope of the 
project is based on Air National Guard requirements. Project will incorporate Leadership in Energy and 
Environmental Design (LEED) and sustainable development concepts, so as to achieve optimum 
resource efficiency, constructability, sustainability, and energy conservation, while minimizing adverse 
impact to the built and natural environments through all phases of its life cycle. This may result in 
primary facility costs exceeding DoD costing standards, but the initial investment in higher acquisition 
cost will be rewarded with lower life cycle costs. This is consistent with the requirements of the Energy 
Policy Act of 2005 (EPAct05), 10 USC 2805 (c), Executive Order 13423, and other applicable laws and 
Executive Orders. 


DEMOLITION/ASBESTOS REMOVAL 430 SM = 4,630 SF 

FUEL CELL HANGAR AREA 697 SM = 7.500 SF 

FUEL CELL SHOP AREA 1 39 SM = 1 ,500 SF 

CORROSION CONTROL HANGAR AREA 697 SM = 7.500 SF 

MEDIA STRIPPING AREA 1 49 SM = 1 ,600 SF 

CORROSION CONTROL SHOP AREA 139 SM = 1,500 SF 
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1. COMPONENT 

ANG 

FY 201 1 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 

2. DATE 

Fcbiuary 2010 

3. INSTALLATION AND LOCATION 

MONTGOMERY REGIONAL AIRPORT (ANG) BASE, ALABAMA 



5. PROJECT TITLE 


7. PROJECT NUMBER 

FUEL CELL AND CORROSION CONTROL HANGAR 

FAKZ959574 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 


(1) Status: 

(a) Date Design Started 

MAR 2006 

(b) Parametric Cost Estimates used to develop costs 

NO 

(c) Percent Complete as of Jan 2010 

90% 

* (d) Date 35% Designed 

MAY 2008 

(e) Date Design Complete 

(f) Type of Design Contract 

MAY 2010 

(g) Energ>' Study/Life-Cycle analysis was/will be performed 

YES 

(2) Basis: 

(a) Standard or Definitive Design - 

NO 

(b) Where Design Was Most Recently Used - 

N/A 

(3) Total Cost (c) = (a) + (b) or (d) (e): 

(SOOO) 

(a) Production of Plans and Specifications 

468 

(b) All Other Design Costs 

234 

(e) Total 

702 

(d) Contract 

(e) In-House 

702 

(4) Contract Award (Month/Year) 

FEB 2011 

(5) Constnaction Start 

MAR 2011 

(6) Construction Completion 

MAR 2012 

♦ Indicates completion of Project Definition with Parametric Cost Estimate which 

is comparable to traditional 35% design to ensure valid scope and cost and executability. 

b. Equipment associated with this project will be provided from other appropriations: 

N/A 

POINT OF CONTACT: Stephanie Stevenson 

(301)836-8778 
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1. COMPONENT 
ANG 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


2. DATE 
February 2010 


3. INSTALLATION AND LOCATION 


DAVIS MONTHAN AIR FORCE BASE, ARIZONA 


4. PROJECT TITLE 

TFI - PREDATOR FOC - .ACTIVE DUTY 

ASSOCIATE 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. PROJECT NUMBER 

8. PROJECT COST(SOOO) 

532 19F 

141-753 

FBNV089069 

$4,650 

9. COST ESTIM.ATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

($000) 

PREDATOR FOC- ACTIVE DUTY ASSOCIATE 

SM 

882 


3,063 

SQUADRON OPERATIONS AREA 

SM 

46 

3,229 

( 149) 

SIMULATOR AND SUPPORT SPACES 

SM 

46 

3,229 

( 149) 

ASSOCIATE ACTIVE DUTY SQU.VD OPS AREA 

SM 

325 

3,229 


GROUND CONTROL ST.\TION./COMM AREA 

SM 

465 

3.444 


ANTITERRORISM FORCE PROTECTION 

SM 

883 

22 

{ 19) 

SDD&EPACT (3%FOR LEED CERT.^ENERGY CONSERV) 

LS 



( 96) 

SUPPORTING FACILITIES 

LS 



1,114 

UTILITIES 

LS 




COMMUNICATIONS SUPPORT 

LS 



( 95) 

PAVEMENTS 

LS 



( 250) 

STANDBY AND UNINTERRUPT ABLE POWER SUPPORT 

LS 



( 80) 

SECURITY MEASURES 

LS 



( 150) 

SITE IMPROVEMENTS 

LS 



( 139) 

FIRE PROTECTION SUPPORT 

LS 




SUBTOTAL 




4.177 

CONTINGENCY (5%) 





TOTAL CONTRACT COST 




4.386 

SUPERVISION, INSPECTION .AND OVERHEAD (6%) 




263 

TOTAL REQUEST 




4,649 

TOTAL REQUEST (ROUNDED) 




4,650 


10. Description of Proposed Construction: Reinforced concrete foundation and floor slab. Steel 
framed masonry walls and roof structure, interior walls and partitions including raised floor area. 
Interior finishes and utilities to meet current code requirements and support functional requirements. 
Unique electrical circuits are required in the operational areas, with access to power back-up systems 
and single phase 1 10 volt and three phase 208/1 10 volt services. Interior finishes in the operational 
areas includes raised floor systems. Exterior work includes: pavements and site improvements, back- 
up power, uninterraptiblc power system, security fence with electronic personnel access gate and 
manual vehicular access gate. Provide antiterrorism/force protection measures as appropriate. 

Air Conditioning: 105 KW. 


11. REQUIREMENT: 2,462 SM ADEQUATE: 1,579 SM SUBSTANDARD: 0 SM 
PROJECT : TFl-Predator FOC-Aetive Duty Associate (New Mission) 

REQUIREMENT : The Air Force has identified Davis Monthan AFB as the site for the Arizona Air 
National Guard to operate a Predator Operations Center (POC), and Air Combat Command (ACC) 
identified this location as tm Active Duty Associate unit. This requires a properly sized and configured 
area to support the full operational capability (FOC) for the Predator mission. This mission requires 
space for 2 Ground Control Stations (GCS). The complex requires robust/redundant communications 
support with connectivity to two communications switches. Allied support for installation of 
communication lines should include ducts to connect this facility with the base communications sw'itch. 
The facility electrical circuits must support an uninterruptible power supply capability during the 
transfer to generator power which can take from a few seconds to a few minutes. The facility must 
have back-up pow'cr. 
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1. COMPONENT 


FY 201 1 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


2. DATE 


ANG 1 

i Febmary 2010 

3. INSTALLATION AND LOCATION 

DAVIS MONTHAN AIR FORCE BASE, ARIZONA 


5. PROJECT TITLE 

7. PROJECT NUMBER 

TFI - PREDATOR FOC - ACTIVE DUTY ASSOCIATE 

FBNV089069 


CURRENT SITUATION : Site sur\’eys have indicated permanent facilities are not available. In order 
to meet Initial Operation Capability (IOC) by 1st quarter 2007, on a temporary work-around basis, 
within minimum IOC criteria, the POC has been located in building 75 and will stay there until 
construction of a new facility is completed. Two mobile GCS, primary plus a surge, have been 
temporarily placed in a fenced and secured lot adjacent to building 75. The POC requires a certified 
facility meeting provisions of JAPAN 6/9 which is part of this project. This facility must be connected 
to the base switch and base service provider in such a way as to provide redundancy in the system. 
Predator IOC provides minimum capability with significant workarounds and is not intended as the 
final solution; it is only provided to establish the mission and begin training crews to accept the 
mission. Continued training and operational mission effectiveness arc degraded until this FOC project 
can provide adequate, secure facilities. 

IMPACT IF NOT PROVIDED : The Predator unit cannot reach full operational capability in time to 
support training and mission requirements for national security missions. Degraded facilities provided 
on a temporary basis for limited IOC capabilities continue to deteriorate and provide limited service. 
This impacts training and mission effectiveness and prevents ftill operational capability. The ANG and 
the Active Duty Air Force personnel cannot associate. 

ADDITIONAL : The scope of this project was developed by comparing the Active Duty criteria with 
the ANG Handbook 32-1084 for similar squadron operations facilities and is in compliance with the 
base master plan. Antiterrorism/Force Protection requirements have been considered in tlic 
development of this project. All known altematives/options were considered during the development of 
this project. No other option could meet the mission requirements; therefore, no economic analysis was 
needed or perfoimed. Mission requirements, operational considerations and location arc incompatible 
with use by other components. Project will incorporate Leadership in Energy and Environmental 
Design (LEED) and sustainable development concepts, so as to achieve optimum resource efficiency, 
constructability, sustainability, and energy conservation, while minimizing adverse impact to the built 
and natural environments through all phases of its life cycle. This may result in primary facility' costs 
exceeding DoD costing standards, but the initial investment in higher acquisition cost will be rewarded 
with lower life cycle costs. This is consistent with the requirements of the Energy Policy Act of 2005 
(EPActOS), 10 use 2805 (c). Executive Order 13423, and other applicable laws and Executive Orders. 

SQUADRON OPERATIONS AREA 46 SM = 500 SF 

SIMULATOR AND SUPPORT SPACES 46 SM = 500 SF 

ASSOCIATE ACTIVE DUTY SQUAD OPS AREA 325 SM = 3,500 SF 

GROUND CONTROL STATION/COMM AREA 465 SM = 5,000 SF 
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1 1. COMPONENT 1 FY 2011 MILITARY CONSTRUCTION PROJECT DATA I 2. DATE I 

(computer generated) 


ANG 

Febmary 2010 

3. INSTALLATION AND LOCATION 


DAVIS MONTHAN AIR FORCE BASE, ARIZONA 


5, PROJECT TITLE 

7. PROJECT NUMBER 

TFT - PREDATOR FOC - ACTIVE DUTY ASSOCIATE 

FBNV089069 

12, SUPPLEMENTAL DATA: 


a. Estimated Design Data: 


(I) Status: 


(a) Date Design Started 

JUTV 2008 

(b) Paranietrie Cost Estimates used to develop costs 

No 

(c) Percent Complete as of Jan 2010 

35% 

*(d) Date 35% Designed 

JAN 2010 

(e) Date Design Complete 

(f) Type of Design Contract 

SEP 2010 

(g) Energy Study/Life-Cyclc analysis was/will be performed 

YES 

(2) Basis: 


(a) Standard or Definitive Design - 

NO 

(b) Where Design Was Most Recently Used - 

N,/A 

(3) Total Cost (c) = (a) (b) or (d) + (e): 

' ($000) 

(a) Production of Plans and Specifications 

294 

(b) All Other Design Costs 

147 

(c) Total 

441 

(d) Contract 

(e) In-House 

441 

(4) Contract Award (MontlvTt'car) 

FEB 2011 

(5) Construction Start 

MAR 2011 

(6) Construction Completion 

MAR 201 2 

* Indicates completion of Project Definition with Parametric Cost Estimate which 
is comparable to traditional 35% design to ensure valid scope and cost and exeentability. 

b. Equipment associated with this project will be provided from other appropriations: N/A 

POINT OF CONTACT: Keith McCallie 


(301) 836-8083 



DD FORM 1391C, OCT 96 Previous editions are obsolete Page No II-6 


55040A 








1. COMPONENT 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


2, DATE 


ANG I I February 2010 


3. INSTALLATION AND LOCATION 4. PROJECT TITLE 

JOINT FORCES OPERATIONS CENTER - 
NEW CASTLE COUNTY AIRPORT. DELAWARE ANG SHARE 


5. PROGRAM ELEMENT 

6, CATEGORY CODE 

7. PROJECT NUMBER 

8. PROJECT COST(SOOO) 

52276F 

610-287 

JLWS079103 

$1,500 


9. COST ESTIMATES 


ITEM 

U/M 

aJANITIY 

UNIT 

COST 

COST 

(SOOO) 

JOINT OPERATIONS CENTER - ANG SHARE 

SM 

427 



OPERATIONS CENTER 

SM 

427 

2,422 


ANTITERRORISM FORCE PROTECTION 

SM 

427 

22 

(9) 

SDD&EPACT (3%FOR LEED CERT/ENERGY CONSERV) 

LS 




SUPPORTING FACILITIES 

LS 




UTILITIES 

LS 




PAVEMENTS 

LS 




ANTITERRORISM SITE IMPROVEMENTS 

LS 



( 55) 

COMMU.NICATIONS SUPPORT 

LS 



1 15) 

SUBTOTAL 




1,363 

CONTINGENCY (5%) 




68 

TOTAL CONTRACT COST 




1.431 

SUPERVISION, INSPECTION AND OVERHEAD (6%) 




86 

TOTAL REQUEST 




1,517 

TOTAL REQUEST (ROUNDED) 




1,500 


10. Description of Proposed Construction; Reinforced concrete foundation and floor slab with steel 
framed masonry walls and roof structure. Interior walls and utilities. Miscellaneous exterior work, 
pavements, and landscaping. 

Air Conditioning: 105 KW. 

11. REQUIREMENT: 427 SM ADEQUATE: 0 SM SUBSTANDARD: 269 SM 
PROJECT : Joint Operations Center - ANG share (Current Mission) 

REQUIREMENT : The DE ANG requires space for joint operations center for contingencies and 
emergency situations. Joint operations are conducted with the Delaware Army National Guard 
(DEARNG). The HQ DEANG also includes the ANG senior staff to the Adjutant General (TAG) as 
well as the air liaison to the State Area Command (STARC) and to the other State and Federal disaster 
agencies. 

CURRENT SITUATION : The Chief, National Guard Bureau has directed the Delaware National 
Guard must develop a Joint Forces Headquarters and Operations Center. The Adjutant General (TAG) 
requires ail headquarters personnel be collocated to achieve optimal mission effectiveness. The Army 
National Guard has a project funded in fiscal year 201 1 to construct a joint forces operations center. 
This project provides the ANG share of a joint facility. The HQ DEANG facility is located at New 
Castle County Airport, Joint activities require personnel to repeatedly transit security check points as 
well as travel through densely-populated residential areas and heavily congested secondary roads to 
accomplish routine missions. This condition negatively impacts the command and control of the Joint 
Forces HQ. It is not effective for the HQ DE NG staff to travel through these circumstances to attend 
meetings and provide the command, control and coordination or to respond promptly to State or 
National emergencies. 

IMPACT IF NOT PROVIDED : Accept risk of emergency operations mission failure due to disjointed 
command and control functions. Mission readiness continues to be degraded with the current 
separation. Ineffective employment of National Guard resources during emergencies. Accept TAG 
separation from DEANG headquarters with continued degraded communications necessary for 
assistance in the Air Guard and State issues. 
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1. COMPONENT 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


2. DATE 


ANG I I February 2010 


3. INSTALLATION AND LOCATION 


NEW CASTLE COUNTY AIRPORT, DELAW.ARE 


5. PROJECT TITLE 

7. PRO.tECT NUMBER 

JOINT FORCES OPERATIONS CENTER - ANG SHARE 

JLWS079103 


ADDITIONAL : This project will be conjunctively funded with the DEARNG project in a new Joint 
Forces Readiness Center located at New Castle County Airport, New Castle, Delaware. This project 


represents the ANG portion of the project. The relocation of HQ DEANG to the proposed Joint Forces 
Headquarters and operations center will generate approximately 2900 SF that will be reallocated to 
other activities at New Castle County Aiiport that are currently space deficient. This project meets the 
critcria'seope specified in Air National Guard Handbook 32-1084, “Facility Requirements” and is in 
compliance w'ith the base master plan. These facilities are “inhabited” buildings and meet the standoff 
distance requirements. There is minimal threat and the level of protection is low so minimum 
construction standards have been applied. This facility can be used by other components on an “as 
available” basis; however, the scope of the project is based on Air National Guard requirements. All 
known altematives/options were considered during the development of this project. No other option 
could meet the mission requirements; therefore, no economic analysis was needed or performed, 
Project will incorporate Leadership in Energy and Environmental Design (LEED) and sustainable 
development concepts, so as to achieve optimum resource efficiency, constructability, sustainability, 
and energy conservation, while minimizing adverse impact to the built and natural environments 
through all phases of its life cycle. This may result in primary facility costs exceeding DoD costing 
standards, but the initial investment in higher acquisition cost will be rewarded with lower life cycle 
costs. This is consistent with the requirements of the Energy' Policy Act of 2005 (EPActOS), 10 USC 
2805 (c), Executive Order 1 3423, and other applicable laws and Executive Orders, 

OPERATIONS CENTER 427 SM = 4,600 SF 
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1. COMPONENT 
ANG 


FY 201 1 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 



3. INSTALLATION AND LOCATION 

NEW CASTLE COUNTY' AIRPORT, DELAWARE 


5. PROJECT TITLE 

7. PROJECT NUMBER 

JOINT FORCES OPERATIONS CENTER - ANG SHARE 

JLW'S079103 

12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 


(1) Status: 

(a) Date Design Started 

.lUL 2008 

(b) Parametric Cost Estimates used to develop costs 

No 

(c) Percent Complete as of Jan 2010 

35% 

*{d) Date 35% Designed 

JAN 2010 

(e) Date Design Complete 

SEP 2010 

(f) Type of Design Contract 

(g) Energy Study/Life-Cycle analysis was/wiil be performed 

Y'ES 

(2) Basis: 

(a) Standard or Definitive Design - 

NO 

(b) Where Design Was Most Recently Used - 

N/A 

(3) Total Cost (c) = (a) + (b) or (d) + (e): 

(SOOO) 

(a) Production of Plans and Specifications 

90 

(b) All Other Design Costs 

45 

(c) Total 

135 

(d) Contract 

135 

(e) In-House 

(4) Contract Award (MonthA'car) 

FEB 2011 

(5) Construction Start 

MAR 2011 

(6) Construction Completion 

MAR 2012 

* Indicates completion of Project Definition with Parametric Cost Estimate which 

is comparable to traditional 35% design to ensure valid scope and cost and executability. 

b. Equipment associated with this project will be provided from other appropriations: N/A 

POINT OF CONTACT: David Thompson 
(301)836-8429 
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1. COMPONENT 
ANG 


FY 201 1 MILITARY CONSTRUCTION PROJECT DATA 
{computer generated) 


2. DATE 
February 2010 


3. INSTALLATION AND LOCATION 


JACKSONVILLE INTERNATIONAL AIRPORT, FLORIDA 


4, PROJECT TITLE 
SECURITY FORCES TRAINING 
FACILITY 


5, PROGRAM ELE.MENT 

6. CATEGORY CODE 

7. PROJECT NUMBER 

8. PROJECT COSTfSOOO) 

52276F 

730-835 

LSGA029009A 

$6,700 

9. COST ESTIM.ATES 


! 

ITEM 

U/M 

Ouanuty 

UNIT 

COST 

COST 

($000) 

SECURITY FORCES TRAINING F.ACILITY 

SM 

1.815 


5,316 

SECURITY FORCES OPS AND TRAINING AREA 

SM 

1.301 

2.960 

( 3.851) 

CATS AND CATM TRAINING AREA 

SM 

316 

2,476 

( 782) 

FITNESS CENTER AREA 

SM 

198 

2.476 

( 490) 

ANTITERRORISM FORCE PROTECTION 

SM 

1,814 

22 


SDD&EPACT (3%FOR LEED CERT/ENERGY CONSERV) 

LS 



( 153) 

SUPPORTING FACILITIES 




745 

UTILITIES 

LS 



( 215) 

REPLACEMENT PARKING 

LS 




SITE IMPROVEMENTS 

LS 



( 75) 

COMMUNICATIONS SUPPORT 

LS 



{ 80) 

STORM WATER MANAGEMENT 

LS 



7,5) 

SUBTOTAL 





CONTINGENCY (5%) 




303 

TOTAL CONTRACT COST 




6,364 

SUPERVISION, INSPECTION AND OVERHEAD (6%) 




382 

TOTAL REQUEST 




6.746 

TOTAL REQUEST (ROUNDED) 




6,700 


10, Description of Proposed Construction: Reinforced concrete foundation and floor slab with steel 
framed masonry walls and roof structure. Interior walls, utilities and communications. Exterior w'ork 
includes: utilities, pavements, site improvements, communications and other support. The facility is 
designed to support prewired w'ork stations. 

Air Conditioning: 175 KW. 


II. REQUIREMENT: 1,861 SM ADEQUATE: 46 SM SUBSTANDARD: 767 SM 
PROJECT : Security Forces Training Facility (Current Mission) 

REQUIREMENT : The 1 25th Fighter Wing requires an adequately configured and properly sized space 
to conduct security operations, train security forces personnel, provide fitness conditioning and provide 
weapons training for all wing personnel. This training is necessary to support the Wing’s 18-PAA 
F-15C assigned aircraft (Air Defense) for wartime taskings, air sovereignty alert taskings and other 
assigned 24-hour operations. Required functional areas include administration, classrooms, combat 
arms training simulator and maintenance, fitness center, mobility storage, and weapons vault. 
CURRENT SITUATION : The Security Forces Squadron, combat anus training simulator (CATS), 
combat arms training maintenance (CATM) functions occupy only 36% of their authorized space 
within buildings 1005 and 1018, Room for expansion in these facilities is not available. Other 
functions within these facilities are also short of space. Economically, it is better to relocate the 
security forces and allow the other functions to expand into the vacated .space. The 125th facilities, as a 
whole, have insufficient space for mission operations and training and are at only 83% for their total 
authorized facility requirement. Dedicated CATM and CATS areas are non-existent and their supplies 
and equipment are stored in outdoor containers. This increases equipment deterioration due to changes 
in temperature and humidity. All weapons training is conducted at a local firing range located nearly an 
hour from the base, causing lost time and increased operations costs due to the transportation of 
personnel and shared scheduling with the range owners. The fitness center is undersized and not 
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1. COMPONENT 

ANG 

FY 201 1 MILITARY CONSTRUCTION PROJECT DATA ; 

(computer generated) 

2. DATE 

Febmary 2010 

3, INSTALLATION AND LOCATION 

JACKSONVILLE INTERNATIONAL AIRPORT, FLORIDA 



5. PROJECT TITLE 


7. PROJECT NUMBER 

SECURITY FORCES TRAINING FACILITY 

LSGA029009A 


centrally located. Upon completion of this project, the areas vacated by the security forces will be 
upgraded and reused for other functions which are also short of space. 

IMPACT IF NOT PROVIDED : Continued shortages of training and operations space seriously 
degrade training of wing personnel and result in the continued accelerated deterioration of training and 
mobility equipment, thus directly impacting the wing’s readiness. A reduced state of readiness directly 
impacts the wing’s ability to respond and provide support to assigned military personnel and domestic 
missions. An adequately sized security forces training facility is required to provide the required level 
of security force protection and training. Inadequate weapons storage and weapons training facilities 
areas continue to negatively impact and degrade wing readiness. The fitness, health and well being of 
wing personnel docs not meet the standards set by the Air Force due to inadequately sized and 
configured facilities. Existing parking areas cannot meet antiterrorism and force protection 
requirements. 

ADDITIONAL : This project meets critcria/scope specified in ANG Handbook 32-1084, “Facility 
Requirements” and is in compliance with the base master plan. Antitcrrorism/Force Protection 
requirements have been considered and incorporated in the development of this project. This facility 
can be used by other components on an “as available” basis; however, the scope of the project is based 
on Air National Guard requirements. Project will incorporate Leadership in Energy and Environmental 
Design (LEED) and sustainable development concepts, so as to achieve optimum resource efficiency, 
constructability, sustainability, and energy conservation, while minimizing adverse impact to the built 
and natural environments through all phases of its life cycle. This may result in primary facility costs 
exceeding DoD costing standards, but the initial investment in higher acquisition costs will be rewarded 
with lower life cycle costs. This is consistent with the requirements of the Energy Policy Act of 2005 
(EPActOS), 10 use 2805 (c), Executive Order 13423, and other applicable laws and Executive Orders. 
An economic analysis has been prepared comparing the alternatives of new construction, revitalization, 
leasing and status quo operation. Based on the net present values and benefits of the respective 
alternatives, new construction was found to be the most cost efficient over the life of the project. 

CATS AND CATM TRAINING AREA 3 1 6 SM = 3,400 SF 

FITNESS CENTER AREA 198 SM = 2,130 SF 

SECURITY FORCES OPS AND TRAfNING AREA 1,301 SM = 14,000 SF 
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1. COMPONENT 


FY 201 1 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


2. DATE 


ANG 1 

1 February 2010 

3. INSTALLATION AND LOCATION 


JACKSONVILLE INTERNATIONAL AIRPORT, FLORIDA 


5. PROJECT TITLE 

7. PROJECT NUMBER 

SECURITY FORCES TRAINING FACILITY 

LSGA029009A 

12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 


(1) Status: 

(a) Date Design Started 

JAN 2008 

(b) Parametric Cost Estimates used to develop costs 

No 

(c) Percent Complete as of Jan 2010 

35% 

*(d) Date 35% Designed 

SEP 2009 

(e) Date Design Complete 

JAN 2011 

(f) Type of Design Contract 

(g) Energy Study/Life-Cycle analysis was/will be performed 

YES 

(2) Basis: 

(a) Standard or Definitive Design - 

No 

(b) Where Design Was Most Recently Used - 

(3) Total Cost (c) = (a) + (b) or (d) + (e): 

(SOOO) 

(a) Production of Plans and Specifications 

402 

(b) All Other Design Costs 

201 

(c) Total 

603 

(d) Conti'act 

603 

(e) In-House 

(4) Contract Award (Montb'Year) 

FEB 2011 

(5) Construction Start 

MAR 201 1 

(6) Construction Completion 

MAR 2012 

* Indicates completion of Project Definition with Parametric Cost Estimate which 

is comparable to traditional 35% design to ensure valid scope and cost and executability. 

b. Equipment associated with this project will be provided from other appropriations: N/A 

POINT OF CONTACT: ANTHONY FAABORG 
(301)836-8197 
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1. COMPONENT 


FY 201 1 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


2. DATE 


ANG I I February 2010 

3, INSTALLATION AND LOCATION TT PROJECT TITLE 


SAVANNAH/HILTON HEAD lAP, GEORGIA | RELOCATE ASPS FACILITIES 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. PROJECT NUMBER 

8. PROJECT COST($()00) 

5267 IF 

141-753 

XDOU069150 

S7,450 


9. COST ESTIMATES 


ITEM 




COST 

($000) 

RELOCATE ASOS FACILITIES 

SM 

3,252 


5,757 

OPS AND SUPPORT SPACE 

SM 

1,305 

1,916 

( 2,500). 

SHOP AREA 

SM 

469 

1,916 

( 899) 

VEHICLE WASH AREA 

SM 

84 

2,476 

( 208) 

VEHICLE STORAGE AREA 

SM 

1,394 

1,399 

( 1,950) 

ANTITERRORISM FORCE PROTECTION 

SM 

1,858 

22 

f 4!) 

SDD&F.PACT (3%FOR LEED CERT.'ENERGY CONSERV) 

LS 



( 159) 

SUPPORTING FACILITIES 

LS 



936 

UTILITIES 

LS 



( 185) 

PAVEMENTS 

LS 



( 225) 

SITE IMPROVEMENTS 

LS 



( 150) 

COMMUNICATION SUPPORT 

LS 



( 96) 

FIRE PROTECTION SUPPORT 

LS 




SUBTOTAL 




6.693 

CONTINGENCY (5%) 




335 

TOTAL CONTRACT COST 




7,028 

SUPERVISION. INSPECTION AND OVERHEAD (6%) 




422 

TOTAL REQUEST 




7,450 


10. Description of Proposed Construction: Reinforced concrete foundation and floor slab with spread 
footings and engineered fill, brick masonry exterior, masonry walls, gypsum and steel stud partition 
walls, fixtures and hardware, mechanical and plumbing, electrical, standing seam metal roof, utilities, 
general site preparation, pavements, landscaping, conamunications, fire protection and force protection 
measures. 

Air Conditioning: 350 KW. 

11. REQUIREMENT: 3,252 SM ADEQUATE: OSM SUBSTANDARD: 1.374 SM 
PROJECT : Relocate Air Support Operations Squadron (New Mission) 

REOU IREMENT : The base requires adequately sized facilities for the Air Support Operations 
Squadron (ASOS). The mission requires an adequately sized and properly configured facility with the 
necessary electrical and mechanical systems to support mission command and control, mission training, 
radio and vehicle maintenance, weapons storage, planning and administration support. The storage 
shed is required to house 24 HMMW vehicles. 

CURRENT SITUATION : Facilities do not exist at Savannah for the mission. The 1 65th ASOS 
mission is located at Glynn County airport on a small tract of land. The site houses both the ASOS and 
the 224th Joint Communications Support Squadron (JCSS). Both functions are short of space. There is 
insufficient space to train, store and maintain the equipment for both units. The equipment is stored in 
aisles and converted training rooms. As a result, there are health, safety and fire code violations. Some 
of the equipment is stored outside and not under cover; leading to deterioration. The site is only 1 6 
acres of land and caraiot be expanded. It is constrained by a public road and private housing 
development. In order to provide adequate space for both units, cither the ASOS or the 224 JCSS must 
relocate. The ASOS trains with the ARNG and on the ANG-operated Townsend air-to-ground range. 
The range is closer to Savannah lAP than to the existing Glynn County airport site by over 30 miles. In 
addition, most of the ARNG units are located in the Savaimah area. The Glynn County airport is 
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.ANG 
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(computer generated) 

2. DATE 

Febmarv 2010 

3. INSTALLATION AND LOCATION 



SAVANNAH/HILTON HEAD lAP. GEORGIA 



5. PROJECT TITLE 


7. PROJECT NUMBER 

RELOC.ATE ASOS FACILITIES 

XDOU069150 


located approximately 60 miles south of the Savannah area. For training puiposes, the ASOS must 
convoy along Interstate 95 for 30 miles to the Range and 30 more miles to the Savannah area. By 
relocating the ASOS to Savannah CRTC, operating costs are significantly reduced and the correct sized 
facilities can be constructed since the Savannah CRTC has the land. Additional economies and 
synergies can be realized by being collocated with the units that train at the CRTC. The ASOS training 
munitions are stored at Savannah and all the personnel support is obtained from Savannah. After the 
ASOS is relocated, the vacated space at Glynn County vvill be upgraded and reused by the 224th JCSS. 
IMPACT IF NOT PROVIDED : The ASOS and the 224th JSSC units are not able to perform the 
required mission without the properly sized and properly configured facilities. Command and control, 
mission planning, training of personnel, radio and vehicle maintenance, equipment and weapons 
security and administrative activities arc adversly impacted. Vehicles and equipment exposed to the 
weather continue to deteriorate resulting in high maintenance, repair and replacement costs. Higher 
operating costs. Health, Safety and fire code violations continue; accept the risk to equipment or injury 
to personnel. 

ADDITIONAL : This project meets the criteria/scope specified in Air National Guard Handbook 32- 
1084, “Facility Requirements” and is in compliance with the base master plan. AntiterrorismTorce 
Protection requirements have been considered in the development of this project. This facility can be 
used by other components on an “as available” basis; however, the scope of the project is based on Air 
National Guard requirements. All known altematives'options were considered during the development 
of this project. No other option could meet the mission requirements; therefore, no economic analysis 
was needed or perfonned. Project will incorporate Leadership in Energy and Environmental Design 
(LEED) and sustainable development concepts, so as to achieve optimum resource efficiency, 
constructability, sustainability, and energy conservation, while minimizing adverse impact to the built 
and natural environments through all phases of its life cycle. This may result in primary facility costs 
exceeding DoD costing standards, but the initial investment in higher acquisition cost will be rewarded 
with lower life cycle costs. This is consistent w'ith the requirements of the Energy Policy Act of 2005 
(EPAct05), 10 use 2805 (c). Executive Order 13423, and other applicable laws and Executive Orders. 

VEHICLE WASH AREA 84SM = 900SF 

OPS AND SUPPORT SPACE 1 .305 SM = 1 4,050 SF 

SHOP AREA 469 SM = 5,050 SF 

VEHICLE STORAGE AREA 1,394 SM = 15.000 SF 
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1. COMPONENT 

ANG 

FY 201 1 MILITARY CONSTRUCTION PROJECT DATA 2. DATE 

(computer generated) 

February 2010 

3. INSTALLATION AND LOCATION 


SAVANNAH/HILTON HEAD lAP, GEORGIA 


5. PROJECT TITLE 


7. PROJECT NUMBER 

RELOCATE ASOS FACILITIES 

XDQU069150 

1 2. SUPPLEMENTAL DATA: 


a. Estimated Design Data: 


(1) Status: 



(a) Date Design Started 

OCT 2008 

(b) Parametric Cost Estimates used to develop costs 

No 

(c) Percent Complete as of Jan 2010 

35% 

* (d) Date 3: 

% Designed 

JAN 2010 

(e) Date Design Complete 

SEP 2010 

(f) Type of Design Contract 


(g) Energy Study/Life-Cycle analysis was/will be performed 

YES 

(2) Basis: I 

(a) Standard or Definitive Design - 

NO 

(b) Where Design Was Most Reeently Used - 

N/A 

(3) Total Cost (c) — (a) + (b) or (d) (c): 

(sooo) 

(a) Production of Plans and Specifications 

462 

(b) All Other Design Costs 

231 

(c) Total 


693 

(d) Contract 

693 

(e) In-House 


(4) Contract Award (Month/Year) 

FEB 2011 

(5) Construction Start 

MAR 2011 

(6) Construction Completion 

MAR 2012 

* Indicates completion of Project Definition with Parametric Cost Estimat 

:: which 

is comparable to traditional 35% design to ensure valid scope and cost and execuiability. 

b. Equipment associated with this project will be provided from other appropriations: N/A 

POINT OF CONTACT: James Guidry 
(301) 836-8508 
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1. COMPONENT 
ANG 


FY 201 1 MILIT.ARY CONSTRUCTION PROJECT DATA 
(computer generated) 


2. DATE 
Febmary 2010 


3. INSTALLATION AND LOCATION 


HICKAM AIR FORCE BASE, HAWAII 


4. PROJECT TITLE 
TFI - F-22 BEDDOWN INFRASTRUCTURE 
SUPPORT 


5. PROGRAM ELEMENT 

6. C.ATEGORY CODE 

7. PROJECT NUMBER 

8. PROJECT COST($000) 

51721F 

800-100 

KNMD109500 

$5,950 

9. COST EST1M.ATES 


ITEM 


U/M 


QUANTTry 


UNIT 

COST 


COST 

($ 000 ) 


F-22 SITE IMPROVEMENTS AND UTILITIES SUPPORT 
SITE IMPROVEMENTS 
WATER LINES UPGRADE 
STORM W’ATER IMPROVEMENTS 
DRAINAGE IMPROVEMENTS 
SANITARY SEWER UPGRADE 
ELECTRICAL SERVICE UPGRADE 
COMMUNICATION SUPPORT 
RESTORE DAMAGED PAVEMENTS 
SECURITY FENCING AND GATES 
AT/FP SITE IMPROVEMENTS 
SUBTOTAL 
CONTINGENCY (5%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD (6%) 
TOTAL REQUEST 


LS 

LS 

LS 

LS 

LS 

LS 

LS 

LS 

LS 

LS 

LS 


,5,346 
( 650) 
{ 550) 
( 500) 
( 600) 
( 450) 
( 600) 
( 250) 
( 800) 
{ 550) 
I_396} 


5.346 

267 

5.613 

337 

5,950 


10. Description of Proposed Construction: Earthwork and support to prepare construction site; 
installation/upgrading of utility systems to include water service, storm water service, sanitary sewer, 
electrical service, eommunications ducting; restore pavements damaged during construction, install 
security fencing and gates. Provide minimum antiterrorism and force protection measures. 


11. REQUIREMENT: As Required. 

PROJECT : TFI - F-22 Beddown Infrastructure Support (New Mission) 

REQUIREMENT : The base requires adequately sized and properly configured infrastructure systems 
to support the construction of facilities for the unit’s conversion from F-1 5 to F-22 aircraft. 

CURRENT SITUATION : The base is converting from F-15's to F-22 aircraft. The F-22 aircraft will 
begin arriving in February 2011. The existing facilities are not large enough to support the maintenance 
requirements for the F-22 aircraft. This and other projects will construct F-22 facilities which are 
energy efficient, meet force protection requirements and allow for future expansion capability. The 
conversion will construct in excess of 1 75,000 SF of buildings and a 38,000 SM ramp. The F-22 
operations and maintenance area will need to be graded and have properly sized utilities to support 
several large projects. It is more economical to have a single project address the utility needs for all the 
projects in this area and to ensure the sizing of each utility meets the demands necessary. This project 
will also restore the pavements and grounds damaged by the large construction effort, and provide the 
fill soil in those areas w'hcre there are significant fills required. The site has inadequate water supply 
and distribution systems to provide fire protection support. The base has inadequate communications 
ducting and communications manholes to support the increased communications requirements. This 
project will also provide the storm drainage improvements and holding ponds to accommodate the 
increased runoff from larger pavements and building surfaces. This project will reconstruct the 
flightlinc fencing, gates and parking lots to meet security requirements and foree protection measures. 
IMPACT IF NOT PROVIDED : The utilities and infrastiucturc systems for the large beddown effort 
will not be properly engineered. If piecemeal construction is allow'ed, the systems may not be properly 
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1. COMPONENT 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


2. DATE 


ANG I I February 2010 

3. INSTALLATION AND LOCATION 

HICKAM AIR FORCE BASE, HAWAII 

5. PROJECT TITLE 7. PROJECT NUMBER 

TFl - F-22 BEDDOWN INFRASTRUCTURE SUPPORT KNMD 109500 

matched, leading to ineffective mission support and premature infrastructure failure. Accept risk to 
F-22 mission capability, 

ADDITIONAL : This project meets the criteria,'scope specified in Air National Guard Handbook 
32-1084, “Facility Requirements” and is in compliance with the base master plan. Antiterrorism'Force 
Protection requirements have been considered in the development of this project. All known 
altematives.'options were considered during the development of this project. No other option could 
meet the mission requirements; therefore, no economic analysis was needed or performed. This is 
consistent with the requirements of the Energy Policy Act of 2005 (EPActOS). 10 USC 2805 (c). 
Executive Order 13423, and other applicable laws and Executive Orders. 
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1 . COMPONENT FY 201 1 MILITARY CONSTRUCTION PROJECT DATA 

(computer generated) 

ANG 

2. DATE 

February 2010 

3, INSTALLATION AND LOCATION 


HICKAM AIR FORCE BASE. HAWAII 


5. PROJECT TITLE 7. PROJECT NUMBER 

TFI - F-22 BEDDOWN INFRASTRUCTURE SUPPORT 

KNMD 109500 

12. SUPPLEMENTAL DATA; 


a. Estimated Design Data; 


(1) Status; 

(a) Date Design Started 

(b) Parametric Cost Estimates used to develop costs 

(c) Percent Complete as of Jan 2010 
*(d) Date 35% Designed 

(e) Date Design Complete 

(f) Type of Design Contract 

(g) Energy Study/Life-Cycle analysis was/will be performed 

OCT 2008 

No 

35% 

JUN 2009 

MAR 2010 

YES 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Most Recently Used - 

NO 

N/A 

(3) Total Cost (c) = (a) (b) or (d) (e): 

(a) Production of Plans and Specifications 

(b) All Other Design Costs 
(e) Total 

(d) Contract 

(c) In-House 

(SOOO) 

280 

260 

540 
■ 540 

(4) Contract Award (MontlvYear) 

FEB 2011 

(5) Construction Start 

MAR 2011 

(6) Construction Completion 

AUG 2012 

* Indicates completion of Project Definition with Parametric Cost Estimate which 
is comparable to traditional 35% design to ensure valid scope and cost and executabiiity. 

b. Equipment associated with this project will be provided from other appropriations; 

N/A 

POINT OF CONTACT: DON BOONE, L.A. 

(301) 836-8090 
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1. COMPONENT 


FY 201 1 MILIT.MtY CONSTRUCTION PROJECT DATA 
(computer generated) 


ANG 


3. INSTALLATION AND LOCATION 
HICKAM AIR FORCE BASE, HAWAII 


February 2010 


4. PROJECT TITLE 

TFI - F-22 UPGRADE MUNITIONS 

COMPLEX 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. PROJECT NUMBER 

8. PROJECT COST(SOOO) 

5172IF 

216-642 

KNMD069215 

517,2,50 


U/M QUANTITY 

SM 3,048 

SM 799 

SM 883 

SM 567 

SM 427 

SM 372 

LS 

LS 

LS 

LS 

LS 

LS 

LS 

LS 

SM 465 


3,048 


799 

5,274 

883 

5,274 

567 

2,691 

427 

2.153 

372 

4,542 



9. COST ESTIMATES 


ITEM L 

F-22 UPGRADE MUNITIONS COMPLEX 5 

STOR.AGE IGLOOS-EARTH COVERED I 

MUNITIONS MAINTENANCE SHOP-EARTH COVERED I 
MULTICUBE MAG.AZINE I 

MUNITIONS INERT STORAGE 5 

MLINITION ADMIN SHOP I 

SDD&EPACT (2%FOR LEED CERT/ENERGY CONSERV) I 
SUPPORTING FACILITIES I 

UTILITIES I 

PAVEMENTS I 

SITE IMPROVEMENTS I 

SECURITY MEASURES I 

COMMUNICATIONS SUPPORT 1 

FIRE SUPPRESSION SUPPORT I 

RAMS FAD S 

SUBTOTAL 
CONTINGENCY (5%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD (6%) 

TOTAL REQUEST 


10. Description of Proposed Constniction: Reinforced concrete foundation and floor slab with steel 
framed masonry walls and roof structure. Igloos and maintenance shops will be earth covered to 
minimize construction cost and quantity'-distance safety zone size. Interior walls and utilities. Exterior 
work includes: access pavements, utility support, security measures, fire protection and other support. 
Air Conditioning: 175 KW. 


11. REQUIREMENT: 3,048 SM ADEQUATE; 0 SM SUBSTANDARD: 1,529 SM 
PROJECT : TFI - F-22 Upgrade Munitions Storage Complex (New' Mission) 

REQUIREMENT : The base requires a properly sited and adequately sized munitions storage complex 
to support the operational sortie generation for a squadron of F-22 aircraft. 

CURRENT SITUATION : The base does not have a fully-functional munitions storage complex which 
meets operational and training needs. The current location is in the footprint of the aircraft parking 
apron expansion and must be demolished. This project will replicate and expand the munitions 
facilities and collocate them with the host base so Hickam AFB will have a single munitions storage 
area. At the present location, the unit is limited to the number and type of munitions which can be 
stored due to separation requirements. The unit ciurently does not have adequate administrative and 
trailer maintenance space in which to conduct missile and munitions maintenance. These are 
deficiencies and will result in significant safety hazards. 

IMPACT IF NOT PROVIDED : Accept risk to F-22 operational sortie generation due to lack of 
munitions maintenance and storage capabilities. The maintenance and storage limitations continue to 
lead to decreased mission and training effectiveness. Witliout the ability to store various types of 
munitions, the wing will be forced to store munitions at other DOD installations on the island away 
from Hickam AFB, with delays expected for combat sortie generation due to trucking munitions from 
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(computer generated) 
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3. INSTALLATION AND LOCATION 


HICKAM AIR FORCE BASE, H.AWAIl 



5. PROJECT TITLE 

7. PROJECT NUMBER 

TFI - F-22 UPGRADE MUNITIONS COMPLEX 
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off-base locations. Munitions maintenance cannot be accomplished in accordance with tech orders and 
safety standards. The combat aircraft parking apron cannot be expanded and operational sortie 
generation cannot occur. 

ADDITIONAL : This project meets the criteria.''scope specified in the Air National Guard Handbook 
32-1084, "Facility Requirements" and is in compliance with the base master plan. Antiterrorisiu'Force 
Protection requirements have been considered in the development of this project. .All known 
altematives/options were considered during the development of this project. No other option could 
meet the mission requirements; therefore, no economic analysis was needed or perfonned. This facility 
can be used by other components on an “as available” basis; however, the scope of the project is based 
on Air National Guard requirements. Project will incoiporatc Leadership in Energy and Environmental 
Design (LEED) and sustainable development concepts, so as to achieve optimum resource efficiency, 
constructability, sustainability, and energy conservation, while minimizing adverse impact to the built 
and natural envirotunents through all phases of its life cycle. This may result in primary facility costs 
exceeding DoD costing standards, but the initial investment in higher acquisition cost will be rew'arded 
with lower life cycle costs. This is consistent with the requirements of the Energy Policy Act of 2005 
(EPAct05), 10 use 2805 (c), Executive Order 13423, and other applicable laws and Executive Orders. 

STORAGE IGLOOS-EARTH COVERED 799 SM = 8,600 SF 

MUNITIONS MAINTENANCE SHOP-EARTH COVERED 883 SM = 9,500 SF 

MULTICUBE MAGAZINE 567 SM = 6, 1 00 SF 

MUNITIONS INERT STORAGE 427 SM = 4,600 SF 

MUNITION ADMIN SHOP 372 SM = 4,000 SF 

RAMS PAD 465 SM = 5.000 SF 
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1. COMPONENT FY 20 11 MILITARY CONSTRUCTION PROJECT DATA 2, DATE 

(computer generated) 

ANG February 2010 

3. INSTALLATION AND LOCATION 

HICKAM AIR FORCE BASE, HAWAII 

5. PROJECT TITLE ^ | 7. PROJECT NUMBER 


TFT - F-22 UPGRADE MUNITIONS COMPLEX | KNMD069215 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data; 


(1) Status: 

(a) Date Design Started 

OCT 2008 

(b) Parametric Cost Estimates used to develop costs 

No 

(c) Percent Complete as of Jan 2010 

35% 

*{d) Dale 35% Designed 

JAN 2010 

(e) Date Design Complete 

(f) Type of Design Contract 

SEP 2010 

(g) Energy Study/Life-Cyde analysis was/will be perfomied 

YES 

(2) Basis: 

(a) Standard or Definitive Design - 

NO 

(b) Where Design Was Most Recently Used - 

N/A 

(3) Total Cost (c) = (a) + (b) or (d) + (e)r 

($000) 

(a) Production of Plans and Specifications 

1.080 

(b) All Other Design Costs 

540 

(c) Total 

1,620 

(d) Contract 

(e) In-House 

1,620 

(4) Contract Award (Month/Year) 

FEB 2011 

(5) Construction Start 

MAR 2011 

(6) Construction Completion 

AUG 2012 

* Indicates completion of Project Definition with Parametric Cost Estimate which 

is comparable to traditional 35% design to ensure valid scope and cost and executability. 

b. Equipment associated with this project will be provided from other appropriations: 

POINT OF CONTACT: DON BOONE, L.A. 

(301) 836-8090 

N/A 
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1. COMPONENT 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated ) 


2. DATE 


ANG I I February 2010 


3. INSTALLATION AND LOCATION 4. PROJECT TITLE 

TFI - F-22 HANGAR. SQUADRON 

HICKAM .AIR FORCE BASE. HAWAII OPERATIONS AND .AMU 


5. PROGRAM ELEMENT 

6, CATEGORY CODE 

7- PROJECT NUMBER 

8, PROJECT COST(SOOO) 

5172IF 

211-111 

KNMD069209 

S48,250 


9, COST ESTIMATES 


ITEM 

U/M 

QUANirrY 

UNIT 

COST 

COST 

($000) 

F-22 HANGAR, SQUADRON OPERATIONS AND AMU 

SM 

7,193 


39,663 

AIRCRAFT MAINTENANCE HANGAR,'SHOPS AREAS 

SM 

3.980 

5.382 

(21.420) 

SQUADRON OPERATIONS AREA 

SM 

1,766 

5.274 

( 9,314) 

AIRCRAFT MAINTENANCE UNIT AREA 

SM 

1.447 

5,382 

( 7,788) 

ANTITERRORISM FORCE PROTECTION 

SM 

6,867 

22 

( 151) 

SDD&EPACT(3%FOR LEED CERT/ENERGY CONSERV) 

LS 



( 990) 

SUPPORTING FACILITIES 




3.688 

AIRCRAFT ACCESS PAVEMENTS 

LS 



( 650) 

UTILITIES 

LS 



( 260) 

SITE IMPROVEMENTS 

LS 



( 178) 

COMML'NICATION SUPPORT 

LS 



( 100) 

DRAINAGE IMPROVEMENTS 

LS 



( 100) 

SECURITY MEASURES 

LS 



{ 110) 

FIRE SUPPRESSION SUPPORT 

LS 



{ 750) 

DEMOLITION 

SM 

7,938 

194 


SUBTOTAL 




43,351 

CONTINGENCY (5%) 




2.168 

TOTAL CONTRACT COST 




45,519 

SUPERVISION. INSPECTION .AND OVERHEAD (6%) 




2.73 1 

TOTAL REQUEST 




48,250 


10. Description of Proposed Construction: Reinforced concrete foundation and floor slab with steel 
framed raasonrj' walls and roof structure. Interior walls and utility systems, security and roof structure. 
Exterior work includes: utilities, pavements, site improvements, fire protection, communications 
system support, drainage improvements, ramp access and support. Construct temporary flightline 
maintenance facilities. Demolish buildings and landscape the site. 

Air Conditioning: 700 K\V. 

11. REQUIREMENT: 7,193 SM ADEQUATE: 0 SM SUBSTANDARD: 4,651 SM 
PROJECT : TFI - F-22 Aircraft Maintenance Hangar, Squadron Operations and Aircraft Maintenance 
Unit (AMU) (New Mission) 

REQUIREMENT : A consolidated squadron operations and maintenance facility with an attached 
aircraft hangar is required to support the beddown of the F-22 Fighter. The F-22 requires specialized 
maintenance and repair procedures on composite materials that must be accomplished in a secure, 
climate controlled work environment. The base requires an adequately sized and properly configured 
complex for the maintenance and operation of one wing of F-22 fighter aircraft. The concept of 
operation at other F-22 locations indicate the most optimum and secure operation would be to have the 
hangar, the squadron operations area, and the aircraft maintenance unit in one efficient complex. 
Functional areas include: the hangar bay for 6 aircraft, a two-story squadron ops and maintenance unit, 
CURRENT SITUATION : Existing facilities cannot be upgraded to meet the requirement. The hangar 
is a 1960 vintage facility that can only accommodate four F-22 aircraft. Due to the site configuration, 
the hangar cannot be expanded. The existing hangar contains asbestos and lead-based paint, and no fire 
protection. The squadron ops area is located on the second and third floors of a lean-to attached to the 
hangar. At only 10,932 SF. it is 43% undersized. Due to configuration, the squad ops area cannot be 
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1 . COMPONENT FY 201 1 MILITARY CONSTRUCTION PROJECT DATA 

(computer generated) 

ANG 


3, INSTALLATION AND LOCATION 


February 2010 


HICKAM AIR FORCE BASE, HAWAII 
5. PROJECT TITLE 


7. PROJECT NUMBER 


TFI - F-22 HANGAR, SQUADRON OPERATIONS AND AMU | KNMD069209 


economically expanded and upgraded to meet the security requirements for this new fighter. The squad 
ops area is long and narrow. Crews have to backtrack numerous times to accomplish training and 
process through the building for mission planning. The existing AMU area is only 3,426 SF and 
located in a poorly insulated, antiquated metal building that should have been demolished long ago. 

The building cannot be made secure and is poorly located for future operations. 

IMPACT IF NOT PROVIDED : Unable to maintain the aircraft within strict climate-controlled 
parameters required by aircraft manufacturer. Degraded Squadron Operations functions. The lack of 
this facility could result in significant degradation of operational mission capability and increase the 
potential for a serious mishap. F-22 aircraft component security requirements cannot be met. Accept 
risk to F-22 mission capability through inadequate maintenance, aircrew preparation, and aircraft 
security, 

ADDITIONAL : This project meets the critcria/'scopc specified in Air National Guard FIandbook32- 
1084, “Facility Requirements” and is in compliance with the base master plan. Antiten’orismTorce 
Protection requirements have been considered in the development of this project. Mission 
requirements, operational considerations and location are incompatible with use by other components. 
An economic analysis has been prepared comparing the alternatives of new construction, revitalization, 
leasing and status quo operation. Based on die net present values and benefits of the respective 
alternatives, new construction was found to be the most cost efficient over the life of the project. The 
following buildings will be demolished as a result of this project: 3400 (at 6,549 SM), 3404 (at 355 
SM), 3402 (at 186 SM). 3422 (at 71 SM), 3426 (at 253 SM), 3434 (at 7 SM), 3435 (at 362 SM), 3437 
(at 49 SM) and 343 1 (at 106 SM) fora total of 7,938 SM. Project will incorporate Leadership in 
Energy and Environmental Design (LEED) and sustainable development concepts, so as to achieve 
optimum resource efficiency, constructability, sustainability, and energy conservation, while 
minimizing adverse impacts to the built and natural environments through all phases of its life cycle. 
This may result in primary facility costs exceeding DoD costing standards, but the initial investment in 
higher acquisition cost will be rewarded with lower life cycle costs. This is consistent with the 
requirements of the Energy Policy Act of 2005 (EPAct05), 10 USC 2805 (c). Executive Order 13423, 
and other applicable laws and Executive Orders. 


AIRCRAFT MAINTENANCE HANGAR/SHOPS AREAS 
SQUADRON OPERATIONS AREA 
AIRCRAFT MAINTENANCE UNIT AREA 
DEMOLITION 


3,980 SM = 42,842 SF 
1,766 SM= 19,009 SF 
1,447 SM= 15,576 SF 
7,938 SM = 85,445 SF 
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1. COMPONENT 

ANG 

FY 201 1 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 

2. DATE 

February 2010 

3. INSTALLATION AND LOCATION 

HICKAM AIR FORCE BASE, HAWAII 



5. PROJECT TITLE 


7. PRO.IECT NUMBER 

TFI - F-22 HANGAR. SQUADRON OPER.ATIONS AND AMU 

KNMD069209 


12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 


1 

(1) Status; 

(a) Date Design Started 

OCT 2008 

, (b) Parametric Cost Estimates used to develop costs 

YES 

(c) Percent Complete as of Jan 2010 

50% 

*(d) Date 35% Designed 

SEP 2009 

(e) Date Design Complete 

(f) Type of Design Contract 

SEP 2010 

(g) Energy Study/Life-Cycle analysis was/will be performed 

YES 

(2) Basis; 

(a) Standard or Definitive Design - 

NO 

(b) Where Design Was Most Recently Used - 

N/A 

(3) Total Cost (c) = {a) + (b) or (d) + (c): 

(SOOO) 

(a) Production of Plans and Specifications 

2.895 

(b) All Other Design Costs 

1,448 

(c) Total 

4,343 

(d) Contract 

(e) In-House 

4,343 

(4) Contract Award (Month/'Ycar) 

FEB 2011 

(3) Construction Start 

MAR 201 1 

(6) Construction Completion 

MAR 2012 

* Indicates completion of Project Definition with Parametric Cost Estimate which 

is comparable to traditional 35% design to ensure valid scope and cost and executability. 

b. Equipment associated with this project will be provided from other appropriations: 

POINT OF CONTACT: DON BOONE, L.A. 

(301)836-8090 

N/A 
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1. COMPONENT 


FY 201 1 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


2. DATE 


ANO I I Februar>' 2010 


3. INSTALLATION AND LOCATION 4. PROJECT TITLE 

TFI - CNAF BEDDOW'N - UPGRADE 
CAPITAL MUNICIPAL AIRPORT (MAP). ILLINOIS FACILITIES 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. PROJECT NUMBER 

8. PROJECT COST(SOOO) 

52672F 

610-2S5 

DCFT069059 

516,700 


9. COST ESTIMATES 


ITEM 


OUANTriY 

UNIT 

COST 

COST 

($000) 

TFI - CNAF BEDDOWN - UPGRADE FACILITIES 

SM 




CONVF,RT BUILDING 16 FOR AFFOR 

SM 


2.314 

( 4,281). 

CONVERT BUILDING 35 FOR AMD 

SM 

1,525 

2,314 

( 3,529) 

ADD TO BLDG 35 FOR AMD 

SM 

697 

3,014 

( 2,101) 

CONVERT BUILDING BLDG 36 FOR AOC 

SM 

1,128 

1,884 

( 2,125) 

.ADD TO BLDG 36 FOR AOC 

SM 

465 

3,014 

( 1.402) 

ANTITERRORtSM FORCE PROTECTION 

SM 

5,663 

22 

( 125) 

SDD&EPACT (3% FOR LEED CERT/ENERGY CONSERV) 

LS 




SUPPORTING FAILITIES 

LS 



982 

UTILITIES 

LS 




PAVEMENTS 

LS 



( 175) 

SITE IMPROVEMENTS 

LS 




COMMUNICATION SUPPORT 

LS 




.AT/FP SITE IMPROVEMENTS 

LS 




SUBTOTAL 




15,005 

CONTINGENCY (5%) 




750 

TOTAL CONTRACT COST 




15,755 

SUPERVISION, INSPECTION AND OVERHEAD (6%) 




945 

TOTAL REQUEST 




16,700 


10. Description of Proposed Construction: Reconfigure interior walls, replace electrical and HVAC 
systems, replace existing security and fire protection systems. Incorporate JAPAN 6/9 facility security 
requirements, establish an operations floor with a battlccab mezzanine level, update interior surfaces 
and establish a raised floor for communications. Add 1,162 SM to accommodate increased personnel 
and classified work space requirements. Repair facility exterior to include: roof, exterior surfaces, 
lighting, AT/FP requirements, parking and landscaping. Include all necessary support to complete 
facility. 

Air Conditioning: 1,050 KW. 

11. REQUIREMENT: 5.663 SM ADEQUATE: 0 SM SUBSTANDARD: 4.501 SM 
PROJECT : TFI - cNAF Beddown- Upgrade Facilities (New Mission) 

REOUIREM ENT : Per the 2005 Defense BRAC Final report recommendation number 90, the F-16 
aircraft will be relocated to other units or retired from this base. Through Total Force Integration 
initiatives, the base has been selected to receive a cNAF as a new mission. The cNAF provides 
combatant commanders with ready-to-act command and control capability for contingency operations. 
The base requires adequately sized and properly configured facilities to support a cNAF Air Operations 
Center (AOC) and an Air Forces Forward (AFFOR) that will meet the critical requirements of a new' air 
operation C2 initiative in the USSOUTFICOM area of responsibility. The AOC includes functional 
elements responsible for plans, operations, intelligence, logistics, combat service support, and 
communications-electronics. The functional spaces will contain a Command Support Element (CSE), a 
Classified Work Space developed to meet JAFAN 6/9 requirements, and an Operations floor with 
battiecab. This project will support the following elements of the cNAF: AOC- 135 person; AMD-52; 
AFFOR-109. Total: 296 
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1. COMPONENT 


FY 201 1 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


2, DATE 


ANG I I February 2010 

3. INSTALLATION AND LOCATION 

CAPITAL MUNICIPAL AIRPORT (MAP). ILLINOIS 
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1 . COMPONENT FY 20 1 1 MILITARY CONSTRUCTION PROJECT DATA 

{computer generated) 

ANG 

2. DATE 

February 2010 

3. INSTALLATION AND LOCATION 

ABRAHAM LINCOLN CAPITAL AIRPORT (ANG), ILLINOIS 

5, PROJECT TITLE 7. PROJECT NUMBER 

TFI - CNAF BEDDOWN - UPGRADE FACILITIES 

DCFT069059 

12. SUPPLEMENTAL DATA: 


a. Estimated Design Data: 


(1) Status: 

(a) Date Design Started 

(b) Parametric Cost Estimates used to develop costs 

(c) Percent Complete as of Jan 20 0 
* (d) Date 35% Designed 

(e) Date Design Complete 

(f) Type of Design Contract 

(g) Energy Study, T.ife-Cycle analysis was/will be pertormed 

JUN 2008 

No 

35% 

JAN 2010 

SEP 2010 

YES 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Most Recently Used - 

NO 

N/A 

(3) Total Cost (c) = (a) + (b) or (d) + (e): 

(a) Production of Plans and Specifications 

(b) All Other Design Costs 

(c) Total 

(d) Contract 

(e) In-House 

($000) 

1.050 

525 

1,575 

1 ,575 

(4) Contract Award (Month-'Year) 

FEB 2011 

(5) Construction Start 

MAR 201 1 

(6) Construction Completion 

AUG 2012 

* Indicates completion of Project Definition with Parametric Cost Estimate which 
is comparable to traditional 35% design to ensure valid scope and cost and executability. 

b. Equipment associated with this project will be provided from other appropriations: 

N/A 

POINT OF CONTACT: John Scanlon 

(301)836-8083 
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1. COMPONENT 


ANG 


FY 201 1 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


2. DATE 
February 2010 


3, INSTALLATION AND LOCATION 


HULMAN REGIONAL AIRPORT. INDIANA 


4. PROJECT TITLE 

TFI - ASOS BEDDOWN - UPGRADE 

FACILITIES 


5. PROGRAM ELEMENT 

6, CATEGORY CODE 

7, PROJECT NUMBER 

8. PROJECT COST(SOOO) 

.32671F 

141-753 

LDXF069123 

$4,100 

9. COST ESTIMATES 


ITEM 



UNIT 

COST 

COST 

($000) 

TFI- ASOS BEDDOWN 

SM 

3.568 


3,453 

CONVERT FUEL CELL TO ASOS SPACE 

SM 

1.728 

592 


CONVERT WEAPONS RELEASE SHOP TO ASOS SPACE 

SM 

595 

969 

( 577) 

CONVERT ENGINE SHOP TO ASOS SPACE 

SM 

1.245 

1,345 

( 1,675) 

ANTITERRORISM FORCE PROTECTION 

SM 

3,568 

22 

( 78) 

SDD&EPACT (3% FOR LEED CERT./ENERGY CONSERV) 

LS 



( 100) 

SUPPORTING FACILITIES 

LS 



231 

UTILITIES 

LS 



( 90) 

PAVEMENTS 

LS 



( 60) 

SITE IMPROVEMENTS 

LS 



( 31) 

COMMLTNICATIONS SUPPORT 

LS 



( 50) 

SUBTOTAL 




3.684 

CONTINGENCY (5%) 




184 

TOTAL CONTRACT COST 




3.868 

SUPERVISION, INSPECTION AND OVERHEAD (6%) 




232 

TOTAL REQUEST 




4,100 


10. Description of Proposed Construction: Upgrade and modify interior areas by relocating and 
extending walls and utilities systems. Provide site support to include utilities, pavements, site 
improvements and fire protection. 

Air Conditioning: 263 K.W. 


11. REQUIREMENT: 3,567 SM ADEQUATE: OSM SUBSTANDARD: 3,567 SM 
PROJECT : TFI- ASOS Beddown (New Mission) 

REQUIREMENT : The base requires permanent facilities for the beddown of a new 1 13tli Air Support 
Operations Squadron (ASOS). The mission of the ASOS is to train and deploy with Army units and 
direct air support and cover, linking ground combat forces with aircrew members providing close air 
support. The mission requires adequately sized and properly configured facilities with the necessary 
electrical and mechanical systems to support mission command and control, mission training, radio and 
vehicle maintenance, weapons storage, mission plamiing, and administration support. The storage shed 
is required to house 24-each HMMW vehicles. This ASOS unit supports the 38th ID, 76th and 46th 
BCTs. 

CURRENT SITUATION : The base lost the F-16 mission as a result of BRAC 2005. Existing 
buildings are available and can be modified and upgraded to meet ASOS requirements. The fonner 
F-16 fuel cell will be reused for high mobility multipurpose wheeled vehicle (HMMWV) storage and 
shop space. It requires the removal of the breathing apparatus and rearrangement of fire suppression, 
interior partitions and electrical systems. The F-16 jet engine shop will be reused for ASOS equipment 
storage and equipment maintenance/training shop space. The F-16 weapon release facility will be 
reused for ASOS operational/administrative space. Both the engine shop and weapons release buildings 
are structurally sound but require significant interior and exterior reconfiguration to meet the ASOS 
space requirements. Each building requires an upgraded fire protection system. 

IMPACT IF NOT PROVIDED : Unable to train, maintain and store the equipment. Unable to beddown 
new unit in proper facilities. Temporary interim work around are being used to meet timing and 
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1. COMPONENT 

FY 201 1 MILITARY CONSTRUCTION PROJECT DATA 

2. DATE 

ANG 

(computer generated) 

Febiiiary 2010 


3. INSTALLATION AND LOCATION 


HULMAN REGIONAL AIRPORT. INDIANA 
5, PROJECT TITLE 

TFI - ASPS BEDDOWTs’ - UPGRADE FACILITIES 

mission requirements. Unable to meet full operational capability in support of Army.'ARNG combat 
requirements. 

ADDITIONAL : This project meets the criteria/scope specified in Air National Guard Handbook 32- 
1084, “Facility Requirements”. Antiterrorism/Force Protection requirements have been considered in 
the development of this project. This facility can be used by other components on an “as available” 
basis; however, the scope of the project is based on Air National Guard requirements. An economic 
analysis has been prepared comparing the alternatives of new construction, revitalization, leasing and 
status quo operation. Based on the net present values and benefits of the respective alternatives, facility 
conversion was found to be most cost efficient over the life of the project. Project will incorporate 
Leadership in Energy and Environmental Design (LEED) and sustainable development concepts, so as 
to achieve optimum resource efficiency, constructability, sustainability, and energy conservation, while 
minimizing adverse impacts to the built and namral environments through all phases of its life cycle. 
This may result in primary facility costs exceeding DoD costing standards, but the initial investment in 
higher acquisition cost will be rew'arded w'ith lower life cycle costs. This is consistent with the 
requirements of the Energy Policy Act of 2005 (EPActOS), 10 USC 2805 (c). Executive Order 13423. 
and other applicable laws and Executive Orders. 

CONVERT FUEL CELL TO ASOS SPACE 1,728 SM = 18,600 SF 

CONVERT WEAPONS RELEASE SHOP TO ASOS SPACE 595 SM = 6,405 SF 

CONVERT ENOfNE SHOP TO ASOS SPACE 1,245 SM = 13,401 SF 


7. PROJECT NUMBER 
LDXF069123 
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1. COMPONENT FY 20 II MILITARY CONSTRUCTION PROJECT DATA 2, DATE 

(computer generated) 

ANG Febmary 2010 

3. INSTALLATION AND LOCATION 
HULMAN REGIONAL AIRPORT. INDIANA 

5. PROJFXT TITLE 7. PROJECT NUMBER 

TFI - ASOS BEDDOW'N - UPGRADE FACILITIES 


LDXF069123 


1 2. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 


( 1 ) Status: 

(a) Dale Design Started 

MAY 2006 

(b) Parametric Cost Estimates used to develop costs 

No 

(c) Percent Complete as of Jan 2010 

70% 

* (d) Date 35“/o Designed 

MAR 2007 

(e) Date Design Complete 

(f) Type of Design Contract 

SEP 2010 

(g) Energy Study/Life-Cycle analysis was/wiil be performed 

YES 

(2) Basis; 

(a) Standard or Definitive Design - 

NO 

(b) Where Design Was Most Recently Used - 

N/A 

(3) Total Cost (c) = (a) -t ( b) or (d) + (e): 

(SOOO) 

(a) Production of Plans and Specifications 

261 

(b) All Other Design Costs 

130 

(e) Total 

391 

(d) Contract 

■ 391 

(e) In-House 


(4) Contract Award (MontK'Year) 

FEB 2011 

(5) Construction Start 

MAR 2011 

(6) Construction Completion 

AUG 2012 

* Indicates completion of Project Definition with Parameuie Cost Estimate which 

is comparable to traditional 35% design to ensure valid scope and cost and exccutability. 

b. Equipment associated with this project will be provided from other appropriations: 

POINT OF CONTACT: David Thompson 
(301) 836-8429 

N/A 
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1. COMPONENT 


FY 201 1 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


ANG 


3. INSTALLATION AND LOCATION 
MARTIN STATE AIRPORT, MARYLAND 


Fcbruarv 2010 


4. PROJECT TITLE 

REPLACE OPERATIONS AND MEDICAL 

TRAINING FACILITY 


5. PROGR,AM ELEMENT 

6. CATEGORY CODE 

7. PROJECT NUMBER 

8. PROJECT COST(SOOO) 

52276F 

171-450 

PJMS909928 

511,400 


U./M 

QUANTTIY 

SM 

3,131 

SM 

279 

SM 

1,737 

SM 

1.115 

SM 

3,131 

LS 


LS 


LS 


LS 


LS 


LS 


SM 

1,728 



9. COST ESTIMATES 


REPLACE OPS AND MEDICAL TRAINING FACILITY 
WING HEADQUARTERS 
OPS AND TRAINING AREA 
MEDICAL TRAINING AREA 
ANTITERRORISM FORCE PROTECTION 
SDD&EPACT (3% FOR LEED CERT/ENERGY CONSERV) 
SUPPORTING FACILITIES 
PAVEMENTS 
SITE IMPROVEMENTS 
COMMUNICATION SUPPORT 
UTILITIES 

FIRE PROTECTION SUPPORT 
DEMOLITION/ASBESTOS REMOVAL 
SUBTOTAL 
CONTINGENCY (5%) 

TOTAL CONTRACT COST 

SUPERVISION. INSPECTION AND OVERHEAD (6%) 

TOTAL REQUEST 

TOTAL REQUEST (ROUNDED) 


10. Description of Proposed Construction: Reinforced eoneretc foundation and floor slab with steel- 
framed brick veneer walls and standing seam metal roof strueture. Exterior of the facility is to match 
base architectural style. Construetion ineludes all supporting utilities and subsystems, access 
pavements, site improvements, and fire protection. Variable Air Volume HVAC system with DDC 
controls. Facility to support pre-wired workstation installation. Demolish existing building 1080 
(1.728 vSM). 

Air Conditioning: 350 KW, 


11. REQUIREMENT: 3,196 SM ADEQUATE: 0 SM SUBSTANDARD: 1,728 SM 
PROJECT : Replace Operations and Medioal Training Faeility (Current Mission) 

REQUIREMENT : The 175 WG requires properly sized and adequately configured space in support of 
its 18 PAA A-10 mission and a future C-27 Cargo aircraft squadron. Functional areas include offices, 
classrooms, administration space, command section, conference rooms, as well as support space. 
CURRENT SITUATION : The 175 WG Operations and Training facility is a 1960’s vintage building 
that was constructed on the edge of the base’s perimeter. This building grossly fails to meet required 
Unified Facilities Criteria (UFC) and anti-terrorism force protection (ATFP) standards, being only 10 
feet from the fence line, which is adjacent to a primary state road. When explosive weight II (vehicle 
bomb) simulations have been run, they indicate massive loss of life and destruction within and to the 
building. This aged facility is energy inefficient, maintenance intensive, and poorly configured for 
current missions and office requirements. After 40 years, this building is also beyond building systems 
modernization and upgrades. The roof has numerous leaks, HVAC and electrical systems do not meet 
ASHRAE or NEC requirements, there is no fire suppression and the floor plan is extemely inefficient. 
Upon completion of this project, the existing building will be demolished and the area made into a 
parking lot. 
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1. COMPONENT 


FY 201 1 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


2. DATE 


ANG 1 

1 Febinary 2010 

3. INSTALLATION AND LOCATION 


MARTIN STATE AIRPORT, MARYLAND 

5. PROJECT TITLE 

7. PROJECT NUMBER 

REPLACE OPERATIONS AND MEDICAL TRAINING FACILITY 

PJMS909928 

12. SUPPLEMENTAL DATA: 

a. Estimated Design Data: 


(1) Status: 

(a) Date Design Started 

FEB 2009 

(b) Parametric Cost Estimates used to develop costs 

NO 

(c) Percent Complete as of Jan 2010 

35% 

* (d) Date 35% Designed 

DEC 2009 

(e) Date Design Complete 

SEP 2010 

(f) Type of Design Contract 

(g) Energy Study/Life-Cycle analysis was/will be performed 

YES 

(2) Basis: 1 

(a) Standard or Definitive Design - 

No 

(b) Where Design Was Most Recently Used - 

(3) T otal Cost (c) = (a) + (b) or (d) + (e): 

(SOOO) 

(a) Production of Plans and Specifications 

684 

(b) All Other Design Costs 

342 

(c) Total 

1,026 

(d) Contract 

1,026 

(e) In-House 

(4) Contract Award (Month/'Year) 

FEB 2011 

(5) Construction Start 

MAR 2011 

(6) Construction Completion 

MAR 2012 

* Indicates completion of Project Definition with Parametric Cost Estimate w’hich 

is comparable to traditional 35% design to ensure valid scope and cost and execiitability. 

b. Equipment associated with this project will be provided from other appropriations: N/A 

POINT OF CONTACT: MICHELLE LEWIS 
(301) 836-8842 
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1. COMPONENT 


FY 20U MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


2. DATE 


ANG I I February 2010 

3. INSTALLATION AND LOCATION Ta PROJECT TITLE 

TFI - REAPER INFRASTRUCTURE 

FORT DRUM MILITARY RESERVATION, NEW YORK SUPPORT 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. PROJECT NUMBER 

8. PROJECT COST(SOOO) 

53218F 

112-211 

FPBB1090L3 

$2,500 


9. COST ESTIM.ATES 


ITEM 

U/M 

QUANITIY 

UNIT 

COST 

COST 

($000) 

REAPER INFRASTRUCTURE SUPPORT 

LS 



1,360 

RAMP AND TAXIWAY 

LS 



{ 1.200) 

RAMP AND TAXIW.AY LIGHTING 

LS 



( 100) 

SDD&EPACT (3% FOR LEED CERT/ENERGY CONSERV) 

LS 



( 60) 

SUPPORT FACILITIES 

LS 



890 

ACCESS ROAD AND PARKING PAVEMENTS 

LS 



( 110) 

SITE DEVELOPMENT AND SURFACE IMPROVEMENTS 

LS 



( 375) 

UTILITIES AND COMMUNICATIONS SUPPORT 

LS 



( 305) 

.ANTITERRORISM/FORCE PROTECTION 

LS 



( 100) 

SUBTOTAL 




2.250 

CONTINGENCY (5%) 




113 

TOTAL CONTRACT COST 




2.363 

SUPERVISION, INSPECTION AND OVERHEAD (6%) 




142 

TOTAL REQUEST 




2.505 

TOTAL REQUEST (ROUNDED) 




2,500 


10. Description of Proposed Construction: Provide infrastructure improvements to include 

pavements, site improvements and drainage. Provide concrete apron slab and flexible pavement 
taxiway with shoulders, and airfield lighting. Provide exterior utilities and pavements for access road 
and parking lot. Provide allied support for communications systems to include conduit runs, pow'er 
connections, and antenna support for a government provided antenna structure. Site improvements and 
miscellaneous support. 

11. REQUIREMENT: As Required. 

PROJECT : TFI - Reaper Infrastructure Support (New Mission). 

REQUIREMENT : The New York Air National Guard (NY ANG) requires a properly sited, adequately 
sized, and appropriately configured maintenance hangar and supporting launch and recovery element 
(LRE) ground control station at Fort Drum to support three MQ-9 unmanned aerial vehicles (UAVs) 
scheduled to arrive in late 2011. The mission requires a hangar with a minimal supporting general 
putpose maintenance shop and an aircraft maintenance unit. The LRE requires communications 
support with connectivity to the communications network and requires separate and independent 
antenna sites, each with fiber connectivity and electrical power. Also required is an aircraft apron and 
taxiway pavements complete with lighting, as well as road access and vehicle parking facilities, 
CURRENT SITUATION : The New York Air National Guard has been assigned a MQ-9 Reaper 
squadron. Fort Drum's Wheeler-Sack Army Airfield can support a Launch and Recovery' Element site 
for MQ-9 aircraft. A site survey conducted in July 2007 indicated that the airfield was suitable for 
MQ-9 operations, but facilities were not available. In 2007. the Fort Drum leadership made available a 
site on an existing concrete apron with limited utility capabilities where Reaper facilities could be 
constructed at a reduced cost. A MILCON project was established to construct the facilities. InFYlO, 
Congress advanced the MILCON funding from the FYl 1 FYDP to FYIO. In the spring of 2009, after 
the project had been under design, the Fort Drum leadership changed the Reaper project location site. 

In their view, the old site was not in accordance with Fort Drum’s long tenn master plan for the airfield 
and remotely piloted vehicle (RPV) operations. The new site met their criteria, however, the new site 
does not have the ramp, access pavements and utility support that was available at the old site. The 
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1 . COMPONENT FY 2011 MILITARY CONSTRUCTION PROJECT DATA 

(computer generated) 

ANG 

2. DATE 

Februrary 2010 

3. INSTALLATION AND LOCATION 


FORT DRUM MILITARY RESERVATION, NEW YORK 


5. PROJECT TITLE 7. PROJECT NUMBER 

TFI - RE,APER INFRASTRUCTURE SUPPORT 

FPBB109013 

12. SUPPLEMENTAL DATA: 


a. Estimated Design Data: 


(1) Status: 

(a) Date Design Started 

(b) Parametric Cost Estimates used to develop costs 

(c) Percent Complete as of Jan 2010 
* (d) Date 35% Designed 

(e) Date Design Complete 

(f) Type of Design Contract 

(g) Energy Sludy/Life-Cycie analysis was/wili be performed 

JUL 200S 

No 

35% 

JAN 2010 

SEP 2010 

YES 

(2) Basis: 

(a) Standard or Definitive Design - 

(bl Where Design Was Most Recently Used - 

NO 

N/A 

(3) Total Cost (c) = (a) + (b) or (d) -?■ (e): 

(a) Production of Plans and Specifications 

(b) AU Other Design Costs 

(c) Total 

(d) Contract 

(e) In-House 

(SOOO) 

150 

75 

225 

225 

(4) Contract Award (Month.-'Year) 

FEB 2011 

(5) Construction Start 

MAR 201 1 

(6) Construction Completion 

MAR 2012 

♦ Indicates completion of Project Definition with Parametric Cost Estimate which 
is comparable to traditional 35% design to ensure valid scope and cost and executability. 

b. Equipment associated with this project will be provided from other appropriations: 

N/A 

POINT OF CONTACT: Mark H. Bailey 
(301) 836-7042 
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1, COMPONENT 

FY 201 1 MILITARY CONSTRUCTION PROJECT DATA 

ANG 

(computer generated) 



[illil 


3. INSTALLATION AND LOCATION 


PROJECT TITLE 


STEWART INTERNATIONAL AIRPORT. NEW YORK | BASE DEFENSE GROUP BEDDOWN 
5. PROGR^AM ELEMENT I 6, CATEGORY CODE I 7. PROJECT NUMBER | 8. PROJECT COST(SOOO) 


WHAY089079 


9. COST ESTIMATES 


BASE DEFENSE GROUP (BDG) BEDDOWN 

SM 

5,382 

ADD TO EXISTING BLDG 106 FOR BDG 

SM 

3,159 

ALTER EXISTING BLDG 106 FOR BDG 

SM 

1,368 

CONVERT FIRE STATION FOR AERIAL PORT 

SM 

855 

ANTITERRORISM FORCE PROTECTION 

SM 

5,382 

SDD&EPACT(3% FOR LEED CERT/ENERGY CONSERV) 

LS 


SUPPORTING FACILITIES 

LS 


UTILITIES 

LS 


PAVEMENTS 

LS 


SITE IMPROVEMENTS 

LS 


COMMUNICATION SUPPORT 

LS 


STANDBY POWER 

SUBTOTAL 

CONTINGENCY (5%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION AND OVERHEAD (6%) 

TOTAL REQUEST 

LS 



UNIT COST 

COST ($000) 


( 1,05S) 
{ 118) 
( 373) 
866 
( 250) 
( 300) 
( 126) 
( 90) 

( 100 ) 
12,803 
640 
13.443 
807 
14.250 


10. Description of Proposed Construction: Addition: Reinforced concrete foundation and floor slab 
with steel framed masonry walls and roof structure. Interior walls and utilities. Exterior to match 
building and base arehitectural style. Alteration: Rearrange and extend interior walls and utilities 
including HVAC. Relocate the central seeurity control into the new addition. Provide standby power 
for the security forces eentral control center. Upgrade fire protection systems. Exterior work includes: 
extend pavements, utilities, fire protection, communications and miscellaneous support. 

Air Conditioning: 350 KW. 


11. REQUIREMENT: 5,382 SM ADEQUATE: 0 SM SUBSTANDARD: 2,223 SM 
PROJECT : Base Defense Group (BDG) Beddown (New Mission) 

REQUIREMENT : The base requires adequately sized and configured space to beddown a Security 
Forces Base Defense Group and consolidate the existing base security forces space requirements in one 
location in support of a 290 person squadron. The mission of the Base Defense Group is to train and 
deploy to an area of operation and support the mission by providing ramp, perimeter and other security 
measures. It may also involve providing security for convoys and other patrols. This ANG Base 
Defense Group is associated with the 820th Active Duty Squadron at Moody AFB, GA. 

CURRENT SITUATION : A base site survey conducted in August 2008 inicated Stewart ANG Base 
is properly located for the training and operational requirements of this mission. For training purposes, 
BDG personnel will utilize existing small arms ranges at nearby West Point, NY (United States Military 
Academy) and Camp Smith Army National Guard Base. Stewart ANG Base does not have space for 
the storage and training classrooms for this new mission. The base security forces squadron is already 
short of space. They have only 425 SM of their authorized 13.000 SM. This small area only allows 
central security control, arms vault and minimal classrooms to train existing Air National Guard 
security forces members. As part of the base manpower reset, the aerial port manpower w'as reduced. 
The 1 ,368 SM facility (bldg 106) is oversized for aerial port function and that space can be better 
reused and upgraded for the new BDG mission. In addition, the construction completion of the FY06 
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1. COMPONENT 

FY 201 1 MILITARY CONSTRUCTION PROJECT DATA 

2. DATE 

.ANG 

(computer generated) 


February 2010 

3. INSTALLATION AND LOCATION 



STEWART INTERNATIONAL AIRPORT, NEW YORK. 



5. PROJECT TITLE 


7. 

PROJECT NUMBER 

BASE DEFENSE GROUP BEDDOW'N 


WTIAYOSOOTO 


MILCON Fire Station allows reuse of the former fire station. This 855 SM building can be upgraded 
and converted to meet the reduced aerial port requirements. Consequently, the available building 106, 
the former aerial port, can be expanded to consolidate the BDG and the base security forces space 
requirements into an homogeneous security forces center for training and day-to-day operations, and 
will allow the consolidation of the security forces function in one location. 

IMPACT IF NOT PROVIDED : The Base Defense Group cannot become operational, because they 
lack adequate facilities to train people and store equipment. The security forces consolidation cannot 
happen. The space in the aerial port and former fire station facilities remain underutilized and 
inefficient for cun'ent needs. Equipment will have to be stored outdoors and be subject to deterioration 
by the elements and may not be available when needed for training and operational deployment. 
ADDITIONAL : This project meets the criteria./scopc specified in Air National Guard Handbook 32- 
1084, “Facility Requirements” and is in compliance with the base master plan. Antitcrrorism/’Force 
Protection requirements have been considered in the development of this project. This facility can be 
used by other eomponents on an “as available” basis; however, the scope of the project is based on Air 
National Guard requirements. An economic analysis has been prepared comparing the alternatives of 
new construction, revitalization, leasing and status quo operation. Based on the net present values and 
benefits of the respective alternatives, new construction was found to be the most cost efficient over the 
life of the project. Project w'ill incoiporate Leadership in Energy and Environmental Design (LEED) 
and sustainable development concepts, so as to achieve optimum resource efficiency, constnictability, 
sustainability, and energy conservation, while minimizing adverse impacts to the built and natural 
environments through all phases of its life cycle. This may result in primary facility costs exceeding 
DoD costing standards, but the initial investment in higher acquisition cost will be rewarded w'ith lower 
life cycle costs. This is consistent with the requirements of the Energy Policy Act of 2005 (EPAct05), 
10 use 2805 (c), Executive Order 13423. and other applieable laws and Executive Orders. 

ADD TO EXISTING BLDG 106 FOR BDG 3,159 SM = 34.000 SF 

ALTER EXISTING BLDG 106 FOR BDG 1.368 SM = 14,730 SF 

CONVERT FIRE STATION FOR AERIAL PORT 855 SM = 9,200 SF 
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1. COMPONENT 

FY 201 1 MILITARY CONSTRUCTION PROJECT DATA 


2, DATE 

ANG 

(computer generated) 



Febiiiary 2010 

3. INSTALLATION AND LOCATION 




STEWART INTERNATIONAL AIRPORT, NEW YORK 




3. PROJECT TITLE 


7. 

PROJECT NUMBER 

BASE DEFENSE GROUP BEDDOWN 


WHAY0S9079 


12. SUPPLEMENTAL DATA: 

a. Eslimaied Design Data; 


(1) Status: 

(a) Date Design Started 

AUG 2009 

(b) Parametric Cost Estimates used to develop costs 

YES 

(c) Percent Complete as of Jan 2010 

35% 

*(d) Date 35% Designed 

JAN 2010 

(e) Date Design Complete 

(f) Type of Design Contract 

MAR 2011 

(g) Energy Study/Life-Cycle analysis was/will be performed 

YES 

(2) Basis: 

(a) Standard or Definitive Design - 

(b) Where Design Was Most Recently Used - 

No 

(3) Total Cost (c) = (a) + (b) or (d) -i- (e): 

(SOOO) 

(a) Production of Plans and Specifications 

855 

(b) All Other Design Costs 

427 

(c) Total 

1,282 

(d) Contract 

(e) In-House 

1,282 

(4) Contract Award (Momh/Yearl 

JUN 2011 

(5) Construction Start 

JUL 2011 

(6) Construction Completion 

JAN 2013 

* Indicates completion of Project Definition with Parametric Cost Estimate which 

is comparable to traditional 35% design to ensure v-alid scope and cost and executability. 

b. Equipment associated with this project will be provided from other appropriations: 

POINT OF CONTACT: Mark H. Bailey 
(301) 836-7042 

N/A 
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!. COMPONENT 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


2. DATE 


ANG I I February 2010 

3. INSTALLATION AND LOCATION [J. PROJECT TITLE 


STANLY COUNTY AIRPORT. NORTH CAROLINA | UPGRADE ASPS FACILITIES 


5. PROGRAM ELEMENT 

6, CM'EGORY CODE 

7. PROJECT NUMBER 

8. PROJECT COST(SOOO) 

52671F 

141-753 

WEFM089029 

$2,000 

1 9. COST EST1M,4TES | 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

($000) 

UPGRADE ASOS FACILITIES 

SM 

1.022 


1,554 

ADD TO BUILDING 1 

SM 

325 

2,153 

( 700) 

ALTER BUILDING 1 

SM 

186 

861 

( 160) 

CONSTRUCT VEHICLE STORAGE SHED 

SM 

697 

915 

( 638) 

ANTITERRORISM FORCE PROTECTION 

SM 

511 

22 

( U) 

SDD&EPACT (3%FOR LEED CERT/ENERGY CONSERV) 

LS 



( 45) 

SUPPORTING FACILITIES 




230 

UTILITIES 

LS 



( 40) 

PAVEMENTS 

LS 



( 45) 

SITE IMPROVEMENTS 

LS 



( 20) 

COMMUNICATIONS SUPPORT 

LS 



( 25) 

FIRE PROTECTION SUPPORT 

LS 



( 100) 

SUBTOTAL 




1,784 

CONTINGENCY (5%) 




89 

TOTAL CONTRACT COST 




1,873 

SUPERVISION, INSPECTION AND OVERHEAD (6%) 




112 

TOTAL REQUEST 




1,985 

TOTAL REQUEST (ROUNDED) 




2,000 


10, Description of Proposed Construction: Building Upgrades: Remove/reconfigure partition walls. 
New walls to be gypsum board on metal studs. Replace interior finishes. Upgrade HVAC systems and 
add DDC controls. Expand communications inffastmeture to meet mission requirements. New 
construction shall be concrete footing/foundation with pre-engineered metal frame sttucture and 
insulated metal wall panels. Metal building roof. Interior and exterior lighting to meet operational 
security needs and energy conservation measures. 

Air Conditioning: 175 tCW. 

11. REQUIREMENT: 3,498 SM ADEQUATE: 1.802 SM SUBSTANDARD: 1,347 SM 
PROJECT : Upgrade ASOS Facilities (New Mission) 

REQUIREMENT : Adequate facilities are required for command, administration, storage, training, 
mission planning, personal equipment storage and maintenance in order to prepare and execute the Air 
Support Operations Squadron mission. Sufficient command and administration space is required to 
support 72 tactical air controllers (TACP) and air liaison officers (ALO). Space is required to store and 
maintain individual field equipment for TACP and ALO personnel. Shop space is required to maintain 
24 HMMW vehicles. Sufficient supply storage space is required to store, manage and issue individual 
equipment and mobility gear. Training space is needed for personnel upgrade training. Briefing and 
mission planning space is necessary in order to prepare flights and teams for mission execution. 
Conference space is required for mass flight briefings and administration of unit. Sufficient physical 
fitness training area is necessary to maintain personnel mission readiness. 

CURRENT SITUATION : Building 1 was originally designed to accommodate other missions and is 
not conducive to the administration and training required by an ASOS unit. Secure rooms, rest rooms, 
and administrative areas are undersized for UTA personnel load, impacting daily and UTA 
effectiveness. The HVAC system is 15 years old and requires updating for efficiency, balance and 
controls. The interior components throughout the facility are extremely worn and deteriorated. The 
poor conditions adversely affects the training environment. The facility has only two showers which 
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1. COMPONENT 


2. DATE 


FY 201 1 MILITARY CONSTRUCTION PROJECT DATA 
ANG (computer peiieratcd) Febroary 2010 


3. INSTALLATION AND LOCATION 


STANLY COUNTY AIRPORT, NORTH CAROLINA 


5. PROJECT TITLE 

7. PROJECT NUMBER 

UPGR.ADE ASOS FACILITIES 

WEFM089029 


are not adequate to support the physical training requirements of this unit and severely impacts the 
training schedule. An addition will be added to meet the short fall currently experienced by the 1 18th 
ASOS, The facility has adequate area to meet the remainder of the 1 18th requirements but the floor 
plan will need to be altered to meet their functional requirements. Additionally the wall, floor and 
ceiling finishes have deteriorated overtime and need to be replaced. The lack of an adequate fitness 
center is seriously impacting the physical training of all units at the GSU but particularly that of the 
1 1 8th ASOS and tlieir ability to perform their highly-physical wartime mission. Currently, a few pieces 
of exercise equipment are located in the 1 1 8th warehouse (building 2). Lack of sufficient space and 
lack of adequate ventilation cause this to be a substandard fitness center. Part of the renovation will 
include a fitness area serving the whole site. 

IMPACT IF NOT PROVIDED : Wartime training and mission planning for ASOS continues to be 
impacted. Leaving the ASOS in Bldg 1 without functionally changing the layout w'ill not solve the 
space problem, and continues readiness degradation, impacting long-term unit readiness and personnel 
availability. Passing the opportunity to upgrade the facility between users (235th ATCS and 1 1 8th 
ASOS) will require additional logistics and costs in the long terra. Examples include fiirlher 
deterioration, requiring more costly work and temporary facilities to upgrade an occupied facility, 
ADDITIONAL : This project meets the criteria/scope specified in Air National Guard Handbook 32- 
1084, “Facility Requirements” and is in compliance with the base master plan. Antiterrorism/Force 
Protection requirements have been considered in the development of this project. This facility can be 
used by other components on an “as available” basis; however, the scope of the project is based on Air 
National Guard requirements. Project will incorporate Leadership in Energy and Environmental Design 
(LEED) and sustainable development concepts, so as to achieve optimum resource efficiency, 
constructability, sustainability, and energy conservation, while minimizing adverse impacts to the built 
and natural environments through all phases of its life cycle. This may result in primary facility costs 
exceeding DoD costing standards, but the initial investment in higher acquisition cost will be rewarded 
with lower life cycle costs. This is consistent with the requirements of the Energy Policy Act of 2005 
(EPAct05), 10 use 2805 (c), Executive Order 13423, and other applicable laws and Executive Orders. 
An economic analysis is being prepared comparing the alternatives of new construction, revitalization, 
leasing and status quo operation. Based on intitial engineering estimates, this alternative appears to 
have the highest net present value while requiring the least mission impact for the unit. 

ADD TO BUILDING 1 325 SM = 3,500 SF 

CONSTRUCT VEHICLE STORAGE SHED 697 SM = 7,500 SF 
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1. COMPONENT 

ANG 

FY 201 1 MILITARY CONSTRUCTION PROJECT DATA ! 

(computer generated) 1 

2. DATE 

Febmarv2010 

3. INSTALLATION AND LOCATION 

STANLY COLiNTY AIRPORT, NORTH CAROLINA 



5, PROJECT TITLE 


7, PROJECT NUMBER 

UPGRADE ASOS FACILITIES 

VVEFM089029 


1 2. SUPPLEMENTAL DATA: 

a. Estimated Design Data; 


(1) Status: 

(a) Date Design Started 

OCT 2008 

(b) Parametric Cost Estimates used to develop costs 

No 

(c) Percent Complete as of Jan 2010 

35»/o 

* (d) Date 35% Designed 

JAN 2010 

(c) Date Design Complete 
(f) Type of Design Contract 

SEP 2010 

(g) Energy Study/Life-Cycle analysis was/will be performed 

YES 

(2) Basis: 

(a) Standard or Definitive Design - 

NO 

(b) Where Design Was Most Recently Used - 

N/A 

(3) Total Cost (c) = (a) (b) or (d) + (e): 

($000) 

(a) Production of Plans and Specifications 

120 

(b) Ail Other Design Costs 

60 

(c) Total 

180 

(d) Contract 

(e) In-House 

■ 180 

(4) Contract Award (Month/'Year) 

FEB 2011 

(5) Construction Start 

MAR 2011 

(6) Construction Completion 

DEC 2011 

* Indicates completion of Project Definition with Parametric Cost Estimate which 

is comparable to traditional 35% design to ensure valid scope and cost and executability. 

b. Equipment associated with this project will be provided from other appropriations: 

POINT OF CONTACT: Harry W, Washington 
(301*) 836-8767 

N/A 
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1. COMPONENT 


FY 201 1 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


2, DATE 


ANG I I February 2010 

3. INSTALLATION AND LOCATION VT. PROJECT TITLE 


STATE COLLEGE ANG STATION, PENNSYLVANIA | ADD TO AND ALTER AOS FACILITY 


5. PROGR-^M ELEMENT 

6. CATEGORY CODE 

7. PROJECT NUMBER 

8. PROJECT COST(SOOO) 

52276F 

141-454 

WFGE089076 

.54,100 


9. COST ESTIMATES 


ITEM 


na 

UNIT 

COST 

COST 

(sooo) 

ADD TO .AND ALTER AOS FACILITY 

SM 

976 


3,043 

.ADD TO AOS AREA 

SM 

790 

3,337 

( 2,636) 

ALTER AOS .AREA 

SM 

186 

1,615 

( 300) 

ANTITERRORISM/FORCE PROTECTION 

SM 

976 

22 

( 2!) 

SDD&EPACT(3% FOR LEED CERT/ENERGY CONSERV) 

LS 



( 86) 

SUPPORTING FACILITIES 

LS 



645 

UTILITIES 

LS 



( 215) 

PAVEMENTS 

LS 



( 215) 

SITE IMPROVEMENTS 

LS 



( 125) 

COMMUNICATIONS SUPPORT 

LS 




SUBTOTAL 




3,688 

CONTINGENCY (5%) 




184 

TOTAL CONTRACT COST 




3,872 

SUPERVISION, INSPECTION AND OVERHEAD (6%) 




232 

TOTAL REQUEST 




4,104 

TOTAL REQUEST (ROUNDED) 




4,100 


10. Description of Proposed Construction: Construct two story addition: reinforced concrete 
foundation and floor slab with steel framed masonsry walls and roof structure. Interior walls, utilities 
and raised flooring system. This facility requires certification as a Sensitive Compartmented 
Information Facility (SCIF) and must be constructed to accommodate SCIF criteria. Building exterior 
to match existing architectural style on the installation. Exterior work: utilities, pavements, site 
iniproments and communications support. 

Air Conditioning: 350 KW. 

11. REQUIREMENT: 2,926 SM ADEQUATE: 1,858 SM SUBSTANDARD: 186 SM 
PROJECT : Add to and Alter AOS Facility (Current Mission). 

REQUIREMENT : The station requires a properly sized, adequately configured facility for the 1 12 Air 
Operations Squadron (AOS). The area is to be compatible with the existing facility. Functional 
elements include: command support element, the AOS, the Air Intellignece Squadron, the Air 
Communication Squadron and dedicated classified work space. 

CURRENT SITUATION : The existing AOS facility is undersized by 20% for the assigned mission 
and personnel. There is insufficient work space in the classified work area and the conference and 
training rooms. The existing facility was funded by the Army National Guard (ARNG) in FY07 based 
on the mission, manning and space authorization at that time. In the early part of 2004, the Air Force, 
on behalf of the Air National Guard (ANG), initiated a land exchange with the Army on behalf of the 
ARNG. At that time, the unit manning and facility requirements were based on the existing unit 
mission of air traffic control squadron. The net result of the land exchange was that the ANG would 
transfer existing excess facility space to the ARNG, and the ARNG would finance the contniction of a 
new ANG facility based on the 2004 manning and space authorizations. The ARNG funded the project 
in 2007 and the construction was completed in early 2009. Since 2004, when the land exchange w'as 
inititated, the mission of the unit changed from Air Traffic Control Squadron to AOS and the number of 
personnel were increased from 1 10 to 135. This has resulted in a shortage of space to be addressed by 
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1. COMPONENT 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


2. DATE 


ANG I I February 2010 

3. INSTALLATION AND LOCATION 

STATE COLLEGE ANG STATION, PENNSYLVANIA 


5. PROJECT TITLE 

7, PROJECT NUMBER 

ADD TO AND ALTER AOS FACILITY 

WFGE089076 


this project. It will construct an addition to the existing facility and do some minor interior 
reconfiguration to make the total facility functionally compatible and sufficient for mission capability. 
IMPACT IF NOT PROVIDED : The unit will be unable to reach full operational capability for the 
assigned mission. Inadequate classified work space may result in a security incidents. Inadequate 
training rooms are having a negative impact on the unit's training capability. Storage of classified 
equipment is adversely affecting unit capabilities. 

ADDITIONAL : This project meets the criteria- scope specified in Air National Guard Handbook 
32-1084, “Facility Requirements” and is in compliance with the base master plan. Antiterrorism/Force 
Protection requirements have been considered in the development of this project. Mission 
requirements, operational considerations and location arc incompatible with use by other components. 
Project w-ill incorporate Leadership in Energy and Environmental Design (LEED) and sustainable 
development concepts, so as to achieve optimum resource efficiency, constructability', sustainability, 
and energy consen.’ation. while minimizing adverse impacts to the built and natural environments 
through all phases of its life cycle. This may result in primary facility costs exceeding DoD costing 
standards, but the initial investment in higher acquisition cost will be rewarded w'ith lower life cycle 
costs. This is consistent with the requirements of the Energy Policy Act of 200.‘5 (EPAct05), 10 USC 
2805 (c), and Executive Order 13423. All known altematives/options were considered during the 
development of this projec. No other option could meet the requirements; therefore, no economic 
alaysis was needed or perfonned. 

ADD TO AOS AREA 790 SM = 8,500 SF 

ALTER AOS AREA 1 86 SM = 2,000 SF 
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1. COMPONENT FY 201 1 MILITARY CONSTRUCTION PROJECT DATA 2. DATE 

(computer generated) 

ANG Febixiary 2010 

3. INSTALLATION AND LOCATION 

STATE COLLEGE ANG STATION, PENNSYLV.ANIA 

5, PROJECT TITLE 7. PROJECT NUMBER 

.ADD TO AND ALTER AOS FACILITY WFGE089076 

12. SUPPLEMENTAL DATA: 
a. Estimated Design Data: 


(1) Status: 

(a) Date Design Started JAN 2010 

(b) Parametric Cost Estimates used to develop costs YES 

(c) Percent Complete as of Jan 2010 35% 

* (d) Date 35% Designed JAN 2010 

(e) Date Design Complete JAN 2011 

(f) Type of Design Contract 

(g) Energy Study/Life-Cycle analysis was'will be performed YES 

(2) Basis: 

(a) Standard or Definitive Design - No 

(b) Where Design Was Most Recently Used - 

(3) Total Cost (c) = (a) + (b) or (d) + (e): ($000) 

(a) Production of Plans and Specifications 246 

(b) All Other Design Costs 123 

(e) Total 369 

(d) Contract 369 

(e) In-House 

(4) Contract Award (Month' Ycar) FEB 2011 

(5) Construction Start M.AR2011 

(6) Construction Completion MAR 2012 


* Indicates completion of Project Definition with Parametric Cost Estimate which 
is comparable to traditional 35% design to ensure valid scope and cost and executability. 

b. Equipment associated with this project will be provided from other appropriations: N/A 


POINT OF CONTACT: Mark Mittle 

(301)836-8712 
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396 


1. COMPONENT 
ANG 


FY 2011 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 


2. DATE 
February 2010 


3. INSTALLATION AND LOCATION 


NASHVILLE INTERNATIONAL AIRPORT. TENNESSEE 


4. PROJECT TITLE 
TFl- RENOVATE INTEL SQUADRON 
FACILITIES 


5. PROGR.\M ELE.VIENT 

6, CATEGORY CODE 

7, PROJECT NUMBER 

8. PROJECT COST(SOOO) 

,331 17F 

141-753 

BKTZ069078 

$5,500 


9. COST ESTIMATES 


ITEM 

U/M 


UNIT 

COST 

COST 

(SOOO) 

TFT RENOVATE INTEL SQUADRON FACILITY 

SM 

4,023 


4,523 

RELOCATE SQUADRON OPS AREA 

SM 

2,165 

1,184 

( 2.563) 

CONVERT SQU.ADRON OPS FOR INTEL OPERATIONS 

SM 

1,301 

1.023 

( 1,331) 

CONVERT SQUADRON OPS FOR ADMIN AND SUPPORT 

SM 

557 

700 

( 390) 

ANTITERRORISM FORCE PROTECTION 

SM 

4,023 

22 

( S9) 

SDD&EPACT (3%FOR LEED CERUENERGY CONSERV) 

LS 



( 150) 

SUPPORTING FACILITIES 




419 

UTILITIES 

LS 



( 55) 

PAVEMENTS 

LS 



( 25) 

SITE IMPROVEMENTS 

LS 



( 25) 

COMMU'NICATION SUPPORT 

LS 



( 110) 

STANDBY POWER 

LS 



( 86) 

AT/FP SITE IMPROVEMENTS 

LS 



( 88) 

SECURITY MEASURES 

LS 



1 30) 

SUBTOTAL 




4,942 

CONTINGENCY (5%) 




247 

TOTAL CONTRACT COST 




5.189 

SUPERVISION. INSPECTION AND OVERHEAD (6%) 




311 

TOTAL REQUEST 




5.500 


10. Description of proposed Construction: Renovation of two separate building interiors. Building 
747, Squadron Operations, requires interior spaces to be reconfigured to accommodate security 
requirements for Intelligence Training functional areas. Work include.s reconfiguration of interior 
walls, drop ceilings, HVAC, fire sprinklers, electrical and communications devices with support of an 
open plan furniture arrangement; upgrade architectural features and finishes. Support areas to be 
configured for basic administrative functions. Other enhaneements include security alanns, specialty 
communication support, code compliance improvements, and emergency backup power. In building 
721: renovations include the reconfiguration and reconstruction of interior spaces to accommodate 
Squadron Operations flinctional areas displaced by Intelligence Training functions moving into 
building 747. This includes primary and secondary electrical systems and lighting, plumbing, 
communications, fire detection, and HVAC systems. Washroom renovations will require reworking 
the building plumbing systems. Some features of the building envelope will be improved such as 
w'indows, w'indow frames, and roof repairs. Exterior work includes: AT/FP site improvements, and 
miscellaneous utility support to meet the codes. 

Air Conditioning: 350 KW'. 


11. REQUIREMENT: 4,023 SM ADEQUATE: 0 SM SUBSTANDARD: 4,023 SM 
PROJECT : TFI-Renovate Intelligence Squadron Facility (New Mission) 

REQUIREMENT : The 1 1 8th AW requires properly sized and configured space to conduct Training 
and Intelligence Operations, Functional areas include: Specially Compartmentalized Information 
Functions (SCIF) area including open plan areas with briefing rooms and offices. The Intelligence 
Squadron provides Combat Air Forces tailored imagery and target intelligence. This unit will be a 
reach-back capability for the deployed Air Operations Center and meet other training requirements. 
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1. COMPONENT 

.ANG 

FY 201 1 MILITARY CONSTRUCTION PROJECT DATA 
(computer generated) 

2. DATE 

Febmary 2010 

3. INSTALLATION AND LOCATION 

NASHVILLE INTERNATIONAL AIRPORT, TENNESSEE 



5. PROJECT TITLE 


7. PROJECT NUMBER 

TFI- RENOVATE INTEL SQUADRON FACILITIES 

BKTZ069078 


CURRENT SITUATION : The llSth AW is converting to a C-130 Fonnal Training Unit (FTU) and 
Foreign Military Training (FMT). Originally planned for demolition, building 721 is being retained in 
the inventory and is being used as the instructional space for the FTU; co-locating the C-130 squadron 
operations areas with the C-130 FTU makes operational sense. The FTU will only utilize about 60% of 
the Hangar’s 60,000 SF. This proposal makes use of the space by relocating the current C-130 
squadron operations area to building 721 ; resulting in operational efficiencies for the flying mission, 
and in a single location for flying instruction operations. This opens building 747, the existing 
squadron operations area, for use by the Intel Squadron; for which it is ideally configured because of its 
location and building layout. By having a separate building for the Intel squadron, the security is 
enhanced. The C-130 FTU and FMT will train foreign aircrews; therefore it should not be collocated 
within the same building as the Intel mission. 

IMPACT IF NOT PROVIDED : The Intel Squadron cannot become operational. High cost in 
communications requirements and special infrastructure make it pmdent to install this unit in a properly- 
located and properly configured facility. In addition, operational improvements provided by moving 
Squadron Operations to building 721 will be negated, 

ADDITIONAL : This project meets the eriteria/'seope specified in Air National Guard Handbook 
32-1084, “Facility Requirements” and is in compliance with the base master plan. Antiterrorism/Force 
Protection requirements have been considered in the development of this project. Mission 
requirements, operational considerations and location are incompatible with use by other components. 
An economic analysis is being prepared comparing the alternatives of new construction, revitalization, 
leasing and status quo operation. Based on the net present values and benefits of the respective 
alternatives, revovation is expected to be the most cost efficient over the life of the project. Project will 
incorporate Leadership in Energy and Environmental Design (LEED) and sustainable development 
concepts, so as to achieve optimum resource efficiency, constructability, sustainability, and energy 
conservation, while minimizing adverse impacts to the built and natural environments through all 
phases of its life cycle. This may result in primary facility costs exceeding DoD costing standards, but 
the initial investment in higher acquisition cost will be rewarded with lower life cycle costs. This is 
consistent with the requirements of the Energy Policy Act of 2005 (EPActOS), 10 USC 2805 (c), 
Executive Order 13423, and other applicable laws and Executive Orders. 

RELOCATE SQUADRON OPS AREA 2, 1 65 SM = 23,300 SF 

CONVERT SQUADRON OPS FOR INTEL OPERATIONS 1 ,30 1 SM = 1 4,000 SF 

CONVERT SQUADRON OPS FOR ADMIN .AND SUPPORT 557 SM = 6,000 SF 
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1 1, COMPONENT 1 FY 20 11 MILITARY CONSTRUCTION PROJECT DATA I 2. DATE I 

(computer generated) 


ANG 1 

FebruaraylOlO 

3. INSTALLATION AND LOCATION 


NASHVILLE INTERNATIONAL AIRPORT, TENNESSEE 


5, PROJECT TITLE 

7. PROJECT NUMBER 

TFl- RENOVATE INTEL SQUADRON FACILITIES 

BK.TZ069078 

12. S UPPLEMENTAL DATA: 


a. Estimated Design Data: 


(1) Status; 


(a) Date Design Started 

JUL 2008 

(b) Parametric Cost Estimates used to develop costs 

NO 

(c) Percent Complete as of Jan 2010 

35% 

* (d) Date 35% Designed 

MAR 2009 

(e) Date Design Complete 

(f) Type of Design Contract 

SEP 2010 

(g) Energy Study/Life-Cycle analysis was.’will be performed 

YES 

(2) Basis: 


(a) Standard or Definitive Design - 

(b) Where Design Was Most Recently Used - 

NO 

N/A 

(3) Total Cost (c) = (a) ^ (bl or (d) + (e): 

(SOOO) 

(a) Production of Plans and Specifications 

330 

(b) All Other Design Costs 

165 

(e) Total 

495 

(d) Contract 

(e) In-House 

495 

(4) Contract Award (Month' Year) 

FEB 2011 

(5) Construction Start 

MAR 2011 

(6) Construction Completion 

MAR 2012 

* Indicates completion of Project Definition with Parametric Cost Estimate which 
is comparable to traditional 35% design to ensure valid scope and cost and executability. 

b. Equipment associated with this project will be provided from other appropriations: N/A 

POINT OF CONTACT: Harry W, Washington 


(301)836-8767 
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DEPARTMENT OF THE AIR FORCE 
JUSTIFICATION OF ESTIMATES FOR FISCAL YEAR 201 1 

APPROPRIATION; MILITARY CONSTRUCTION - AIR NATIONAL GUARD 
PROGRAM 313: PLANNING AND DESIGN $9,2 1 4,000 

PARTI - PURPOSE AND SCOPE 


The funds estimated in this program are to provide financing for project planning and 
design of the construction requirements for the Air National Guard 


PART II - JUSTIFICATION OF FUNDS REQUESTED 


The funds required for Planning and Design will provide for establishing project 
construction design of the facilities and for fully evaluating each designed project in terms of 
technical adequacy and estimated costs. 
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1. COMPONENT 

FY 201 1 MILITARY CONSTRUCTION PROJECT DATA 


ANG 

(computer generated) 



3. INSTALLATION AND LOCATION | 4, PROJECT TITLE 


VARIOUS LOCATIONS PLANNING AND DESIGN 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. PROJECT NUMBER 

8. PROJECT COST(SOOO) 

52276F 

999-999 

AAAAIIOOOI 

S9,214 


9. COST ESTIMATES 


ITEM 

U7M 

QUANTirY 

LTnTT 

COST 

COST 

($000) 

PLANNING AND DESIGN (P-313) 

LS 



9,214 

SUBTOTAL 




9,214 

TOTAL CONTRACT COST 




9,214 

TOTAL REQUEST 




9,214 


10. Description of Proposed Construction: The funds requested will provide for the architectural and 
engineering services necessary to fully evaluate each project's technical adequacy and estimated cost, 
and complete final design of facilities. In addition, the funds are required to prepare working drawings, 


speeifications, and project reports for the design of construction projects to be included in future Air 
National Guard (ANG) Military Construction (MILCON) Programs. 

11. REQUIR.EMENT: As Required 
PROJECT : Planning and Design 

REQUIREMENT : The ANG needs planning and design funds for projects that are to be included in 
future MILCON programs. The FY 201 1 design funds are needed to complete the design for those 
projects that are to be included in the FY 201 1 MILCON program and to begin the design for those 
projects to be included in tlie FY 2012 program. Funds also provide for design of the FY 201 1 
unspecified minor construction program. 

CURRENT SITUATION : The ANG requires the design money in FY 20 1 1 to ensure the design 
milestones for the F Y 2011 and FY 2012 MILCON Programs, as mandated by Department of Defense 
(DOD) Instruction 1225.8, are met. 

IMPACT IF NOT PROVIDED : The ANG will not be able to effectively administer future year 
MILCON programs. Insufficient design funds will translate into late design completion, later 
construction starts, higher constniction costs, and the inability to meet DOD and Congressionally 
mandated execution rates, and degrade the operational mission and training by the delays in 
eonstiuction completion. 
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DEPARTMENT OF THE AIR FORCE 
JUSTIFICATION OF ESTIMATES FOR FISCAL YEAR 201 1 

APPROPRIATION: MILITARY CONSTRUCTION - AIR NATIONAL GUARD 

PROGRAM 34 1 : UNSPECIFIED MINOR CONSTRUCTION 58.000,000 

PART I - PURPOSE AND SCOPE 


The funds estimated in tliis program are to provide financing for new construction and 
alteration projects having cost estimates over $750,000 but not exceeding $2,000,000, which are 
not otherwise authorized by law. 


PART II - JUSTIFICATION OF FUNDS REQUESTED 


The funds required for Unspecified Minor Construction will finance projects for which 
the urgency is such that they could not be included in the regular Military Construction Program 
for the Air National Guard, and such that they exceed the minor construction authorization limit 
in the Operation and Maintenance Appropriation. 


Page No. 11-5 1 


55040A 



1. COMPONENT FY 20 11 MILITARY CONSTRUCTION PROJECT DATA 

(computer generated) 

ANG 


3. INSTALLATION AND LOCATION 


February 2010 


4. PROJECT TITLE 


VARIOUS LOCATIONS 


UNSPECIFIED MINOR CONSTRUCTION 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. PROJECT NUMBER 

8. PROJECT COSTtSOOO) 

S2276F 

999-999 

AAAAl 10002 

S8,000 


9. COST ESTIMATES 


ITEM 

UNSPECIFIED MINOR CONSTRUCTION (P-341) 
SUBTOTAL 

TOTAL CONTRACT COST 
TOTAL REQUEST 


UNIT 

U'M QUANrrrvi cost 
LS 



10. Description of Proposed Construction: Provides funding for unspecified minor construction 
projects not otherwise authorized by law and having a funded cost between 5750,000 and $2,000,000, 
Projects include construction, alteration, or conversion of permanent or temporaty facilities. The 
Secretary of the Air Force has the authority to approve projects of this nature under the provisions of 
1 0 U. S.’Code, 1 8233a and 1 0 U. S. Code, 2805(c). 


11. REQUIREMENT: As Required 

PROJECT : Unspecified Minor Construction Program 

REQUIREMENT : This program provides the means of accomplishing urgent, unforeseen projects 
costing over 5750,000, but not exceeding $2,000,000. The project requirements arc anticipated to arise 
during late EY 20 1 0 or F Y 20 1 1 , and would be needed to satisfy critical, urgent mission beddowns and 
weapon system conversions, or to meet serious and urgent health, safety, and environmental 
requirements. The late identification of these requirements prevents their inclusion in the FY 201 1 
MILCON program and the projects cannot wait for the FY 2012 program. The requested funds are not 
a percent of the budget, but are based on historical trends. Routine and non-urgent projects are not 
funded from this account. 

CURRENT SITUATION : As in the recent past, it is expected that the Air Force will continue to 
transfer missions and force structure into the ANG. These aircraft conversions and beddowns generate 
facility requirements that are often late-to-need using normal MILCON progr amming avenues. The 
urgency of the required projects is driven by the arrival of new aircraft and equipment, or the need to 
eliminate immediate health, safety or environmental requirements or personnel growth, 

IMPACT IF NOT PROVIDED : Unable to adequately support mission conversions and beddowns. 
More expensive workarounds w'ill have to be used. Formal reprogramming is the only other option 
available; however, funds may not be available for these reprogrammings. 
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DEPARTMENT OF THE AIR FORCE 
AIR NATIONAL GUARD 

MILITARY CONSTRUCTION PROGRAM FOR FISCAL YEAR 2011 


SECTION III 


INSTALLATION DATA 
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. COMPONENT 
ANG 


FY 201 1 GUARD AND RESERVE 
MILITARY CONSTRUCTION 


2. DATE 
February 2010 


3. INSTALLATION AND LOCATION 4. AREA CONSTR 

COST INDEX 

MONTGOMERY REGIONAL AIRPORT ( ANGl BASE, MONTGOMERY, ALABAMA .8 1 


5. FREQUENCY AND TYPE OF UTILIZATION 

Twelve monthly assemblies per year, 15 days annual field training per year, daily use by technician'AGR force for 
training. 


6. OTHER ACTIVE/GUARD/RESERVE INSTALLATIONS WITHIN 15 MILES RADIUS 

One Active AFB - 5 miles, one Marine Reserve - 12 miles, three Amiy Reserves - 10 - 15 miles, five Army National 

Guard Units - 2-12 miles and two Air National Guard Units - 5 miles. 


7. PROJECTS REQUESTED IN THIS PROGRAM: FY2011 
CATEGORY 

CODE PRO.rECT TITLE SCOPE 


211-179 Fuel Cell and CoiTosion Control 
Hangar 


1,821 SM (19,600 SF) 7,800 


DESIGN STATUS 
START CMPL 

Mar 06 May 10 


8. STATE RESERVE FORCES FACILITIES BOARD RECOMMEND.ATION 

Facilities identified in item 6 have been examined by the State Reserve Forces Facilities Board for possible joint 
use/expansion. The Board recommendations are: Unilateral Construction Approved lOJunOO 

(Date) 


9. LAND ACQUISITION REQUIRED 

10. PROJECTS PLANNED IN NEXT FOUR YEARS 
CATEGORY 

CODE PROJECT TITLE 


None 

(Number of Acres) 


141-753 TFl - Replace Squadron Operations Facility 


2,769 SM (29,800 SF) 7,500 


R&M Unfunded Requirement: 55,310,000 
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1. COMPONENT 
ANG 


FY 201 1 GUARD AND RESERVE 
MILITARY CONSTRUCTION 


2. DATE 
February 20 10 


3. INSTALLATION AND LOCATION 

MONTGOMERY REGIONAL AIRPORT (ANG) BASE. MONTGOMERY, ALABAMA 
n. PERSONNEL STRENGTH AS OF 01 Jun 09 


AUTHORIZED 

ACTUAL 


PERMANENT 

TOTAL OFFICER ENLISTED CIVaUAN 

291 35 256 0 

292 32 260 0 


GUARD/RESERVE 
TOTAL OFFICER E NLISTED 
828 101 727 

979 103 876 


12. RESERVE L^NIT DATA 


STRENGTH 


UNIT DESIGNATION 

187 .Aircraft Maintenance Squadron 

1 78 Civil Engineering Squadron 

1 87 Communication Flight 

187 Fighter Wing 

187 Logistics Readiness Squadron 

187 Maintenance Operations Flight 

187 Maintenance Group 

187 Medical Squadron 

187 Mission Support Flight 

187 Aircraft Generation Squadron 

187 Security Forces Squadron 

187 Mission Support Group 

187 Student Flight 

187 Services Squadron 

187 Operations Support Flight 

187 Operations Group 

100 Fighter Squadron 


AUTHORIZED 

161 

93 

34 

40 

77 

7 
9 

45 

20 

140 

74 

8 

22 

22 

24 

9 

« 

828 


ACTUAL 

172 

85 

30 

53 

92 

26 

17 

45 

20 

152 

67 

9 

119 

19 

23 

10 

40 

979 


13. MAJOR EQUIPMENT AND AIRCRAFT 
TYPE 

Vehicle 
F-16 Aircraft 
Support Equipment 
Vehicle Equivalents 


AUTHORIZED 

78 

18 

210 

230 


ASSIGNED 

77 

20 

199 

220 


14 OUTSTANDING POLLUTION AND SAFETY(OSHA) DEFICIENCIES FY 201 1 

CATEGORY CST DESIGN STATUS 

CODE PROJECT TITLE SCOPE 5(0001 START CMPL 


NONE 
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1, COMPONENT 
ANG 


FY 201 1 GUARD AND RESERVE 
MILITARY CONSTRUCTION 


2. DATE 
Februarv' 2010 




55040A 








407 



NONE 
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I . COMPONENT 
ANG 


FY 201 1 GUARD AND RESERVE 
MILITARY' CONSTRUCTION 


3. INSTALLATION AND LOCATION 4 

NEW CASTLE COUNTY AIRPORT, WILMINGTON. DELAWARE 


. AREA CONSTR 
COST INDEX 
1.02 


5, FREQUENCY AND TYPE OF UTILIZATION 

Twelve monthly unit assemblies per year, 15 days annual field training per year, daily use by technician.' AGR force 
and for training. 
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1. COMPONENT 

FY 201 1 GUARD AND RESERVE 

2. DATE 

ANG 

MILITARY CONSTRUCTION 

February 2010 

3. INSTALLATION AND LOC.ATION 


NEW CASTLE COLWY AIRPORT, WILMINGTON, DELAWARE 



1 1 . PERSONNEL STRENGTH AS OF 06 Jul 09 


PERMANENT GUARD/RESERVE 

TOTAL OFFICER ENLISTED CI\HEIAN TOTAL OFFICER ENLISTED 

AUTHORIZED 269 47 222 0 1,098 279 819 

ACTUAL 266 46 220 0 1,074 270 804 


12. RESERVE LTSIT DATA 


STRENGTH 


UNIT DESIGNATION 

AUTHORIZED 

ACTUAL 

DE ANG 

33 

34 

166 Airlift Wing 

55 

54 

166 Medical Group 

66 

70 

166 Maintenance Group 

12 

9 

166 Maintenance Operations Flight 

21 

13 

166 Maintenance Squadron 

150 

128 

1 66 Aircraft Maintenance Squadron 

57 

42 

166 Operations Group 

8 

8 

166 Operations Support Flight 

26 

19 

142 Airlift Squadron 

122 

121 

142 Airlift Evacuation Squadron 

86 

96 

166 Mission Support Group 

8 

10 

166 Civil Engineering Squadron 

116 

113 

166 Communication Flight 

.34 

41 

166 Logistics Readiness Squadron 

122 

1.56 

166 Force Support Squadron 

40 

33 

166 Security Forces Squadron 

74 

69 

166 Network Warfare Squadron 

46 

32 

166 Student Flight 

22 

26 

TOTALS 

1.098 

1.074 


13, MAJOR EQUIPMENT AND AIRCRAFT 


TYPE 

AUTHORIZED 

ASSIGNED 

Vehicles 

89 

87 

C-130H .Aircraft 

8 

8 

Support Equipment 

73 

70 

Vehicle Equivalents 

250 

264 

14 OUTSTANDING POLLUTION AND SAFETY(OSHA) DEFICIENCIES FY 2011 


CATEGORY 

CST 

DESIGN STATUS 

CODE PROJECT TITLE 

SCOPE SIOOO) 

START CMPL 


NONE 
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1. COMPONENT 
ANG 

FY 201 1 GUARD AND RESERVE 

MILITARY CONSTRUCTION 

2. DATE 

February 2010 

3. INSTALLATION AND LOCATION 

JACKSONVILLE LAP, JACKSONVILLE, FLORIDA 

4. AREA CONSTR 

COST INDEX 
,91 


Four Unit Training Assemblies (UTA) per month, 15 aimual field training days per year. Daily use of technician 
force. 


6. OTHER ACTIVE/GUARD/RESERVE INSTALLATIONS WITHIN 15 MILES RADIUS 
Tliree .Army National Guard .Armories, one US Marine Corps Unit, and three Army Iiistalltions. 


7. PROJECTS REQUESTED IN THIS PROGRAM: FY2011 
CATEGORY 

CODE PROJECT TITLE SCOPE 


DESIGN STATUS 
START CMPL 


730-833 Security Forces Training Facility 


1,815 SM (19,530 SF) 6,700 


8. STATE RESERVE FORCES F.ACILITIES BOARD RECOMMENDATION 

Facilities identified in item 6 have been examined by the State Reserve Forces Facilities Board for possible joint 
use/expansion. The Board recommendations are: Unilateral Construction Approved 29 Jan 09 

(Date) 


9, L.AND ACQUISITION REQUIRED 

10, PROJECTS PLANNED IN NEXT FOUR YEARS 
CATEGORY 

CODE PROJECT TITLE 


None 

(Number of Acres) 


R&M Unfunded Requirement: $27,353,000 
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l . COMPONENT FY 20 1 1 GUARD AND RESERVE 

ANG MILITARY CONSTRUCTION 

2. DATE 

February 20 10 

3. INSTALLATION AND LOCATION 

JACKSONVILLE lAP, JACKSONVILLE, FLORIDA 

11. PERSONNEL STRENGTH AS OF 15 Jui 08 

PERMANENT 


GUARD/RESERVE 

TOTAL OFFICER ENLISTED 
AUTHORIZED 435 44 391 

ACTUAL 446 42 404 

CIVILIAN 

0 

0 

TOTAL 

1,023 

1,004 

OFFICER ENLISTED 

120 903 

85 919 

12. RESERVE UNIT DATA 






STRENGTH 

UNIT DESIGNATION 


AUTHORIZED ACTUAL 

125 Fighter Wing 


53 

63 

125 Detachment 1 


19 

17 

125 Mission Support Group 


9 

8 

125 Mission Support Flight 


21 

2! 

125 Security Forces Squadron 


86 

79 

125 Civil Engineering Squadron 


49 

63 

125 Services Flight 


22 

24 

125 Maintenance Group 


21 

17 

125 MXSF 


25 

20 

125 Logistics Readiness Squadron 


76 

83 

125 Maintenance Squadron 


229 

209 

125 AMS 


178 

147 

125 Communication Flight 


34 

43 

1 25 Medical Group 


86 

83 

125 Operations Group 


9 

9 

125 Student Flight 


34 

60 

125 Operations Support Flight 


32 

29 

1 59 Fighter Squadron 


40 

28 

TOTALS 


1,023 

1,003 

13. MAJOR EQUIPMENT AND AIRCRAFT 




TYPE 

AUTHORIZED 

AS.SIGNED 

C~26 Aircraft 


1 

1 

C-130 


1 

1 

F-15 Aircraft 


15 

19 

Support Equipment 


107 

106 

Vehicle Equivalents 


207 

203 

1 14 OUTSTANDING POLLUTION AND SAFETY(OSHA) DEFICIENCIES FY 2011 


CATEGORY 


CSX 

DESIGN STATUS 

CODE PROJECT TITLE 

SCOPE 

S(OOO) 

ST.ART CMPL 

NONE 





DD FORM 1390s, 1 DEC 76 Previous editions may be used. Page No. 111-8 


55040A 



412 


1. COMPONENT 

FY 201 1 GUARD AND RESERVE 

2. DATE 

ANG 

MILITARY CONSTRUCTION 

February 20 iO 

3. INSTALLATION AND LOCATION I 

4. AREA CONSTR 



COST INDEX 

SAVANNAH/HILTON HEAD lAP, SAVANNAH, GEORGIA ! 

.84 


5. FREQUENCY AND TYPE OF UTILIZATION 

One unit training assembly per moirth, 15 days annua! field training per year, daily use by techniciam'AGR force and 
training. Potential for 365 days of visiting unit-training exercises. 


6. OTHER ACTIVE/GUARD./RESERVE INSTALLATIONS WITHIN 15 MILES RADIUS 
1 Active Army Installation. 1 Army Reserve Installation. 1 Marine Reserr’c Installation. 


7. PROJECTS REQUESTED IN THIS PROGRAM: FY2011 
CATEGORY 

CODE PROJECT TITLE SCOPE 


COST DESIGN STATUS 

SlOOOf START CMPL 


141-753 Relocate ASOS Facilities 


3,252 SM (35,000 SF) 7,700 


Oct 08 Sep 10 


8. STATE RESERVE FORCES FACILITIES BOARD RECOMMENDATION 

Facilities identified in item 6 have been examined by the State Reserve Forces Facilities Board for possible joint 
use/expansioii. The Board recommendations are: Unilateral Construction Approved 19 Feb 09 

(Dale) 


9. LAND ACQUISITION REQUIRED None 

(Number of Acres) 

10. PROJECTS PLANNED IN NEXT FOUR YEARS 

CATEGORY COST 

CODE PROJECT TITLE SCOPE S(OOO) 


R&M Unfunded Requirement: $20,370,000 
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1. COMPONENT 

FY 201 1 GUARD AND RESERVE 

2. DATE 

ANG 

MILITARY CONSTRUCTION 

February 2010 

3. INSTALLATION AND LOCATION 


SAVANNAH./H1LTON HEAD lAP. SAV.ANNAH. GEORGIA 



1 1 . PERSONNEL STRENGTH AS OF 12 Aug 09 


PERMANENT GUARD/RESERVE 

TOTAL OFFICER ENLISTED CIVILIAN TOTAL OFFICER ENLISTED 

AUTHORIZED 344 33 298 13 1.009 136 873 

ACTUAL 312 31 268 13 981 129 852 


12. RESERVE LT41T DATA 


STRENGTH 


UNIT DESIGNATION 

AUTHORIZED 

ACTUAL 

165 Airlift Wing 

55 

59 

165 Operations Group 

6 

6 

165 Maintenance Group 

12 

10 

165 Maintenance Squadron 

154 

131 

165 Logistics Readiness Squadron 

122 

117 

165 Aircraft Maintenance Squadron 

54 

45 

165 Mission Support Group 

8 

10 

165 Mission Support Flight 

19 

28 

165 Civil Engineering Squadron 

99 

87 

165 Services Flight 

31 

22 

165 Security Forces Squadron 

73 

73 

165 Communication Flight 

34 

40 

165 Medical Squadron 

48 

50 

165 Student Flight 

29 

86 

158 Airlift Squadron 

123 

■ 107 

165 Operations Support Flight 

20 

21 

165 Maintenance Operations Flight 

21 

17 

GA Combat Readiness Training Center 

101 

72 

TOTALS 

1,009 

981 


13. M.AIOR EQUIPMENT AND AIRCRAFT 


TYPE 

AUTHORIZED 

ASSIGNED 

Vehicle Equivalents 

891 

795 

C-130H Aircraft 

8 

8 

Support Equipment 

433 

323 

Vehicles 

268 

243 

14 OUTST.ANDING POLLUTION AND SAFETY(OSHA) DEFICIENCIES FY 201 1 


CATEGORY 

CST 

DESIGN STATUS 

CODE PROJECT TITLE 

SCOPE .SfOOO) 

START CMPI. 


NONE 
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i . COMPONENT 
ANG 


FY 201 1 GUARD AND RESERVE 
MILITARY CONSTRUCTION 


3. INSTALLATION AND LOCATION 


2. DATE 
February 2010 
4. AREA CONSTR 
COST INDEX 
2.17 


HICKAM AIR FORCE BASE. HONOLULU, HAWAII _J 

5. FREQUENCY AND TYPE OF UTILIZATION 

One Unit Training Assemby per month. 15 days annual field training per year, daily use by technician/ AGR force for 
training. 
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1, COMPONENT 

FY 2011 GUARD AND RESERVE 

2. DATE 

ANG 

MILITARY CONSTRUCTION 

Febraarv20l0 

3. INSTALLATION AND LOCATION 


HICKAM AIR FORCE BASE, HONOLULU, HAWAII 



1 1 . PERSONNEL STRENGTH AS OF 01 Jul 09 


PERMANENT 


GUARD/RESERVE 

TOTAL OFFICER ENLISTED 
AUTHORIZED 571 448 123 

ACTUAL 633 72 561 

CIVILIAN 

0 

0 

TOTAL 

1,711 

1,608 

OFFICER ENLISTED 

223 1,488 

151 1,457 

12. RESERVE UNIT DATA 


STRENGTH 

UNIT DESIGNATION 


AUTHORIZED ACTUAL 

154 Medical Squadron 


76 

62 

154 Weather Group 


75 

66 

154 Aircraft Generation Squadron 


303 

297 

154 Civil Engineering Squadron 


66 

70 

154 Communication Flight 


42 

49 

154 Logistics Group 


33 

29 

1 54 Logistics Readiness Squadron 


121 

105 

154 Logistics Suppon Flight 


50 

47 

154 Mission Support Flight 


34 

31 

154 Aircraft Maintenance Squadron 


397 

386 

154 Operations Group 


11 

10 

154 Operations Support Flight 


43 

33 

154 Security Forces Squadron 


73 

78 

154 Support Group 


5 

5 

154 Services Flight 


42 

46 

169 Air Support Operations Center 


0 

0 

199 Fighter Squadron 


39 

39 

1 99 Weather Flight 


12 

12 

201 Combat Communications Group 


39 

33 

203 Air Refueling Squadron 


62 

44 

204 Airlift Squadron 


59 

48 

291 Combat Communications Squadron 


0 

0 

292 Combat Communications Squadron 


0 

0 

293 Combat Communications Squadron 


129 


TOTALS 


1.711 

1,608 

13. MAJOR EQUIPMENT AND AIRCRAFT 

TYPE 

AUTHORIZED 

ASSIGNED 

F-15 A/C AIRCRAFT 


15 

19 

KC-1 3 5R AIRCRAFT 


8 

9 

Support Equipment 

Vehicle Equivalents 


512 

509 

820 

14 OUTST.ANDING POLLUTION AND SAFETY(OSHA) DEFICIENCIES FY 20! 1 


CATEGORY 


CST 

DESIGN STATUS 

CODE PROJECT TITLE 

SCOPE 

SfOOO) 

START CMPI. 


NONE 


DD FORM 1390s, 1 DEC 76 Previous editions may be used. Page No. 111-12 
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. COMPONENT 
ANG 


FY 201 1 GUARD AND RESERVE 
MILITARY CONSTRUCTION 


2. DATE 
February 2010 


3. INSTALLATION AND LOCATION 
CAPITAL MAP, SPRINGFIELD. ILLINOIS 


4. AREA CONSTR 
COST INDEX 
1.20 


5. FREQUENCY AND TYPE OF UTILIZATION 

Twelve monthly assemblies per year, 15 days annual field training per year, daily use by technician/AGR force and 
for training. 


6. OTHER ACTIVE/GUARD/RESERVE INSTALLATIONS WITHIN 15 MILES RADIUS 
1 Army Installation and 1 Army Reserve Training Center 


7. PROJECTS REQUESTED IN THIS PROGRAM: FY2011 
CATEGORY 

CODE PROJECT TITLE SCOPE 


COST 
SI 0001 


DESIGN STATUS 
START CMPL 


610-285 


TFI - cNAF Beddot™ - Upgrade 
Facilities 


5,665 SM (60,961 SF) 16,700 


Jun 08 


Sep 10 


8. STATE RESERVE FORCES FACILITIES BOARD RECOMMENDATION 

Facilities identified in item 6 have been examined by the State Reserve Forces Facilities Board for pos,sible joint 
use/ expans ion. The Board recommendations are: Unilateral Construction Approved 17 Jun 09 

(Date) 


9. LAND ACQUISITION REQUIRED 


None 


(Number of Acres) 


10. PROJECTS PLANNED IN NEXT FOUR YEARS 
CATEGORY 

CODE PROJECT TITLE 

R&M Unfunded Requirement: $18,1 80,000 


SCOPE 


COST 

8(0001 


DD FORM 1390s, I DEC 76 


Previous editions may be used. 
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1, COMPONENT 

FY 201 1 GUARD AND RESERVE 

2. DATE 

ANG 

MILITARY CONSTRUCTION 

February 2010 

3. INSTALLATION AND LOCATION 


CAPITAL MAP, SPRINGFIELD. ILLINOIS 



1 1 . PERSONNEL STRENGTH AS OF 01 Jun 09 


PERMANENT GUARD/RESERVE 


TOTAL OFFICER ENLISTED CIVILIAN 
AUTHORIZED 268 48 220 0 

ACTUAL 225 27 198 0 

TOTAL 

900 

847 

OFFICER ENLISTED 
195 705 

in 736 

12. RESERVE UNIT DATA 





STRENGTH 

UNIT DESIGNATION 

AUTHORIZED ACTUAL 

1 83 Component Numbered Air Force 

302 

186 

] 86 Logistics Readiness Squadron 

32 

46 

183 Communication Flight 

34 

37 

183 Operations Group 

0 

I 

183 Mission Support Group 

8 

9 

183 Operations Support Flight 

0 

3 

170 Fighter Squadron 

3 

6 

1 83 Force Support Squadron 

41 

47 

183 Maintenance Squadron 

133 

143 

183 Fighter Wing 

52 

49 

183 Aircraft Maintenance Squadron 

0 

9 

1 83 Support Group 

43 

47 

1 83 Civil Engineer 

67 

75 

183 Security Forces Squadron 

74 

77 

217 Engineering Installation Squadron 

m 

112 

TOTALS 

900 

847 


13. MAJOR EQUIPMENT AND AIRCRAFT 


TYPE 

AUTHORIZED 

ASSIGNED 

Vehicle Equivalents 

359 

384 

Number of Vehicles 

124 

123 

Support Equipment 

80 

80 


14 OUTSTANDING POLLUTION AND SAFETY(OSHA) DEFICIENCIES FY 201 1 

CATEGORY CST DESIGN STATUS 

CODE PROJECT TITLE SCOPE SlOOOl START CMPL 

NONE 


DD FORM 1390s, 1 DEC 76 Previous editions may be used. Page No. 111-14 
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COMPONENT 

ANG 


FY 201 1 GUARD AND RESERVE 
MILITARY CONSTRUCTION 


2. DATE 
Febraarv 2010 


3, INSTALLATION AND LOCATION 

HULMAN REGIONAL AIRPORT, TERRE HAUTE. INDIANA 


II. PERSONNEL STRENGTH AS OF 26 Jun 09 


AUTHORIZED 

ACTUAL 


PERMANENT 

TOTAL OFFICER ENLISTED CIVILIAN 
368 30 336 2 

284 20 262 2 


GUARD/RESERVE 
TOTAL OFFICER ENLISTED 
866 112 754 

828 91 737 


12. RESERVE UNIT DATA 


STRENGTH 


UNIT DESIGNATION 

AUTHORIZED 

ACTUAL 

18! Student Flight 

19 

0 

181 Intelligence Wing 

54 

53 

181 Mission Support Group 

8 

9 

181 Sendees Flight 

53 

54 

181 Security Forces Squadron 

73 

76 

181 Civil Engineering Squadron 

66 

83 

181 Communication Flight 

34 

34 

181 Medical Squadron 

45 

49 

181 Intelligence Group 

17 

17 

1 13 Air Support Operations Squadron 

63 

36 

181 Logistics Readiness Squadron 

31 

41 

1 13 Weather Flight 

15 

17 

181 Operations Support Squadron 

53 

46 

137 Intelligence Squadron 

210 

189 

181 Intelligence Support Squadron 

77 

74 

HQ INANG 

33 

34 

207 Weather Flight 

15 

16 

TOTALS 

866 

828 


13. MAJOR EQUIPMENT AND AIRCRAFT 
TYPE 

V'ehicle Equivalents 
Vehicles 


AUTHORIZED 

216 

108 


ASSIGNED 

216 

77 


14 OUTSTANDING POLLUTION AND SAFETY(OSHA) DEFICIENCIES FY 201 1 


CATEGORY 



CST 

DESIGN STATUS 

CODE 

PROJECT TITLE 

SCOPE 

SIOOO) 

START CMPI. 


NONE 
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1 . COMPONENT 

FY 201 1 GUARD AND RESERVE 

2. DATE 

ANG 

MILITARY CONSTRUCTION 

FebniarY2010 

3. INSTALLATION AND LOCATION I 

4. AREA CONSTR 



COST INDEX 

MARTIN STATE AIRPORT, BALTIMORE, MARYLAND I 

.94 


5. FREQUENCY AND TYPE OF UTILIZATION 

Eight Unit Training Assemblies per month, 15 days annual field training per year, 2 night flying operations per week, 
and daily use by technician/AGR force, and for training. 


6. OTHER ACTIVE/GUARD/RESERVE INSTALLATIONS WITHIN 15 MILES RADIUS 
6 Army National Guard Aimories. 1 Army National Guard State Militaiy' Reservation, 3 Army Reserve Centers. 1 
Navy Reserve Center, I USMC Reserve Center, 1 U. S. Coast Guard Yard, and 1 active Army Installation. 


7. PROJECTS REQUESTED IN THIS PROGRAM: FY2011 


CATEGORY 

CODE 

PROJECT TITLE 

COST 

SCOPE .StOOOI 

DESIGN STATUS 
START CMPL 

171-450 

Replace Operations and Medical 
Training Facility 

3,131 SM (33,700 SF) 11,400 

Feb 09 

Sep 10 


8. STATE RESERVE FORCES FACILITIES BOARD RECOMMENDATION 

Facilities identified in item 6 have been examined by the State Reserve Forces Facilities Board for possible joint 
u.se/expansion. The Board recommendations are: Unilateral Construction Approved 26 Jun 08 

(Date) 


9. LAND ACQUISITION REQUIRED —None 

(Number of Acres) 

1 0. PROJECTS PLANNED IN NEXT FOUR YEARS 


CATEGORY 

CODE PROJECT TITLE 


SCOPE 

COST 

smooi 

141-753 TFT - C-27 Conversion - Construct Squadron Operations 

211-152 TFI - C-27 Beddown - Add to and Alter Aircraft Shops 

1,133 

2,703 

SM (12,200 SF) 
SM (29,100 SF) 

6,400 

6,600 


R&M Unfunded Requirement: 514,600,000 


DD FORM 1390s, 1 DEC 76 Previous editions may be used. Page No. 111-17 
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i. COMPONENT ; 


FY 201 1 GUARD AND RESERVE 

2. DATE 

ANG 


MILITARY CONSTRUCTION 

February 2010 

3. INSTALLATION AND LOCATION 


MARTIN STATE AIRPORT. 

BALTIMORE, MARYLAND 



1 1 . PERSONNEL STREiNGTII AS OF 0 ] Apr 09 


PERMANENT 


GUARD/RESERVE 

TOTAL OFFICER ENLISTED 
AUTHORIZED 441 44 397 

ACTUAL 431 43 388 

CIVILIAN 

0 

0 

TOTAL 

1.565 

1,590 

OFFICER ENLISTED 

246 1.319 

217 1,373 

12. RESERVE UNITT DATA 

UNIT DESIGNATION 


STRENGTH 

ALFTHORIZED ACTUAL 

135 Aerial Port Flight 


0 

4 

135 AG 


30 

24 

135 Aircraft Maintenance Squadron 


47 

43 

135 Maintenance Squadron 


153 

119 

135 Maintenance Operations Flight 


11 

12 

135 Air Support Operations Center 


86 

76 

135 Operations Support Flight 


21 

23 

175 Civil Engineering Squadron 


106 

122 

175 Communications Squadron 


34 

59 

175 Logistics Readiness Squadron 


137 

194 

175 Medical Group 


56 

64 

175 Maintenance Group 


22 

18 

175 AMS 


166 

131 

175 Maintenance Squadron 


253 

170 

175 Maintenance Operations Flight 


22 

19 

175 Mission Support Flight 


33 

37 

175 Operations Group 


4 

4 

1 75 Operations Support Flight 


27 

29 

1 04 Fighter Squadron 


49 

39 

104 Weather Flight 


0 

2 

175 Security Forces Squadron 


119 

125 

175 Mission Support Group 


12 

14 

175 Weather Group 


65 

65 

175 Services Flight 


33 

36 

175 Wing Group 


34 

31 

175 Information Operations Squadron 


59 

40 

13. MAJOR EQUIPMENT AND AIRCRAFT 

TYPE 

AUTHORIZED 

ASSIGNED 

Vehicles 


113 

111 

A- IOC PAA 


18 

22 

Support Equipment 


338 

30S 

Vehicle Equivalents 


359 

348 

C-130JPAA 


8 

8 

14 OUTSTANDING POLLUTION AND SAFETY(OSHA) DEFICIENCIES FY 201 1 


CATEGORY 


CST 

DESIGN STATUS 

CODE PROJECT TITLE 

SCOPE 

SfOOO) 

START CMPL 


NONE 


DD FORM 1390s, I DEC 76 Previous editions may be used. Page No. Ill- 18 
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1. COMPONENT 
ANG 


FY 201 1 GUARD AND RESERVE 
MILITARY CONSTRUCTION 


2. DATE 
February 201 0 


3. INSTALLATION AND LOCATION 

FORT DRUM MILITARY RESERVATION, WATERTOWN, NEW YORK 


4. AREA CONSTR 
COST INDEX 
1.17 


5. FREQUENCY AND TYPE OF UTlLIZ,ATION 

Twelve unit training assemblies per year, 15 days annual field training per year, frequent use by techniciaiFAGR force 
and for training. Reaper aerial launch/recovery operatiorus. 


6. OTHER ACTIVE/GUARD/RESERVE INSTALLATIONS WITHIN 15 MILES RADIUS 


7. PROJECTS REQUESTED IN THIS PROGRAM: FY201I 
CATEGORY 

CODE PROJECT TITLE SCOPE 


COST DESIGN STATUS 

SlOOOI START CMPL 


112-211 TFI - Reaper Infl'astructure Support I LS (1 LS) 


2,500 Jul 08 Sep 10 


S. STATE RESERVE FORCES FACILITIES BOARD RECOMMENDATION 

Facilities identified in item 6 have been examined by the State Reserve Forces Facilities Board for pos.sible joint 
use/expansion. The Board recommendations are: Unilateral Construction Approved 1 4 May 08 

(Date) 


9, LAND ACQUISITION REQUIRED 


None 


(Number of Acres) 


10. PROJECTS PLANNED IN NEXT FOUR YEARS 
CATEGORY 

CODE PROJECT TITLE 


SCOPE 


COST 

SlOOOl 


DDFORM 1390s, 1 DEC 76 


Previous editions may be used. 
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L COMPONENT 
ANG 


FY 201 1 GUARD AND RESERVE 
MILITARY CONSTRUCTION 


2. DATE 
February 20 ! 0 


3, INSTALLATION AND LOCATION 


FORT DRUM MILITARY RESERVATION, WATERTO’ft'N, NEW YORK 
1 1 . PERSONNEL STRENGTH AS OF 31 May 09 


AUTHORIZED 

ACTUAL 


PERMANENT 

TOTAL OFFICER ENLISTED CIVILIAN 
0 0 0 0 

0 0 0 0 


GUARD/RESERVE 
TOTAL OFFICER ENLISTED 
46 4 42 

45 3 42 


12. RESERVE UNIT DATA 


UNIT DESIGNATION 
DET 1 
LRE 1 


STRENGTH 

AUTHORIZED ACTUAL 

21 20 

25 25 

46 45 


13, MA.IOR EQUIPMENT AND AIRCRAFT 
TYPE 

Support Equipment 
Vehicle Equivalents 


AUTHORIZED 

155 

198 


ASSIGNED 

130 

198 


14 OUTSTANDING POLLUTION AND SAFETY(OSHA) DEFICIENCIES FY 201 1 

CATEGORY CST DESIGN STATUS 

CODE PROJECT TITLE SCOPE $1000) START CMPL 


DD FORM 1390s. 1 DEC 76 


Previous editions may be used. 
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I. COMPONENT 
ANG 


FY 201 1 GUARD AND RESERVE 
MILITARY CONSTRUCTION 


3. INSTALLATION AND LOCATION 


2. DATE 
Februar>' 2010 
4. AREA CONSTR 
COST INDEX 
1.37 


STEWART INTERNATIONAL AIRPORT, NEWBURGH, NEW YORK 1.37 


5. FREQUENCY AND TYPE OF UTILIZATION 

Four Unit Training Assemblies per month, 15 days annual training per year, daily use for tcchnieian force, and for 
training. 


6. OTHER ACTIVE/GU.ARD/RESERVE INSTALLATIONS WITHIN 15 MILES RADIUS 

Army National Guard Unit, two Army Reser\'e units, one Naval Resen^e unit, one Marine Corps Reserve Unit 

(colocated) and the U. S. Military Academy. 


7. PROJECTS REQUESTED IN THIS PROGRAM: FY 2011 
CATEGORY 

CODE PROJECT TITLE SCOPE 


DESIGN STATUS 
START CMPL 


730-835 Base Defense Group Beddown 


5,382 SM (57,930 SF) 1.5.000 Aug 09 Mar 11 


8. STATE RESERVE FORCES FACILITIES BOARD RECOMMENDATION 

Facilities identified in item 6 have been examined by the State Reserve Forces Facilities Board for possible .joint 
use/expansion. The Board recommendations arc: Unilateral Constniction Approved 1 6 Dec 08 

(Date) 


9. LAND ACQUISITION REQUIRED 


10. PROJECTS PLANNED IN NEXT FOUR YEARS 
CATEGORY 

CODE PROJECT TITLE 


None 

(Number of Acres) 


R&M Unftuided Requirement: $11,120,000 
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1 . COMPONENT 

FY 20 1 1 GUARD AN D RESERVE 

2, DATE 

ANG 

MILITARY CONSTRUCTION 

February 2010 

3. INSTALLATION AND LOCATION 


STEWART INTERNATIONAL AIRPORT. NEW'BURGH, NEW YORK 



11. PERSONNEL STRENGTH AS OF 29 Jun 09 


PERMANENT GUARD/RESERVE 

TOTAL OFFICER ENLISTED CIVILIAN TOTAL OFFICER ENLISTED 

AUTHORIZED 622 36 586 0 1.346 150 1.196 

ACTUAL 628 36 592 0 1,524 153 1.371 


12. RESERVE LTvTT D.ATA 


STRENGTH 


UNIT DESIGNATION 

ALTHORIZED 

ACTUAL 

105 Aircraft Maintenance Squadron 

131 

125 

! 05 Airlift Wing 

55 

64 

105 Civil Engineering Squadron 

105 

ill 

105 Communication Flight 

34 

41 

105 Logistics Readiness Squadron 

122 

165 

105 Maintenance Group 

12 

10 

105 Maintenance Operations Flight 

28 

31 

105 Maintenance Squadron 

302 

327 

105 Medical Group 

70 

81 

105 Mission Support Flight 

21 

23 

105 Mission Support Group 

8 

10 

105 Operations Group 

8 

6 

105 Operations Support Flight 

30 

20 

105 Security Forces Squadron 

94 

80 

105 Services Flight 

0 

34 

105 Student Flight 

21 

117 

137 Air Support Operations Center 

195 

174 

213 Engineering Installation Squadron 

no 

105 

TOTALS 

1,346 

1.524 


13. MAJOR EQUIPMENT AND AIRCRAFT 


TYPE 

AUTHORIZED 

AS.SIGNEn 

Vehicle Equivalents 

640 

865 

C-5 Aircraft 

13 

13 

KC-139T{USMCR) 

14 

13 

Support Equipment 

179 

155 

Vehicle 

210 

236 


14 OUTST.ANDING POLLUTION AND SAFETy(OSHA) DEFICIENCIES FY 201 1 

CATEGORY CST DESIGN STATUS 

CODE PROJECT TITLE SCOPE SIOOO) START CMPI. 

NONE 


DD FORM 13905, 1 DEC 76 Previous editions may be used. Page No. III-22 
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6. OTHER ACTIVE/GUARD/RESERVE INSTALLATIONS WITHIN 15 MILES RADIUS 
1 Army iNationa! Guard; I Air National Guard 


7. PROJECTS REQUESTED IN THIS PROGRAM: FY20U 
CATEGORY 

CODE PROJECT TITLE SCOPE 


141-753 Upgrade ASOS Facilities 


1,022 SM (11,000 SF) 2,000 


DESIGN STATUS 
START CMPL 

Oct 08 Sep 10 


8. STATE RESERVE FORCES FACILITIES BOARD RECOMMENDATION 

Facilities identified in item 6 have been examined by the State Reserve Forces Facilities Board for possible joint 
use/expansion. The Board recommendations are: Unilateral Construction (Renovation) Approved 05 Dec 08 

(Date) 


9. LAND ACQUISITION REQUIRED 

None 

(Number of Acres) 

10. PROJECTS PLANNED IN NEXT FOUR YEARS 

CATEGORY 


COST 

CODE PROJECT TITLE 

SCOPE 

$(000) 

219-946 DRBS Storage Facility 

743 SM (8,000 SF) 

1,700 

R&M Unfunded Requirement: Si, 490,000 
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1. COMPONENT 
ANG 


FY 201 1 GUARD AND RESERVE 
MILITARY CONSTRUCTION 


2. DATE 
February’ 2010 


3, INSTALLATION AND LOCATION 


STANLY COUNTY AIRPORT. ALBEMARLE, NORTH CAROLINA 


1 1 . PERSONNEL STRENGTH AS OF 31 May 09 


AUTHORIZED 

ACTUAL 


PERMANENT 

TOTAL OFFICER ENLISTED CIVILl.AN 
56 5 46 5 

56 5 46 5 


GUARD/RESERVE 
TOTAL OFFICER ENLISTED 
348 27 321 

326 26 300 


12. RESERVE UNIT DATA 


UNIT DESIGNATION 
11 8 Air Support Operations Squadron 
235 Air Traffic Control Flight 
263 Civil Engineer Training Site 


STRENGTH 

AUTHORIZED ACTUAL 

76 57 

87 89 

IM 180 

348 326 
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7. PROJECTS REQUESTED IN THIS PROGRAM: Fy2011 
CATEGORY 

CODE PROJECT TITLE SCOPE 


DESIGN STATUS 
START CMPL 


141-454 Add to and Alter AOS Facility 976 SM (10,500 SF) 4,100 Jan 10 Jan 11 


8, STATE RESERVE FORCES FACILITIES BOARD RECOMMENDATION 

Facilities identified in item 6 have been examined by the State Reserve Forces Facilities Board for possible joint 
use/expansion. The Board recommendations are: Unilateral Construction Approved 24 Aug 06 

(Date) 
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. COMPONENT 
ANG 


FY 20J i GUARD AND RESERVE 
MILITARY CONSTRUCTION 


2 . DATE 
February 2010 



DD FORM 1390s, 1 DEC 76 


Previous editions may be used. 
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1 . COMPONENT 

FY 201 1 GUARD AND RESERVE 

2, DATE 

ANG 

MILITARY CONSTRUCTION 

February 2010 

3. INSTALLATION AND LOCATION 

4. AREA CONSTR 



COST INDEX 

NASHVILLE INTERNATIONAL AIRPORT, NASHVILLE, TENNESSEE 

.85 


5. FREQUENCY AND TYPE OF UTILIZATION 

Twelve monthly assemblies per year, 15 days annual field training per year, daily use by technician/AGR force and 
for training. 


6. OTHER ACTIVE/GUARD/RESERVE INSTALLATIONS WITHIN 15 MILES RADIUS 
1 Army Rcserv'e, 1 Na \7 Reserve, 1 Active Air Force Squadron, i Marine Corp Reserve, 1 Active Coast Guard, I 
Rcsciv'e Coast Guard, i Corp of Engineers, 3 Army National Guard. 


7. PROJECTS REQUESTED IN THIS PROGRAM: FY 20 11 
CATEGORY 

CODE PROJECT TITLE SCOPE 


COST DESIGN STATUS 

SfOQOI START CMPL 


141-753 TFI- Renovate Intel Squadron 
Facilities 


4,023 SM (43,300 SF) 6,000 


Jul 08 Sep 10 


8. STATE RESERVE FORCES FACILITIES BOARD RECOMMENDATION 

Facilities identified in item 6 have been examined by the State Reserve Forces Facilities Board for possible Joint 
use/expansion. The Board recommendations arc: Unilateral Construction Approved 29 Jun 09 

(Date) 


9. LAND ACQUISITION REQUIRED None 

(Number of Acres) 

10. PROJECTS PLANNED IN NEXTYoUR YEARS 

CATEGORY COST 

CODE PROJECT TITLE SCOPE S(OOO) 


171-211 TFI - Establish C-130 FTU 2,220 SM (23,900 SF) 6,900 


R&M Unfunded Requirement: $6,108,000 


DD FORM 1 390s, 1 DEC 76 Previous editions may be used. Page No. III-27 
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L COMPONENT 

FY 201 1 GUARD AND RESERVE 

2. DATE 

ANG 

MILITARY CONSTRUCTION 

February 2010 

3. iNSTALLATlON AND LOCATION 


NASHVILLE INTERNATIONAL AIRPORT, NASHVILLE. TENNESSEE 



1 1 . PERSONNEL STRENGTH AS OF 01 Jun 09 


PERMANENT 


GUARD/RESERVE 

TOTAL OFFICER ENLISTED 
AUTHORIZED 403 52 330 

ACTUAL 395 60 314 

CIVILIAN 

21 

21 

TOTAL 

L192 

1J27 

OFFICER ENLISTED 
227 965 

223 904 

12. RESERVE UNIT DATA 

UNIT DESIGNATION 


STRENGTH 

AUTHORIZED ACTUAL 

U8 Airlift Wing 


56 

50 

118 Operations Group 


8 

9 

105 Air Support Operations Center 


175 

139 

1 18 Airlift Control Flight 


28 

14 

1 18 Airlift Evacuation Squadron 


101 

90 

118 Operations Support Flight 


21 

30 

1 05 Weather Flight 


14 

12 

118 Mission Support Group 


8 

6 

1 1 8 Civil Engineering Squadron 


93 

90 

118 Communication Flight 


34 

38 

1 18 Logistics Readiness Squadron 


122 

134 

118 Mission Support Flight 


46 

21 

1 1 8 Security Forces Squadron 


74 

80 

1 18 Services Flight 


0 

21 

1 1 8 Maintenance Group 


11 

10 

1 1 8 Aircraft Maintenance Squadron 


66 

43 

118 Maintenance Operations Flight 


11 

Tl 

118 Maintenance Squadron 


186 

121 

1 18 Medical Squadron 


58 

56 

118 Student Flight 


24 

98 

118 ST HQ 


56 

54 

rOTALS 


1,192 

1,127 


13. MA.IOR EQUIPMENT AND AIRCRAFT 


TYPE 

AUTHORIZFD 

ASSIGNED 

C-130H Aircraft 

12 

11 

Support Equipment 

153 

153 

Vehicle Equivalents 

241 

208 

Number of Vehicles 

102 

98 


14 OUTSTANDING POLLUTION AND SAFETYlOSHA) DEFICIENCIES FY 2011 

CATEGORY CST DESIGN STATUS 

CODE PROJECT TITLE SCOPE SfOOOi START CMPL 

NONE 


DD FORM 1390s 1 DEC 76 Previous editions may be used. Page No. III-28 
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DEPARTMENT OF THE AIR FORCE 
AIR NATIONAL GUARD 

MILITARY CONSTRUCTION PROGRAM FOR FISCAL YEAR 2011 


SECTION IV 

FUTURE YEARS DEFENSE PROGRAM (FYDP 
FISCAL YEAR LISTING 
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DEPARTMENT OF THE AIR FORCE 
AIR NATIONAL GUARD 

MILITARY CONSTRUCTION PROGRAM FOR FISCAL YEAR 2011 


SECTION IV 


FUTURE YEARS DEFENSE PROGRAM (FYDP) 
STATE/INSTALLATION LISTING 


55040A 







AIR NATIONAL GUARD 
FUTURE YEAR DEFENSE PROGRAM 



55040A 












AIR NATIONAL GUARD 
FUTURE YEAR DEFENSE PROGRAM 


438 



55040A 


9-AI 














AIR NATIONAL GUARD 
FUTURE YEAR DEFENSE PROGRAM 


439 


1; 



j 




t 

i f 

1 1 1 , 



1 


< 










j 

1 







1' 







_ 

p 

ii : 










1 



S 

j 

? 1 

f 1 



1 


-1 





5 


1 

1 

= 

= s 

= » ! ' 



• 


• 


11 



1 

|[ 

I 

1 

i 

S S 

! ! ! ; 

s 


B 


! 


•" - 



I 

If 

II 

1 


i ! 

i I 1 = 





5 


'fi'S:;: 




H 

II 


1 

1 1 

K 1 1 . 



i 




P 

■ 

ilM 







t 

1 

S' 

1 

1 

'i 

g 1 

1 i 

5 1 

r ? 

s J 

t 

I 1 i 

« 5 1 

I I i 

1 i 1 

I I I 

r 

1 

I 

; 

i 

i 

!■ 

,6 

J 

1 

I 

i' 

1 

& 

c 

1 


S 

s. 

{? 

£ 





§ 



5 

s 

B 5 

i S s 





= 


1 


; 

! 

2 

3 

i 


i 

i 

< 

< 

& 

j 

5 1 

1 1 
i i 

1 ! 

1 i 1 

I. 

?. 

[ 


.S- 

1 

1 


I 


I 


; 

1 

le 


1 

l 

“ 

< 

1 

o 

< 

5 S 

1 1 

£ 5 

1 ! 1 
^ ^ 

S S 5 



1 


1 

i 


1 



1 



1 

1 

1 1 

III 

£ 

s 

1 


1 


> 







I 

= = 

J i = 



= 









1 

1 


•5 S 

i C C 


g 



a 



















55040A 


IV-6 



AIR NATIONAL GUARD 
FUTURE YEAR DEFENSE PROGRAM 


440 



55040A 


IV-7 









Fiscal Year (FY) 2011 Budget Estimates 


AIR FORCE RESERVE 



FY 2011 

MILITARY CONSTRUCTION 
PROGRAM 

February 2010 
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DEPARTMENT OF THE AIR FORCE 
AIR FORCE RESERVE 
MILITARY CONSTRUCTION PROGRAM 
JUSTIFICATION OF ESTIMATES FOR FISCAL YEAR 2011 

TABLE OF CONTENTS 

Table of Contents i 

FY 201 1 Military Construction Projects ListBy State ii 

FY 201 1 Military Construction Projects New/Current Mission, Environmental List iii 

SECTION I - SPECIAL PROGRAM CONSIDERATIONS 
FY 201 1 Pollution Abatement/Energy Conservation Listing b-i 

SECTION 2- BUDGET APPENDIX EXTRACT 

FY 2011 Appropriations Language c-i 

Special Program Considerations c-ii 

SECTIONS - INSTALLATIONS AND PROJECT JUSTIFICATION DATA 
DD FORMS 1391 AND DD FORMS 1390 

Major Construction, Air Force Reserve 1 

Unspecified Minor Construction, Air Force Reserve 5 

SECTION 4 - PLANNING AND DESIGN 

Planning and Design, Air Force Reserve 8 

SECTION 5 - FUTURE YEARS DEFENSE PROGRAM 
Future- Years Military Construction Projects List 10 
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DEPARTMENT OF THE AIR FORCE 
AIR FORCE RESERVE 
MILITARY CONSTRUCTION PROGRAM 
(DOLLARS IN THOUSANDS) 

MAJOR CONSTRUCTION 

FY 201 1 MILITARY CONSTRUCTION PROJECTS LIST 


STATE/ 


AUTH OF 
APPROP 

APPROP 

DDFORM 

1391 

COUNTRY 

INSTALLATION AND PROJECT 

AMOUNT 

AMOUNT 

PAGE# 

Florida 

Patrick AFB 

Weapons Maintenance Facility 

3,420 

3,420 

1 


SUBTOTAL 

3,420 

3,420 

TOTAL IN THE UNITED STATES 

3,420 

3,420 

Unspecified Minor Construction 

2,759 

2,759 

Planning & Design 

1,653 

1.653 

GRAND TOTAL 

7,832 

7,832 


ii 
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DEPARTMENT OF THE AIR FORCE 
AIR FORCE RESERVE 
MILITARY CONSTRUCTION PROGRAM 
(DOLLARS IN THOUSANDS) 

MAJOR CONSTRUCTION 


LOCATION 


FY 201 1 MILITARY CONSTRUCTION PROJECTS 


NEW/CURRENT MISSION. ENVIRONMENTAL LIST 


NEW, 

CURRENT 

PROJECT COST ENVIR FOOTPRINT 


Florida Patrick AFB 

Weapons Maintenance Facility 3,420 Current New 


TOTAL 3,420 

SUBTOTALS; 

New Mission 0 

Current Mission 3,420 

Environmental 0 

Unspecified Minor Construction 2,759 

Planning & Design 1.653 


FY 201 1 APPROPRIATIONS TOTAL: 7,832 
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SECTION 1 

SPECIAL PROGRAM CONSIDERATIONS 
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DEPARTMENT OF THE AIR FORCE 
AIR FORCE RESERVE 
MILITARY CONSTRUCTION PROGRAM 

MAJOR CONSTRUCTION 

FY 201 1 POLLUTION ABATEMENT/ENERGY CONSERVATION LISTING 


No special program considerations in FY 2011. 


b-i 
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SECTION 2 

BUDGET APPENDIX EXTRACT 
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DEPARTMENT OF THE AIR FORCE 
AIR FORCE RESERVE 
MILITARY CONSTRUCTION PROGRAM 

FY 201 1 APPROPRIATION LANGUAGE 

MILITARY CONSTRUCTION, AIR FORCE RESERVE 

For construction, acquisition, expansion, rehabilitation, and conversion of facilities for the training and 
administration of the Air Force Reserve as authorized by Chapter 1803 ofTitle 10, United States Code, 
and Military Construction Authorization Acts, $7,832,000 to remain available until September 30, 2015, 
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DEPARTMENT OF THE AIR FORCE 
AIR FORCE RESERVE 
MILITARY CONSTRUCTION PROGRAM 

SPECIAL PROGRAM CONSIDERATIONS 


Pollution Abatement 

i 

The military construction projects proposed in this program will be designed to meet environmental 
standards. Military construction projects proposed primarily for abatement of existing pollution 
problems at installations have been reviewed to ensure that eorreetive action is accomplished in 
accordance with applicable standards and criteria. 

Energy Conservation 

Military construction projects specifically designed for energy conservation at installations have been 
developed, reviewed and selected with prioritization by eneigy savings per investment costs. Projects 
include improvements to existing facilities and utility systems to upgrade design, eliminate waste, and 
install energy saving devices. Projects are designed for minimum energy consumption. 

Flood Plain Management and Wetlands Protection 

Proposed land acquisitions, disposals and installation construction projects have been planned to allow 
for the proper management of flood plains and protection of wetlands by avoiding long-term impacts, 
reducing the risk of flood losses, and minimizing the loss or degradation of wetlands. Project planning is 
in accordance with the requirements of Executive Order Nos. 1 1988 and 22990. 

Design for Accessibility of Physically Handicapped Personnel 

In accordance with Public Law 900-400, provisions for physically handicapped personnel will be 
provided for, where appropriate, in the design of facilities included in this program. 

Preservation of Historical Sites and Structures 


Facilities in this program do not directly or indirectly affect any district, site, building, structure, object or 
setting listed in the National Register of Historic Places, except as noted on the project’s DD Form 1391. 

Environmental Protection 


In accordance with Section 102(2)(c) of the National Environmental Protection Act of 1969 (PL 91-190), 
the environmental impact analysis process has been completed or is actively underway for all projects in 
this Military Construction Program. 
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Economic Analysis 

Economics are an inherent aspect of project development and design of military construction projects 
included in this program. This program represents the most economical use of resources. 

Reserve Manpower Potential 

The Reserve manpower potential to meet and maintain authorized strengths of all Reserve flying/non- 
flying units in those areas in which these facilities are to be located has been reviewed. It has been 
determined, in coordination with all other services having Reserve flying/non-flying units in these areas, 
that the number of units of the Reserve components of the Armed Forces presently located in these areas, 
and those which have been allocated to the areas for future activation, is not and will not be larger than 
the number that can reasonably be expected to be maintained at authorized strength levels considering the 
number of persons living in these areas who are qualified for membership in those Reserve units. 

Potential Use of Vacant Schools & Other State & Local Facilities 

The potential use of vacant schools and other state and local owned facilities has been reviewed and 
analyzed for each facility to be constructed under this program. 

Congressional Reporting Requirements 

Page iii, titled "New/Current Mission, Environmental List,” is in response to a Senate Appropriations 
Committee requirement contained on page 1 0 (New and Current Mission Activities) of Report #100-380. 

Unless otherwise noted, the projects comply with the scope and design criteria prescribed in Part II of 
Military Handbook 1 190, "Facilities Planning and Design Guide." 
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SECTION 3 

INSTALLATION AND PROJECT JUSTIFICATION DATA 
DD FORMS 1391 AND DD FORMS 1390 


55040A 



FY 2011 MILITARY CONSTRUCTION PROJECT DATA 


1. COMPONENT 

AIRFORCE 

RESERVE 


3. INSTALLATION AND LOCATION 

PATRICK AIR FORCE BASE, FLORIDA 


4. PROJECT TITLE 

WEAPONS MAINTENANCE FACILITY 


5. PROGRAM ELEMENT 

6, CATEGORY CODE 

7. PROJECT NUMBER 

8. PROJECT COST ($000) 

0502576F 

215-552 

SXHT 043000 

$3,420 


ITEM 

U/M 

QUANTITY 

WEAPONS MAINTENANCE FACILITY f 

SDD & EPAct05 

ANTITERRORISM/FORCE PROTECTION 

SUPPORTING FAdLITIES 

SM 

776 

UTILITIES 

LS 

- 

SITE IMPROVEMENTS 

LS 

- 

PAVEMENTS 

LS 

- 

ENVIRONMENTAL / DRAINAGE 

LS 

- 

COMMUNICATIONS 

SUBTOTAL 

CONTINGENCy (5%) 

TOTAL CONTRACT COST 

SUPERVISION, INSPECTION, OVERHEAD (5.7%) 

TOTAL REQUEST 

LS 


EQUIPMENT FROM OTHER APPROPRIATIONS 




COST 

($(K)0) 


2,390 

48 

24 

620 

(150) 

(70) 

( 120 ) 

( 200 ) 

(80^ 

3,082 

154 

3,236 

184 

3,420 


10. DESCRIPTION OF PROPOSED WORK: Construct new 776 SM Weapons/MimiUons Maintenance Facility, 
including parts storage, classroom, and offices. Constniction shall be concrete block on slab with tile roof and shall be 
built in accordance with the Patrick AFB Facilities Excellence Plan, NFPA and State of Florida building standards. 
Includes required environmental wetland protection measures. This project shall be able to receive a United States Green 
Building Council (USGBC) Leadership in Energy and Environmental Design (LEED) rating of Silver. Air Conditioning: 
14 Tons 


11. REQUIREMENT: 776 SM ADEQUATE: 0 SM SUBSTANDARD: 223 SM 

PROJECT: Weapons Maintenance Facility, Patrick AFB, FL (Current Mission). 

REQUIREMENT : Construct new 776 SM Weapons/Munitions Maintenance Facility, including 51 1 SM for Weapons 
shop and 265 SM for Munitions shop. Construction includes space for weapons and parts storage, classroom training and 
offices, and related administration and storage areas. 

CURRENT SITUATION : Existing facility is 223 SM and is inadequate to meet mission requirements. Training and gun 
maintenance areas are too small for current needs. Ammunition processing is performed 3 miles away due to lack of 
adequate space. Currently, there is no location to perform munitions trailer maintenance. The vault is filled to capacity 
with weapons making work in the area difficult and dangerous. New facility is Mission Critical for the 920 RQW to 
meet its wartime combat search and rescue (CSAR) mission. Wing helicopters are being modified for the GAU-1 8 50 
caliber machine gun, which the current facility cannot support. The maintenance bay is inadequate for more than 3 
people to work in due to most of the space being used for storage of current gun system support equipment. The .50 cal 
system will take up as much room as the 2 other systems combined and 920 RQW will have to maintain all 3 systems. 
IMPACT IF NOT PROVIDED : 920 RQW wdll be forced to continue weapons maintenance operations out of a facility 
that is grossly undersized, unsafe, and inefficient. Mission will be impacted because the new GAU-1 8 weapon cannot be 
serviced in the existing facility. 

ADDITIONAL : Project is a candidate for comprehensive interior design. 776 SM - 8,353 SF. POC: Mr. Mike Klug, 
HQ AFRC/A7PP, DSN 497-1 108. 

JOINT USE CERTIFICATION : This facility can be used by other components on an "as available" basis; however, the 
scope of the project is based on Air Force Reserve requirements. 


DD Form 1391, DEC 76 


Previous editions are obsolete. 
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1. COMPONENT 

AIRFORCE 

RESERVE 

FY 2011 MIUTARY CONSTRUCTION PROJECT DATA 

2. DATE 

FEB 2010 

3. INSTALLATION AND LOCATION 

PATRICK AIR FORCE BASE, FLORIDA 



I 4. PROJECT TITLE 


1 5. PROJECT NUMBER I 

WEAPONS MAINTENANCE FACILITY 


SXHT 043000 


12. SUPPLEMENTAL DATA: 


12. SUPPLEMENTAL DATA : 

A. DESIGN DATA (Estimated) 

1. STATUS 

a. Date Design Started Mar 2010 

b. Parametric estimates have been used to develop project cost. 

c. Percentage Complete as of January 1, 2009 0% 

d. Date Design 35% Complete Jun2010 

e. Date Design Complete - (If design-build, construction complete) Oct 2010 

2. BASIS 

a. Standard or Definitive Design - Yes N o X . 

b. Where Design Was Most Recently Used N/A . 

3. COST (Total ) = c = a + b or d + e ($000) 

a. Production of Plans and Specifications (35% design) ( ) 

b. All Other Design Costs (Design-build) ( ) 

c. Total ( 274) 

d. Contract (A-E) ( 211') 

e. In-house (management) ( 631 

4. CONSTRUCTION START Jul 201 1 


B. EQUIPMENT ASSOCIATED WITH THIS PROJECT WHICH WILL BE PROVIDED FROM 
OTHER APPROPRIATIONS: 

Fiscal Year 

Equipment Procuring Appropriated Cost 

Nomenclature Appropriation Or Requested ($0001 

None 
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1. COMPONENT 
AIRFORCE 
RESERVE 

FY 2011 GUARD AND RESERVE 

MILITARY CONSTRUCTION 

2. DATE 

FEB 2010 

3. INSTALLATION AND LOCATION 

PATRICK AIR FORCE BASE. FLORIDA 

4. AREACONSTR 
COST INDEX 

0.98 


5. FREQUENCY AND TYPE UTILIZATION 

One unit training assembly per month, 1 5 days annual field training per year, daily use by 
technician/AGR force. 


6. OTHER ACTIVE/GUARD/RESERVE INSTALLATIONS WITHIN 15 MILE RADIUS 

None > 


7. PROJECTS REQUESTED IN THIS PROGRAM 
CATEGORY 

CODE PROJECT TITLE 

2 1 5-552 WEAPONS MAINTENANCE 

FACILITY 


SCOPE 

776 SM 


COST DESIGN DESIGN 

ISOOOI START COMPLETE 

3,420 Mar 2010 Oct 2010 


8. STATE RESERVE FORCES FACILITIES BOARD RECOMMENDATION 

Approved for unilateral construction, 29 Jan 09. 

9. LAND ACQUISITION REQUIRED (Number of Acres) 

NONE 

10. PROJECTS PLANNED IN NEXT FOUR YEARS 

CATEGORY COST 

CODE PROJECT TITLE SCOPE (SOOO) YEAR 

None 


RPM BACKLOG AT THIS INSTALLATION ($000): 

$32,392 


DD Form 1390 S/1 


Page 1 of 2 
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1 . COMPONENT FY 2011 GUARD AND RESERVE 

^ FORCE MILITARY CONSTRUCTION 

RESERVE 

2. DATE 

FEB 2010 

3. INSTALLATION AND LOCATION 

PATRICK AIR FORCE BASE, FLORIDA 

Ml. PERSONNEL STRENGTH AS OF AUG 2086 




PERMANENT (ARTS, AGRs, Non-ART Civilians) GUARDIRESERVE 


TOTAL OFFICER ENLISTED CIVILIAN 

TOTAL 

OFFICER 

ENLISTED 

AUTHORIZED 325 

879 



ACTUAL 277 42 204 * 31 

864 

145 

719 

12. RESERVE UNIT DATA 






STRENGTH 


UNIT DESIGNATION 

AUTHORIZED 


ACTUAL 

39 Rescue Squadron 

97 


90 

301 Rescue Squadron 

106 


70 

308 Rescue Squadron 

97 


79 

920 Aircraft Maintenance Squadron 

107 


83 

920 Aeromedical Staging Squadron 

149 


221 

920 Logistics Readiness Flight 

31 


27 

920 Maintenance Group 

27 


21 

920 Maintenance Squadron 

273 


233 

920 Mission Support Group 

11 


10 

920 Mission Support Squadron 

89 


117 

920 Maintenance (Operations Flight 

35 


31 

920 Operations Group 

24 


12 

920 Operations Support Flight 

98 


91 

920 Rescue Wing 

60 


56 

Total 

1,204 


1,141 

13. MAJOR EQUIPMENT AND AIRCRAFT 




TYPE 

AUTHORIZED 


ASSIGNED 

HC-130 

5 


5 

HH-60G 

8 


9 


DD Form 1390 S/2 Page 2 of 2 Page No. 4 
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DEPARTMENT OF THE AIR FORCE 
AIR FORCE RESERVE 
MILITARY CONSTRUCTION PROGRAM 
JUSTIFICATION OF ESTIMATES FOR FISCAL YEAR 2011 


APPROPRIATION: MILITARY CONSTRUCTION, AIR FORCE RESERVE 
PROGRAM 341 .020 UNSPECIFIED MINOR CONSTRUCTION $2,759,000 

f 

PART I - PURPOSE AND SCOPE 


The funds requested for unspecified minor construction will finance new construction projects 
having cost estimates less than $2,000,000. 

PART II - JUSTIFICATION OF FUNDS REQUESTED 

The funds requested for unspecified minor construction will finance unforeseen projects 
generated during the year and are necessary to support mission requirements. 
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1. COMPONENT 
AIRFORCE 
RESERVE 


FY 2010 MILITARY CONSTRUCTION PROJECT DATA 


2. DATE 


FEB 2010 


3. INSTALLATION AND LOCATION 

VARIOUS LOCATIONS 


4. PROJECT TITLE 

UNSPECIFIED MINOR CONSTRUCTION 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 

7. PROJECT NUMBER 

t 

8. PROJECT COST ($000) 

0502576F 

010-211 

PAYZ 110341 

2,759 


9. COST ESTIMATES 


ITEM 


U/M 


QUANTITY 


UNIT 

COST 


COST 

($ 000 ) 


UNSPECIFIED MINOR CONSTRUCTION 
SUBTOTAL 

TOTAL CONTRACT COST 
TOTAL REQUEST 


LS 


2,759 

2,759 

2,759 

2,759 


10 . Description of Proposed Construction: 


11 . REQUIREMENT: As required. 
PROJECT : Unspecified Minor Construction 


REQUIREMENT : This appropriation provides a lump sum amount for unspecified minor 
construction projects, not otherwise authorized by law, having a fimded cost less than $2,000,000. 
Work includes construction, alteration or conversion of temporary facilities in accordance with Title 
10, liSC 18233 and 18233a. These projects are not now identified but are expected to arise in FYIO. 
IMPACT IF NOT PROVIDED : No means to accomplish exigent projects costing less than 
$2,000,000 will exist, severely degrading the ability of the Air Force Reserve to efficiently and 
effectively address unforeseen facility modifications, alteration and conversion requirements. 
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SECTION 4 

PLANNING AND DESIGN 
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1. COMPONENT 
AIRFORCE 
RESERVE 


FY 2010 MILITARY CONSTRUCTION PROJECT DATA 


2. DATE 


FEB 2010 


3. INSTALLATION AND LOCATION 

VARIOUS LOCATIONS 


4. PROJECT TITLE 

PLANNING AND DESIGN 


5. PROGRAM ELEMENT 

6. CATEGORY CODE 


8. PROJECT COST ($000) 

0502576F 

010-211 

, PAYZ 110313 

1,653 


9. COST ESTIMATES 


ITEM 


U/M 


QUANTITY 


UNIT 

COST 


COST 

($ 000 ) 


PLANNING AND DESIGN 
SUBTOTAL 

TOTAL CONTRACT COST 
TOTAL REQUEST 


LS 


1,653 

1,653 

1,653 

1,653 


1 0. Description of Proposed Construction: 


11 , REQUIREMENT: As required. 
PROJECT : Planning and Design. 


REOU IREMENT : Funds for architectural and engineering services and construction provide for the 
completed design of facilities and evaluation of designs in terms of technical adequacy and estimated 
costs. In addition, these funds are required to prepare site surveys, develop master plans, working 
drawings, specifications, project planning reports, and designs required for those construction 
projects included in the Air Force Reserve (AFR) Military Construction (MILCON) Program. The 
advanced age and continued deterioration of the AFR physical plant and infrastructure have 
generated numerous facility requirements, requiring these architectural and engineering services for 
design. In addition, there are numerous new mission beddown projects that received no previous 
planning and design funds. It is essential the AFR be funded at the requested level to ensure 
operational readiness is not hampered or degraded due to inadequate facilities. 

IMPACT IF NOT PROVIDED : Continued design on this fiscal year program, as well as future year 
MILCON programs, will be impossible. 
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FUTURE YEARS DEFENSE PROGRAM 
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DEPARTMENT OF THE AIR FORCE 
AIR FORCE RESERVE 
MILITARY CONSTRUCTION PROGRAM 




FUTURE YEARS MILITARY CONSTRUCTION PROGRAM 

($000) 


FY 

State Base 

Project 

Type 

Footprint 

PA 

12 

CA 

Travis AFB 

C-5 Squadron Operations and AGS Training 
Facility 

Current Mission 

New 

7,000 

12 

OH 

Wright Patterson 
AFB 

Alter Flight Simulator for C-l 7 

New Mission 

New 

845 

12 

OH 

Wright Patterson 
AFB 

Alter Hangars for C-17 

New Mission 

New 

6,150 





Total Projects 


13,995 





Planning and Design 


2,487 





Unspecified MC 


2,673 





Total FYI2 Program 


19,155 

13 

FL 

Homestead ARB 

Troop Fecding/Community Activity Center 

Ctirrent Mission 

New 

7,500 





Total Projects 


7,500 





Planning and Design 


1,166 





Unspecified MC 


5,095 





Total FY13 Program 


13,761 

14 

IN 

Grissom ARB 

Control Tower 

Current Mission 

New 

6,250 

14 

LA 

Barksdale AFB 

Life Support Addition, Bldg 6603 

Current Mission 

New 

2,200 

14 

OH 

Youngstown ARS 

Reserve Lodging Phase 2 

Current Mission 

New 

9,400 

14 

TX 

Lackland AFB 

Wing Training and Readiness Facility 

Current Mission 

New 

5,800 

14 

SC 

Charleston AFB 

TFI RED HORSE HQ and Engineering 

New Mission 

New 

3,200 




Facility 

Total Projects 


26,850 





Planning and Design 


1,293 





Unspecified MC 


8,550 





Total FY14 Program 


36,693 

15 

GA 

Robins AFB 

Deployment Readiness and Training Center 

Current Mission 

New 

6,400 

15 

MN 

Minneapolis ARS 

Aerial Port Squadron Facility 

Current Mission 

New 

7,700 

15 

NY 

Niagara Falls ARS 

TFI Joint ANG/AFRC Squadron Operations 

Current Mission 

New 

4,500 

15 

CA 

March ARB 

TFI Small Arms Range 

Current Mission 

New 

9,800 

15 

PA 

Pittsburgh ARS 

Lodging Facility - Phase 1 

Current Mission 

New 

12,400 

15 

MA 

Westover ARB 

Joint Services Lodging Facility 

Current Mission 

New 

10,400 

15 

GA 

Dobbins ARB 

Fire Station and Security Forces Con^lex 

Current Mission 

New 

11,700 

15 

KS 

McConnell AFB 

Reserve Training Facility 

Current Mission 

New 

2,000 





Total Projects 


64,900 





Plaiming and Design 


1,258 





Unspecified MC 


956 





Total FY15 Program 


67,114 
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